PIKA 

PARCADIS 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  June  6,  2016 

69 

Page  |  1 

CONTRACTOR: 

PIKA-ARCADISJV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0%  1  4%  1  8% 

suxus 

10.0 

Conducting  Field  Proiect  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Project  Manager 

10.0 

MC  Soil  Sampling 

Data  Manager 

10.0 

MC  Soil  Sampling 

UXO  III 

1.0 

9.0 

Investigating  DGM  Grid  Anomalies 

UXO  II 

1.0 

9.0 

Escort  for  Soil  Sampling 

UXO  II 

1.0 

9.0 

OC  Lot  9 

UXO  II 

1.0 

9.0 

OC  Lot  9 

U)(5Ti 

1.0 

9.0 

DGM  Mapping 

UXO  II 

1.0 

9.0 

Escort  for  Soil  Sampling 

UXO  II 

1.0 

9.0 

Investigating  DGM  Grid  Anomalies 

UXO  II 

1.0 

9.0 

DGM  Mapping 

UXOTi 

1.0 

9.0 

DGM  Mapping 

UXO  1 

1.0 

9.0 

OC  Lot  9 

UXO  1 

1.0 

9.0 

Investigating  DGM  Grid  Anomalies 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

61.0 

45.0 

54.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

160.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVl  OUS  REPORT 

11604.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

11764.0 

10/26/2018 


007018 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACr/TO  NUMBERS 

T1 TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  June  6,  2016 

69 

Paqe  I  2 

PROJ  ECr  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report  :  2  -  6  May  2016 

5/12/2016 

Weekly  Report:  9  -  13  May  2016 

5/19/2016 

Weekly  Report:  16  -  20  May  2016 

5/27/2016 

Weekly  Report:  24  -  27  May  2016 

6/3/2016 

10/26/2018 


007019 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TI  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  May  25,  2016 

62 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds  S  8  mph 

0600  :  55  1100  :  99  1500  :  99 

DAI  LY  SAFETY  1 NSPECR  ON  RESULTS: 

* 

♦ 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI TI ES: 

* 

Team  2  -  Continued  QC  resolution  of  100%  of  Lot  9  anomalies 

* 

Team  1  -  Investigate  anomalies  in  DGM  Grids 

* 

Soil  Sampling  Team  -  continue  ISM  Sampling 

* 

COMPLETED  PROJ  ECT  TASKS: 

* 

ANA-Transects  complete 

* 

lAVS  Transects  complete 

* 

WiAA  -  Lots  complete 

♦ 

DGM  Grids  complete 

* 

Additional  DGM  Grids  complete 

* 

Administrative  Activities:  Weekly  reporting  through  3  J  une  2016 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI TI  ES  NEXT  WEEK: 

* 

De  -  Mobe 

* 

♦ 

♦ 

Comments: 

* 

Visitors: 

♦ 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fuzed  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm  APHE  unfired  /  MK  27  PD 
Nose  Fuze  with  Booster  Cup  /  1,  UXO,  M49  60mm  fuzed  and  fired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007020 


PIKA 

PARCADIS 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  J  une  7,  2016 

70 

Page  |  1 

CONTRACTOR: 

PIKA-ARCADISJV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

0%  1  4%  1  8% 

SUMMARY  OF  WORK  PERFORMED 

5UX05 

— nn!~ 

Conducting  Field  Proiect  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Project  Manager 

10.0 

MC  Soil  Sampling 

Data  Manager 

10.0 

MC  Soil  Sampling 

UXO  III 

1.0 

9.0 

OC  Lot  9 

UXO  II 

1.0 

9.0 

Escort  for  Soil  Sampling 

UXO  II 

1.0 

9.0 

OC  Lot  9 

UXO  II 

1.0 

9.0 

OC  Lot  9 

U)(5Ti 

1.0 

9.0 

OC  Grids  23  -  30 

UXO  II 

1.0 

9.0 

Escort  for  Soil  Sampling 

UXO  II 

1.0 

9.0 

OC  Lot  9 

UXO  II 

1.0 

9.0 

OC  Grids  23  -  30 

UXOTi 

1.0 

9.0 

OC  Grids  23  -  30 

UXO  1 

1.0 

9.0 

OC  Lot  9 

UXO  1 

1.0 

9.0 

OC  Lot  9 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

61.0 

18.0 

81.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

160.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVl  OUS  REPORT 

11764.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

11924.0 

10/26/2018 


007021 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACr/TO  NUMBERS 

T1 TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  J  une  7,  2016 

70 

Paqe  I  2 

PROJ  ECr  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL; 

Technical  Lead:  Frank  Roepke  |  OESS:  Mike  Slavens 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report  :  2  -  6  May  2016 

5/12/2016 

Weekly  Report:  9  -  13  May  2016 

5/19/2016 

Weekly  Report:  16  -  20  May  2016 

5/27/2016 

Weekly  Report:  24  -  27  May  2016 

6/3/2016 

10/26/2018 


007022 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TI  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  May  25,  2016 

62 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds  S  8  mph 

0600  :  55  1100  :  102  1500  :  102 

DAI  LY  SAFETY  1 NSPECR  ON  RESULTS: 

* 

♦ 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI TI ES: 

* 

Team  2  -  Continued  QC  resolution  of  100%  of  Lot  9  anomalies 

* 

Team  1  -  1  nvestigate  anomalies  in  DGM  Grids  /  QC  Lot  9 

* 

Soil  Sampling  Team  -  continue  ISM  Sampling 

* 

QC  Team  -  QC  100%  of  Grids  23  -  30 

COMPLETED  PROJ  ECT  TASKS: 

* 

ANA-Transects  complete 

* 

lAVS  Transects  complete 

* 

WiAA  -  Lots  complete 

♦ 

DGM  Grids  complete 

* 

Additional  DGM  Grids  complete 

* 

Administrative  Activities:  Weekly  reporting  through  3  J  une  2016 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI TI  ES  NEXT  WEEK: 

* 

De  -  Mobe 

* 

♦ 

♦ 

Comments: 

* 

Visitors: 

♦ 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fuzed  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm  APHE  unfired  /  MK  27  PD 
Nose  Fuze  with  Booster  Cup  /  1,  UXO,  M49  60mm  fuzed  and  fired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007023 


PIKA 

PARCADIS 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  J  une  8,  2016 

71 

Page  |  1 

CONTRACTOR: 

PIKA-ARCADISJV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0%  1  4%  1  8% 

suxus 

10.0 

Conducting  Field  Proiect  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Data  Manager 

10.0 

MC  Soil  Sampling 

DGM  Team  Member 

10.0 

MC  Soil  Sampling 

UXO  III 

1.0 

9.0 

OC  Lot  9 

UXO  II 

1.0 

9.0 

Escort  for  Soil  Sampling 

UXO  II 

1.0 

9.0 

OC  Lot  9 

UXO  II 

1.0 

9.0 

OC  Lot  9 

U)(5Ti 

1.0 

9.0 

OC  Grids  23  -  30 

UXO  II 

1.0 

9.0 

Escort  for  Soil  Sampling 

UXO  II 

1.0 

9.0 

OC  Lot  9 

UXO  II 

1.0 

9.0 

OC  Grids  23  -  30 

UXO  II 

1.0 

9.0 

OC  Grids  23  -  30 

UXO  1 

1.0 

9.0 

OC  Lot  9 

UXO  1 

1.0 

9.0 

OC  Lot  9 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

61.0 

18.0 

81.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

160.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVl  OUS  REPORT 

11924.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

12084.0 

10/26/2018 


007024 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACr/TO  NUMBERS 

T1 TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  J  une  8,  2016 

71 

Paqe  I  2 

PROJ  ECr  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL: 

Technical  Lead:  Frank  Roepke  |  OESS:  Mike  Slavens 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report  :  2  -  6  May  2016 

5/12/2016 

Weekly  Report:  9  -  13  May  2016 

5/19/2016 

Weekly  Report:  16  -  20  May  2016 

5/27/2016 

Weekly  Report:  24  -  27  May  2016 

6/3/2016 

10/26/2018 


007025 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TI  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  J  une  8,  2016 

71 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds  S  8  mph 

0600  :  55  1100  :  99  1500  :  99 

DAI  LY  SAFETY  1 NSPECR  ON  RESULTS: 

* 

♦ 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI TI ES: 

* 

Team  2  -  Continued  QC  resolution  of  100%  of  Lot  9  anomalies 

* 

Team  1  -  1  nvestigate  anomalies  in  DGM  Grids  /  QC  Lot  10 

* 

Soil  Sampling  Team  -  continue  ISM  Sampling 

* 

QC  Team  -  QC  100%  of  Grids  23  -  30 

COMPLETED  PROJ  ECT  TASKS: 

* 

ANA-Transects  complete 

* 

lAVS  Transects  complete 

* 

WiAA  -  Lots  complete 

♦ 

DGM  Grids  complete 

* 

Additional  DGM  Grids  complete 

* 

Administrative  Activities:  Weekly  reporting  through  3  J  une  2016 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI TI  ES  NEXT  WEEK: 

* 

De  -  Mobe 

* 

♦ 

♦ 

Comments: 

* 

Visitors: 

♦ 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fuzed  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm  APHE  unfired  /  MK  27  PD 
Nose  Fuze  with  Booster  Cup  /  1,  UXO,  M49  60mm  fuzed  and  fired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007026 


PIKA 

PARCADIS 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  J  une  9,  2016 

72 

Page  |  1 

CONTRACTOR: 

PIKA-ARCADISJV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

HOURS 

0%  1  4%  1  8% 

SUMMARY  OF  WORK  PERFORMED 

suxus 

— nn!~ 

Conducting  Field  Proiect  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Data  Manager 

10.0 

MC  Soil  Sampling 

DGM  Team  Member 

10.0 

MC  Soil  Sampling 

UXO  III 

1.0 

9.0 

OC  Lot  10 

UXO  II 

1.0 

9.0 

Escort  for  Soil  Sampling 

UXO  II 

1.0 

9.0 

OC  Lot  10 

UXO  II 

1.0 

9.0 

OC  Lot  10 

U)(5Ti 

1.0 

9.0 

OC  Lot  10 

UXO  II 

1.0 

9.0 

Escort  for  Soil  Sampling 

UXO  II 

1.0 

9.0 

OC  Lot  10 

UXO  II 

1.0 

9.0 

OC  Lot  10 

UXO  II 

1.0 

9.0 

OC  Lot  10 

UXO  1 

1.0 

9.0 

OC  Lot  10 

UXO  1 

1.0 

9.0 

OC  Lot  10 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

61.0 

18.0 

81.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

160.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVl  OUS  REPORT 

12084.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

12244.0 

10/26/2018 


007027 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACr/TO  NUMBERS 

T1 TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  J  une  9,  2016 

72 

Paqe  I  2 

PROJ  ECr  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL; 

Technical  Lead:  Frank  Roepke  |  OESS:  Mike  Slavens 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report  :  2  -  6  May  2016 

5/12/2016 

Weekly  Report:  9  -  13  May  2016 

5/19/2016 

Weekly  Report:  16  -  20  May  2016 

5/27/2016 

Weekly  Report:  24  -  27  May  2016 

6/3/2016 

10/26/2018 


007028 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TI  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  June  9,  2016 

72 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  sunny 

TEMPERATURE 

WEATHER  EFFECTS:  winds  S  8  mph 

0600  :  55  1100  :  99  1500  :  99 

DAI  LY  SAFETY  1 NSPECR  ON  RESULTS: 

* 

♦ 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI TI ES: 

* 

Team  1  and  2  -  Conducted  QC  resolution  of  100%  of  Lot  10  anomalies 

* 

Soil  Sampling  Team  -  continue  ISM  Sampling 

* 

COMPLETED  PROJ  ECT  TASKS: 

* 

ANA-Transects  complete 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  complete 

* 

DGM  Grids  complete 

* 

Additional  DGM  Grids  complete 

* 

Administrative  Activities:  Weekly  reporting  through  3  J  une  2016 

* 

Demolition  Procedures:  None 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Final  Demo,  Ship  Equipment  off  site  and  De-Mobe 

* 

* 

* 

Comments: 

* 

Visitors: 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

♦ 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fuzed  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm  APHE  unfired  /  MK  27  PD 
Nose  Fuze  with  Booster  Cup  /  1,  UXO,  M49  60mm  fuzed  and  fired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007029 


PIKA 

PARCADIS 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  J  une  10,  2016 

73 

Page  |  1 

CONTRACTOR: 

PIKA-ARCADISJV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0%  1  4%  1  8% 

5UX05 

1  10.0 

Conducting  Field  Proiect  Oversite 

UXOSO/SSHO 

1  10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Data  Manager 

1  lO.O 

MC  Soil  Sampling 

DGM  Team  Member 

lO.O 

MC  Soil  Sampling 

UXO  III 

1  1.0 

9.0 

OC  Lot  10 

UXO  II 

1  1.0 

9.0 

Escort  for  Soil  Sampling 

UXO  II 

1  1.0 

9.0 

OC  Lot  10 

UXO  II 

1  1.0 

9.0 

OC  Lot  10 

U)(5Ti 

1  1.6 

9.0 

OC  Lot  10 

UXO  II 

1  1.0 

9.0 

Escort  for  Soil  Sampling 

UXO  II 

1  1.0 

9.0 

OC  Lot  10 

UXO  II 

1  1.0 

4.0 

OC  Lot  10 

UXO  II 

1  1.6 

4.0 

OC  Lot  10 

UXO  1 

1  1.0 

9.0 

OC  Lot  10 

UXO  1 

1.0 

9.0 

OC  Lot  10 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

61.0 

18.0 

71.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

150.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVl  OUS  REPORT 

12234.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

12384.0 

10/26/2018 


007030 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACr/TO  NUMBERS 

T1 TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  J  une  10,  2016 

73 

Paqe  I  2 

PROJ  ECr  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL; 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report  :  2  -  6  May  2016 

5/12/2016 

Weekly  Report:  9  -  13  May  2016 

5/19/2016 

Weekly  Report:  16  -  20  May  2016 

5/27/2016 

Weekly  Report:  24  -  27  May  2016 

6/3/2016 

10/26/2018 


007031 


PIKA 

PARCADIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


Tl  TLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/D501 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Friday,  June  10,  2016 


Page 


SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 


*  Weather  Hazards,  High  winds 


*  Rough  terrain  /walking  and  driving  UTV's 


*  Snakes 


TEMPERATURE 


WEATHER  EFFECTS: 


winds  S  8  mph 


DAI  LY  SAFETY  I NSPECR  ON  RESULTS: 


Lost  Workday  Accidents: 


Today: 


0  This  Month: 


Lost  Workdays: 


Today: 


0  This  Month: 


Property  Damage  Accidents  Exceeding  $2,000.00: 


This  Week: 


DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI TI ES: 

* 

Team  1  and  2  -  Completed  QC  resolution  of  100%  of  Lot  10  anomalies 

* 

Soil  Sampling  Team  -  continue  ISM  Sampling 

* 

COMPLETED  PROJ  ECT  TASKS: 

* 

ANA-Transects  complete 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  complete 

* 

DGM  Grids  complete 

* 

Additional  DGM  Grids  complete 

* 

Administrative  Activities:  Weekly  reporting  through  3  J  une  2016 

* 

Demolition  Procedures:  None 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Final  Demo,  Ship  Equipment  off  site  and  De-Mobe 

* 

* 

* 

Comments: 

* 

Visitors: 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

♦ 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fuzed  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm  APHE  unfired  /  MK  27  PD 
Nose  Fuze  with  Booster  Cup  /  1,  UXO,  M49  60mm  fuzed  and  fired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007032 


PIKA 

PARCACtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACr/TO  NUMBERS 


Tl  TLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Monday  7  March  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 


suxos 


UXOSO/SSHO 


UXOQC 


Assistant  Project  Manager 


GEO  Team  Lead 


uxo 


uxo 


uxo 


uxo 


uxo 


uxo  1 


uxo  1 


0%  I  4%  I  8%~ 


10.0 


10.0 


10.0 


10.0 


10.0 


10.0 


10.0 


10.0 


Team  Training  site  management/Meeting  with  Base  Personnel 


Completed  site  check  in  and  attended  site  training 


SUMMARY  OF  WORK  PERFORMED 


Site  setup/material  acquisition/Team  Admin  and  Training 


Site  setup/material  acquisition 


Site  setup/material  acquisition 


Site  setup/GEO  Equipment  setup 


Completed  site  check  in  and  attended  site  training 


Completed  site  check  in  and  attended  site  training 


Completed  site  check  in  and  attended  site  training 


Completed  site  check  in  and  attended  site  training 


Completed  site  check  in  and  attended  site  training 


Completed  site  check  in  and  attended  site  training 


Completed  site  check  in  and  attended  site  training 


Completed  site  check  in  and  attended  site  training 


Completed  site  check  in  and  attended  site  training 


Completed  site  check  in  and  attended  site  training 


Completed  site  check  in  and  attended  site  training 


Completed  site  check  in  and  attended  site  training 


Completed  site  check  in  and  attended  site  training 


Daily  Total 


TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

190.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

152.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

342.0 

10/26/2018 


007033 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday  7  March  2016 

6 

Page  |  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  D.J.  Myers  |  OESS:  Mike  Slavens 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

10/26/2018 


007034 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday  7  March  2016 

6 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Heat  stress 


*  Snakes 


WEATHER: 

Sunny 

TEMPERATURE 

WEATHER  EFFECTS: 

Winds,  N-NE  10-20  mph 

0600  : 

51 

1100  :  85  1500  : 

83 

DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


*  Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES: 

*  Continue  project/site  setup  in  parking  lot  of  the  Border  Patrol  Museum 

*  Team  UXO  personnel  arrived  on  site/site  check  in/startteam  training 

*  Transported  Magazine  from  Parking  lot  across  the  highway  to  the  sited  magazine  location 

*  Set  up  GPS  and  EM  61  to  verify  operational/selected  IVS  location  and  preped  the  area  to  receive  the  IVS  seeds 

* 

* 

* 

*  Cumulative  totals:  #REF!  grids  completed  #REF!  grids  QC'd  #REF!  grids  QA'd 

*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 

PLANNED  ACTIVITIES  NEXT  WEEK: 

*  Field  team  personnel  will  continue  to  clear  vegetation  and  conduct  analog  transects. 

*  Conduct  DGM  field  activies. 

*  Conduct  site  Health  and  Safety  Training  and  site  specific  hazards  and  controls. 

* 

Comments: 

*  Directives:  None 

*  Donor  Explosive  Shipments:  None 

*  MD/Metal  Scrap  Shipments:  None 

*  Recyclables/C&D  Debris  Shipments:  None 

*  Other: 

*  MEC  Items  found  to-date  0  -  (  for  details,  see  attached  M EC/ M D/Scrap  Inventory  Log  ) 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007035 


PIKA 

PAfKAOIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


COriTRACr/TO  NUMBERS 


T1 TLE  AND  LOCAT1  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Tuesday  8  March  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

0%  1  4%  1  8% 

SUMMARY  OF  WORK  PERFORMED 

5UX05 

— nnj~ 

Team  Training  site  management/Meeting  with  Base  Personnel 

UXOSO/SSHO 

10.0 

Site  setup/material  acguisition/Team  Admin  and  Training 

UXOOC 

10.0 

Site  setup/material  acguisition/Brush  clear  magazine  area 

Assistant  Proiect  Manager 

10.0 

Site  setup/material  acguisition 

GEO  Team  Lead 

10.0 

Site  setup/GEO  Eguipment  setup/Clear  IVS  area 

GEO  Tech 

10.0 

Assist  GEO  Team  Lead 

Data  Manager 

10.0 

Data  Management/Site  Training 

UXO  III 

10.0 

Completed  site  check  in  and  attended  site  training 

UXO  III 

10.0 

Completed  site  check  in  and  attended  site  training 

UXO  II 

10.0 

Completed  site  check  in  and  attended  site  training 

UXO  II 

10.0 

Completed  site  check  in  and  attended  site  training 

UXO  II 

10.0 

Completed  site  check  in  and  attended  site  training 

UXOTi 

10.0 

Completed  site  check  in  and  attended  site  training 

UXO  II 

10.0 

Completed  site  check  in  and  attended  site  training 

UXO  II 

10.0 

Completed  site  check  in  and  attended  site  training 

UXO  II 

10.0 

Completed  site  check  in  and  attended  site  training 

UXOTi 

10.0 

Completed  site  check  in  and  attended  site  training 

UXO  I 

10.0 

Completed  site  check  in  and  attended  site  training 

UXO  I 

10.0 

Completed  site  check  in  and  attended  site  training 

UXO  I 

10.0 

Completed  site  check  in  and  attended  site  training 

UXO  I 

10.0 

Completed  site  check  in  and  attended  site  training 

Daily  Total 

210.0 

0.0 

0.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THI S  DATE 

210.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

342.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

552.0 

10/26/2018 


007036 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday  8  March  2016 

7 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL; 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

10/26/2018 


007037 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 


COriTRACr/TO  NUMBERS 

T1 TLE  AND  LOCAT1  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday  8  March  2016 

7 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Heat  stress 


*  Snakes 


WEATHER: 

Overcast 

TEMPERATURE 

WEATHER  EFFECTS 

Winds,  N-NE  10-20  mph 

0600  : 

40 

1100  :  65  1500  : 

60 

DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


* 


*  Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES: 

*  Continue  project/site  setup  in  parking  lot  of  the  Border  Patrol  Museum 

*  Team  UXO  personnel  conducting  team  training/Cleared  Magazine  area/Cleared  IVS  area 

*  Continued  to  set  up  GPS  and  EM  61  to  verify  operational/selected  IVS  location  and  preped  the  area  to  receive  the  IVS  seeds 

* 

* 

* 

* 

*  Cumulative  totals:  #REF!  grids  completed  #REF!  grids  QC'd  #REF!  grids  QA'd 

*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 

PLANNED  ACn  VI Tl  ES  NEXT  WEEK: 

*  Field  team  personnel  will  continue  to  clear  vegetation  and  conduct  analog  transects. 

*  Conduct  DGM  field  activies. 

*  Escort  Archy  survey  personnel,  3  two  person  teams  Monday  through  completion  {expecting  to  take  3  days  to  complete  the  surveys). 

* 

Comments: 

*  Directives:  None 

*  Donor  Explosive  Shipments:  None 

*  MD/Metal  Scrap  Shipments:  None 

*  Recyclables/C&D  Debris  Shipments:  None 

*  Other: 

*  MEC  Items  found  to-date  0  -  (  for  details,  see  attached  MEC/MD/5crap  Inventory  Log  ) 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007038 


PIKA 

PAfKAOIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


COriTRACr/TO  NUMBERS 


T1 TLE  AND  LOCAT1  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Wed.  9  March  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0%  I  4%  I  8% 

5UX05 

■ 

10.0 

Team  Training  site  management/Meeting  with  Base  Personnel 

UXOSO/SSHO 

10.0 

Site  setup/material  acguisition/Team  Admin  and  Training 

UXOOC 

10.0 

Site  setup/material  acguisition/Brush  clear  magazine  area 

Assistant  Proiect  Manager 

10.0 

Site  setup/material  acguisition 

GEO  Team  Lead 

10.0 

Site  setup/GEO  Eguipment  setup/Clear  IVS  area 

GEO  Tech 

10.0 

Assist  GEO  Team  Lead 

Data  Manager 

10.0 

Data  Management/Site  Training 

UXO  III 

1.0 

9.0 

Completed  site  check  in  and  attended  site  training 

UXO  III 

1.0 

9.0 

Completed  site  check  in  and  attended  site  training 

UXO  II 

1.0 

9.0 

Completed  site  check  in  and  attended  site  training 

UXO  II 

1.0 

9.0 

Completed  site  check  in  and  attended  site  training 

UXO  II 

1.0 

9.0 

Completed  site  check  in  and  attended  site  training 

UXOTi 

1.0 

9.0 

Completed  site  check  in  and  attended  site  training 

UXO  II 

1.0 

9.0 

Completed  site  check  in  and  attended  site  training 

UXO  II 

1.0 

9.0 

Completed  site  check  in  and  attended  site  training 

UXO  II 

1.0 

9.0 

Completed  site  check  in  and  attended  site  training 

UXOTi 

1.0 

9.0 

Completed  site  check  in  and  attended  site  training 

UXO  I 

1.0 

9.0 

Completed  site  check  in  and  attended  site  training 

UXO  I 

1.0 

9.0 

Completed  site  check  in  and  attended  site  training 

UXO  I 

1.0 

9.0 

Completed  site  check  in  and  attended  site  training 

UXO  I 

1.0 

9.0 

Completed  site  check  in  and  attended  site  training 

Daily  Total 

84.0 

126.0 

0.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THI S  DATE 

210.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

552.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

762.0 

10/26/2018 


007039 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wed.  9  March  2016 

8 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL; 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

10/26/2018 


007040 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 


COriTRACr/TO  NUMBERS 

T1 TLE  AND  LOCAT1  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wed.  9  March  2016 

8 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Heat  stress 


*  Snakes 


WEATHER: 

Clear 

TEMPERATURE 

WEATHER  EFFECTS 

Winds,  N-NE  10-20  mph 

0600  : 

50 

1100  :  70  1500  : 

70 

DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


* 


*  Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES: 

*  Continue  project/site  setup  in  parking  lot  of  the  Border  Patrol  Museum 

*  Team  UXO  personnel  conducting  team  training/Cleared  Magazine  area/Cleared  IVS  area 

*  IVS  set  up  and  operational 

*  Cleared  4  DGM  grids  of  vegetation  and  conducted  surface  clearance  on  1  DGM  grid 

* 

* 

* 

*  Cumulative  totals:  #REF!  grids  completed  #REF!  grids  QC'd  #REF!  grids  QA'd 

*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 

PLANNED  ACn  VI Tl  ES  NEXT  WEEK: 

*  Field  team  personnel  will  continue  to  clear  vegetation/surface  clearance  in  DGM  grids,  conduct  WAA  DGM  transects  and  analog  transects. 

*  Conduct  DGM  field  activies. 

*  Currently  scheduled  to  Escort  Archy  survey  personnel,  3  two  person  teams  Monday  through  completion  (expecting  to  take  3  days  to  complete  the  surveys). 

*  Magazine  inspection  by  Ft  Bliss  Safety  Dept,  and  explosive  delivery  currently  scheduled  on  16  March  2016 

Comments: 

Survey 

*  Directives:  None 

*  Donor  Explosive  Shipments:  None 

*  MD/Metal  Scrap  Shipments:  None 

*  Recyclables/C&D  Debris  Shipments:  None 

*  Other: 

*  MEC  Items  found  to-date  0  -  (  for  details,  see  attached  MEC/MD/Scrap  Inventory  Log  ) 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007041 


PIKA 

PARCAOIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Wed.  9  March  2016 


Page 


CLIN/  SUB- 
CLIN 

Task  Description 

Estimated 

% 

Complete 

Quantities  Processed 
Today 

Quantities  Processed 
Previously 

Quantities  Processed 
Cumulative  To-Date 

Vegetation  Clearance  of  DGM  grids 
Surface  Clearance  of  DGM  Grids 

18.0% 

5.0% 

10/26/2018 


007042 


PIKA 

PAACADIS 

PIKA-ARCADISJV 

DAI  LY  REPORT 

COriTRACr/TO  NUMBERS 

TITLE  AND  LOCAT1  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wed.  9  March  2016 

Page 

8 

5 

PHOTOS 


10/26/2018 


007043 


PIKA 

PAfKAOIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


COriTRACr/TO  NUMBERS 


T1 TLE  AND  LOCAT1  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Thursday  10  March  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 


5UX05 

UXOSO/SSHO 

UXOQC 

Assistant  Proiect  Manager 

GEO  Team  Lead 

GEO  Tech 

Data  Manager 

UXO  III 

UXO  III 

UXO  II 

UXO  II 

UXO  II 

UXOTi 

UXO  II 

UXO  II 

UXO  II 

UXOTi 

UXO  I 

UXO  I 

UXO  I 

UXO  I 

HOURS 


0%  I  4%  I  8%~ 


SUMMARY  OF  WORK  PERFORMED 


“nnr 


10.0 


10.0 


1.0 


1.0 


1.0 


1.0 


1.0 


1.0 


9.0 


9.0 


9.0 


9.0 


9.0 


9.0 


9.0 


Conducting  Field  Project  Oversite 


Conducting  Safety  Oversite 


Conducting  QC  operations  on  site 


Site  setup/material  acquisition 


Conducting  PGM  Mapping  in  PGM  Grids 


Assist  GEO  Team  Lead 


Data  Management 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Daily  Total 


84.0 


126.0 


0.0 


TOTAL  WORK  HOURS  ON  J  OB  SITE  THI S  DATE 

210.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

762.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

972.0 

10/26/2018 


007044 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday  10  March  2016 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL; 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

10/26/2018 


007045 


PIKA 

PARCADIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


COriTRACr/TO  NUMBERS 


T1 TLE  AND  LOCAT1  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Thursday  10  March  2016 


Page 


SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 


*  Weather  Hazards,  High  winds 


*  Heat  stress 


*  Snakes 


Clear 


TEMPERATURE 


WEATHER  EFFECTS: 


Winds,  N-NE  10-20  mph 


DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


*  Lost  Workday  Accidents: 


Today: 


This  Week: 


*  Lost  Workdays: 


Today: 


This  Week: 


*  Property  Damage  Accidents  Exceeding  $2,000.00: 


This  Week: 


DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES: 


*  Continue  project/site  setup  in  parking  lot  of  the  Border  Patrol  Museum 


*  Team  UXO  personnel  conducting  team  training/Cleared  Magazine  area/Cleared  IVS  area 


*  IVS  set  up  and  operational 


*  Cleared  4  DGM  grids  of  vegetation  and  conducted  surface  clearance  on  1  DGM  grid 


*  Magazine  inspection  by  Ft  Bliss  Safety  Dept. 


*  Cumulative  totals: 


#REF!  grids  completed 


#REF!  grids  QC'd 


#REF!  grids  QA'd 


*  Administrative  Activities:  Daily  reporting 


*  Demolition  Procedures:  None 


PLANNED  ACT!  VI Tl  ES  NEXT  WEEK: 


*  Field  team  personnel  will  continue  to  clear  vegetation/surface  clearance  in  DGM  grids,  conduct  WAA  DGM  transects  and  analog  transects. 


*  Conduct  DGM  field  activies. 


*  Currently  scheduled  to  Escort  Archy  survey  personnel,  3  two  person  teams  Monday  through  completion  (expecting  to  take  3  days  to  complete  the  surveys). 


*  Explosive  delivery  currently  scheduled  for  16  March  2016 


Comments: 


*  Directives:  None 


*  Donor  Explosive  Shipments:  None 


*  MD/Metal  Scrap  Shipments:  None 


*  Recyclables/C&D  Debris  Shipments:  None 


*  Other: 


*  MEC  Items  found  to-date  0  -  (  for  details,  see  attached  MEC/MD/Scrap  Inventory  Log  ) 


Prepared  and  Reviewed  By: 


10/26/2018 


007046 


PIKA 

PARCAOIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Thursday  10  March  2016 


Page 


CLIN/  SUB- 
CLIN 

Task  Description 

Estimated 

% 

Complete 

Quantities  Processed 
Today 

Quantities  Processed 
Previously 

Quantities  Processed 
Cumulative  To-Date 

Vegetation  Clearance  of  DGM  grids 
Surface  Clearance  of  DGM  Grids 

18.0% 

5.0% 

10/26/2018 


007047 


PIKA 

PAACADIS 

PIKA-ARCADISJV 

DAI  LY  REPORT 

COriTRACr/TO  NUMBERS 

TITLE  AND  LOCAT1  ON 

DAY/  DATt 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday  10  March  2016 

Page 

5 

PHOTOS 


10/26/2018 


007048 


PIKA 

PAfKAOIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


COriTRACr/TO  NUMBERS 


T1 TLE  AND  LOCAT1  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Friday  11  March  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 


5UX05 

UXOSO/SSHO 

UXOQC 

Assistant  Proiect  Manager 

GEO  Team  Lead 

GEO  Tech 

Data  Manager 

Land  Survey 

UXO  III 

UXO  III 

UXO  II 

UXO  II 

UXO  II 

UXOTi 

UXO  II 

UXO  II 

UXO  II 

UXOTi 

UXO  I 

UXO  I 

UXO  I 

UXO  I 

HOURS 


0%  I  4%  I  8%~ 


“nnr 


10.0 


10.0 


1.0 


1.0 


1.0 


1.0 


1.0 


1.0 


1.0 


9.0 


9.0 


9.0 


9.0 


9.0 


9.0 


9.0 


SUMMARY  OF  WORK  PERFORMED 


Conducting  Field  Project  Oversite 


Conducting  Safety  Oversite 


Conducting  QC  operations  on  site 


Site  setup/material  acquisition 


Conducting  PGM  Mapping  in  PGM  Grids 


Assist  GEO  Team  Lead 


Data  Management 


Survey  Contractor 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Daily  Total 


92.0 


126.0 


0.0 


TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

218.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

972.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

1190.0 

10/26/2018 


007049 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday  11  March  2016 

10 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

10/26/2018 


007050 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 


COriTRACr/TO  NUMBERS 

Tl  TLE  AND  LOCAT1  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday  11  March  2016 

10 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Heat  stress 


*  Snakes 


WEATHER: 

Clear 

TEMPERATURE 

WEATHER  EFFECTS 

Winds,  N-NE  10-20  mph 

0600  : 

50 

1100  :  75  1500  : 

75 

DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


* 


*  Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES: 

*  Cleared  3  DGM  grids  of  vegetation  and  conducted  surface  clearance  on  6  DGM  grids 

*  Located  MEC  item  in  Grid  20,  37  mm  MK  I  LE  black  powder  filled  with  a  base  fuze 

*  Set  up  security  to  guard  MEC  item  until  it  can  be  explosively  disposed  of,  currently  scheduled  for  16  March  2016 

*  Completed  mapping  2  DGM  grids 

* 


* 


* 


*  Cumulative  totals:  #REF!  grids  completed  #REF!  grids  QC'd  #REF!  grids  QA'd 

*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 


PLANNED  ACT!  VI Tl  ES  NEXT  WEEK: 


*  Field  team  personnel  will  continue  to  clear  vegetation/surface  clearance  in  DGM  grids,  conduct  analog  transects. 

*  Conduct  DGM  field  activies. 

*  Currently  scheduled  to  Escort  Archy  survey  personnel,  3  two  person  teams  Monday  through  completion  (expecting  to  take  3  days  to  complete  the  surveys). 

*  Explosive  delivery  currently  scheduled  for  16  March  2016 

Comments: 


I  Mil  ARCADIS  Senior  GEO 

*  Directives:  None 

*  Donor  Explosive  Shipments:  None 

*  MD/Metal  Scrap  Shipments:  None 

*  Recyclables/C&D  Debris  Shipments:  None 

*  Other: 

*  MEC  Items  found  to-date  0  -  (  for  details,  see  attached  MEC/MD/5crap  Inventory  Log  ) 

* 

Prepared  and  Reviewed  By: 


10/26/2018 


007051 


PIKA 

PARCAOIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Friday  11  March  2016 


Page 


CLIN/  SUB- 
CLIN 

Task  Description 

Estimated 

% 

Complete 

Quantities  Processed 
Today 

Quantities  Processed 
Previously 

Quantities  Processed 
Cumulative  To-Date 

Vegetation  Clearance  of  DGM  grids 
Surface  Clearance  of  DGM  Grids 

32.0% 

32.0% 

DGM  Mapping  of  DGM  Grids 

14.0% 

10/26/2018 


007052 


PIKA 

PAACADIS 

PIKA-ARCADISJV 

DAI  LY  REPORT 

COriTRACr/TO  NUMBERS 

TITLE  AND  LOCAT1  ON 

DAY/  DATt 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday  11  March  2016 

Page 

10 

5 

PHOTOS 


10/26/2018 


007053 


PIKA 

PAfKAOIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


COriTRACr/TO  NUMBERS 

T1 TLE  AND  LOCAT1  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday  14  March  2016 

11 

Page  |  1 

CONTRACTOR: 

PIKA-ARCADISJV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

5UX05 

UXOSO/SSHO 
_ UXQQC _ 

Assistant  Project  Manager 
GEO  Team  Lead 
_ GEO  Tech _ 

Data  Manager 
DGM  Team  Member 
UXO  III 
UXO  III 
UXO  II 
UXO  II 
UXO  II 

uxGTi 

UXO  II 
UXO  II 
UXO  II 
UXO  II 
UXO  I 
UXO  I 
UXO  I 
UXO  I 


Name 


Daily  Total 


HOURS 


0%  I  4%  I  8%~ 


SUMMARY  OF  WORK  PERFORMED 


“nnr 


10.0 


10.0 


1.0 


1.0 


1.0 


1.0 


1.0 


1.0 


9.0 


9.0 


9.0 


9.0 


9.0 


9.0 


9.0 


Conducting  Field  Project  Oversite 


Conducting  Safety  Oversite 


Conducting  QC  operations  on  site 


Site  setup/material  acguisition 


Conducting  DGM  Mapping  in  DGM  Grids 


Conducting  DGM  Mapping  in  DGM  Grids 


Data  Management 


Conducting  DGM  Mapping  in  DGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 


94.0 


126.0 


0.0 


TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

220.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

1192.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

1412.0 

10/26/2018 


007054 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday  14  March  2016 

11 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL; 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

10/26/2018 


007055 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 


COriTRACr/TO  NUMBERS 

Tl  TLE  AND  LOCAT1  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday  14  March  2016 

11 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Heat  stress 


*  Snakes 


WEATHER: 

Clear 

TEMPERATURE 

WEATHER  EFFECTS 

Winds,  N-NE  10-20  mph 

0600  : 

50 

1100  :  75  1500  : 

75 

DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


* 


*  Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES: 

*  Cleared  3  DGM  grids  of  vegetation  and  conducted  surface  clearance 

*  Re-set  security  on  the  MEC  item  in  G20  at  1700 

*  Completed  mapping  2  DGM  grids  21  and  22,  and  setup  and  started  mapping  G19 

* 


* 


* 


* 


*  Cumulative  totals:  #REF!  grids  completed  #REF!  grids  QC'd  #REF!  grids  QA'd 

*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 


PLANNED  ACT!  VI Tl  ES  NEXT  WEEK: 


*  Field  team  personnel  will  continue  to  clear  vegetation/surface  clearance  in  DGM  grids,  conduct  analog  transects. 

*  Conduct  DGM  field  activies. 

*  Continue  to  conduct  Analog  Transects  with  Team  1 

*  Conduct  IVAS  Transects  with  Team  2  once  all  DGM  Grids  have  been  vegetation  and  surface  cleared 

Comments: 


I  Mil  ARCADIS  Senior  GEO 

*  Directives:  None 

*  Donor  Explosive  Shipments:  None 

*  MD/Metal  Scrap  Shipments:  None 

*  Recyclables/C&D  Debris  Shipments:  None 

*  Other: 

*  MEC  Items  found  to-date  0  -  (  for  details,  see  attached  MEC/MD/5crap  Inventory  Log  ) 

* 

Prepared  and  Reviewed  By: 


10/26/2018 


007056 


PIKA 

PARCAOIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Monday  14  March  2016 


Page 


CLIN/  SUB- 
CLIN 

Task  Description 

Estimated 

% 

Complete 

Quantities  Processed 
Today 

Quantities  Processed 
Previously 

Quantities  Processed 
Cumulative  To-Date 

Vegetation  Clearance  of  DGM  grids 
Surface  Clearance  of  DGM  Grids 

41.0% 

41.0% 

DGM  Mapping  of  DGM  Grids 

23.0% 

10/26/2018 


007057 


PIKA 

PAACADIS 

PIKA-ARCADISJV 

DAI  LY  REPORT 

COMTRACT/TO  NUMBERS 

TITLE  AND  LOCAT1  ON 

DAY/  DATt 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday  14  March  2016 

Page 

11 

5 

PHOTOS 


10/26/2018 


007058 


PIKA 

PAfKAOIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


COriTRACr/TO  NUMBERS 


T1 TLE  AND  LOCAT1  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Tuesday  15  March  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 


5UX05 

UXOSO/SSHO 

UXOQC 

Assistant  Proiect  Manager 

GEO  Team  Lead 

GEO  Tech 

Data  Manager 

PGM  Team  Member 

UXO  III 

UXO  III 

UXO  II 

UXO  II 

UXO  II 

UXOTi 

UXO  II 

UXO  II 

UXO  II 

uTon 

UXO  I 

UXO  I 

UXO  I 

UXO  I 

HOURS 


0%  I  4%  I  8%~ 


“nnr 


10.0 


10.0 


1.0 


1.0 


1.0 


1.0 


1.0 


1.0 


1.0 


9.0 


9.0 


9.0 


9.0 


9.0 


9.0 


9.0 


SUMMARY  OF  WORK  PERFORMED 


Conducting  Field  Project  Oversite 


Conducting  Safety  Oversite 


Conducting  QC  operations  on  site 


Site  setup/material  acquisition 


Conducting  PGM  Mapping  in  PGM  Grids 


Conducting  PGM  Mapping  in  PGM  Grids 


Data  Management 


Conducting  PGM  Mapping  in  PGM  Grids 


Start  Conducting  Analog  Transects  in  Section  52 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Start  Conducting  Analog  Transects  in  Section  52 


Start  Conducting  Analog  Transects  in  Section  52 


Start  Conducting  Analog  Transects  in  Section  52 


Conducting  PGM  Mapping  in  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Start  Conducting  Analog  Transects  in  Section  52 


Start  Conducting  Analog  Transects  in  Section  52 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Conducting  Vegetation/Surface  Clearance  of  PGM  Grids 


Daily  Total 


94.0 


54.0 


72.0 


TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

220.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

1412.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

1632.0 

10/26/2018 


007059 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday  15  March  2016 

12 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL; 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

10/26/2018 


007060 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 


COriTRACr/TO  NUMBERS 

Tl  TLE  AND  LOCAT1  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday  15  March  2016 

12 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Heat  stress 


*  Snakes 


WEATHER: 

Clear 

TEMPERATURE 

WEATHER  EFFECTS 

Winds,  N-NE  5-10  mph 

0600  : 

50 

1100  :  80  1500  : 

80 

DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


* 


*  Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES: 

*  Cleared  3  DGM  grids  of  vegetation  and  conducted  surface  clearance  {Gil,  G13,  G14) 

*  Started  conducting  ANA  transects  and  completed  11  {ANA440  through  ANA450  in  Section  52) 

*  Completed  mapping  2  DGM  grid  (G15,  G19) 

*  Re-set  security  on  the  MEC  item  in  G20  at  1700 

*  DGM  Grids  Gll,  G12,  G13,  G14,  G15,  G16,  G17,  G18,  G19,  G20,  G21,  G22  Have  been  completed  e.g.  Vegetation  and  Surface  Clearance 

*  DGM  Grids  G16,  G17,  G18,  G19,  G21,  G22 

* 


*  Cumulative  totals:  #REF!  grids  completed  #REF!  grids  QC'd  #REF!  grids  QA'd 

*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 


PLANNED  ACn  VI Tl  ES  NEXT  WEEK: 


*  Field  team  personnel  will  continue  to  clear  vegetation/surface  clearance  in  DGM  grids,  conduct  analog  transects. 

*  Conduct  DGM  field  activies. 

*  Continue  to  conduct  Analog  Transects  with  Team  1 

*  Conduct  IVAS  Transects  with  Team  2  once  all  DGM  Grids  have  been  vegetation  and  surface  cleared 

Comments: 


I  Mil  ARCADIS  Senior  GEO 

*  Directives:  None 

*  Donor  Explosive  Shipments:  None 

*  MD/Metal  Scrap  Shipments:  None 

*  Recyclables/C&D  Debris  Shipments:  None 

*  Other: 

*  MEC  Items  found  to-date  0  -  (  for  details,  see  attached  MEC/MD/5crap  Inventory  Log  ) 

* 

Prepared  and  Reviewed  By: 


10/26/2018 


007061 


PIKA 

PARCAOIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Tuesday  15  March  2016 


Page 


CLIN/  SUB- 
CLIN 

Task  Description 

Estimated 

% 

Complete 

Quantities  Processed 
Today 

Quantities  Processed 
Previously 

Quantities  Processed 
Cumulative  To-Date 

Vegetation  Clearance  of  DGM  grids 
Surface  Clearance  of  DGM  Grids 

41.0% 

41.0% 

DGM  Mapping  of  DGM  Grids 

23.0% 

10/26/2018 


007062 


PIKA 

PAACADIS 

PIKA-ARCADISJV 

DAI  LY  REPORT 

COlSTTRACr/TO  NUMBERS 

TITLE  AND  LOCAT1  ON 

DAY/  DAT^ 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday  15  March  2016 

Page 

12 

5 

PHOTOS 


Steve  hard  at  work 


10/26/2018 


007063 


PIKA 

PAfKAOIS 

PI  KA-ARCADI S  J  V  DAI  LY  REPORT 

COriTRACr/TO  NUMBERS 

T1 TLE  AND  LOCAT1  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wed  16  March  2016 

13 

Page  |  1 

CONTRACTOR: 

PIKA-ARCADISJV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 

Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0%  1  4%  1  8% 

5UX05 

1 

— nnj~ 

Conducting  Field  Proiect  Oversite 

UX050/SSH0 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Proiect  Manager 

10.0 

Site  setup/material  acguisition 

GEO  Team  Lead 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

GEO  Tech 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

UXO  III 

1.0 

9.0 

Start  Conducting  Analog  Transects  in  Section  52 

UXO  III 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  II 

1.0 

9.0 

Start  Conducting  Analog  Transects  in  Section  52 

UXO  II 

1.0 

9.0 

Start  Conducting  Analog  Transects  in  Section  52 

UXO  II 

1.0 

9.0 

Start  Conducting  Analog  Transects  in  Section  52 

UXOTi 

1.0 

9.0 

Conducting  DGM  Mapping  in  DGM  Grids 

UXO  II 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  II 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  II 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

uTon 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  I 

1.0 

9.0 

Start  Conducting  Analog  Transects  in  Section  52 

UXO  I 

1.0 

9.0 

Start  Conducting  Analog  Transects  in  Section  52 

UXO  I 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  I 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

Daily  Total 


94.0 


72.0 


54.0 


TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

220.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

1632.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

1852.0 

10/26/2018 


007064 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wed  16  March  2016 

13 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL; 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

10/26/2018 


007065 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 


COriTRACr/TO  NUMBERS 

T1 TLE  AND  LOCAT1  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wed  16  March  2016 

13 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Heat  stress 


*  Snakes 


WEATHER: 

Clear 

TEMPERATURE 

WEATHER  EFFECTS 

Winds,  N-NE  5-10  mph 

0600  : 

50 

1100  :  85  1500  : 

85 

DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


* 


*  Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI H  ES: 

*  Cleared  3  DGM  grids  of  vegetation  and  conducted  surface  clearance  (G04,  G06,  GIO) 

*  Conducting  ANA  transects  and  completed  24  transects.  ANA-T394  through  399,  ANA-T423  through439,  and  ANA-T452 

*  Completed  mapping  3  DGM  grid  (G12,  G13,  G14) 

*  Demolition  Delivery,  Inventory  and  Storage 

*  Conducted  Demolition  operation  on  the  37  mm  MKI  located  in  G20  during  surface  activities  (Successful!) 

COMPLETED  PROJ  ECT  TASKS: 

*  DGM  Grids  G04,  G06,  GIO,  Gil,  G12,  G13,  G14,  G15,  G16,  G17,  G18,  G19,  G20,  G21,  G22  Have  been  completed  e.g.  Vegetation  and  Surface  Clearance 

*  DGM  Grids  G12,  G13,  G14,  G16,  G17,  G18,  G19,  G21,  G22 

*  ANA-Transects:  394  through  399,  423  through  439,  452,  440  through  450 


*  Cumulative  totals:  #REF!  grids  completed  #REF!  grids  QC'd  #REF!  grids  QA'd 

*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 

PLANNED  ACTI  VI T1  ES  NEXT  WEEK: 

*  Field  team  personnel  will  continue  to  clear  vegetation/surface  clearance  in  DGM  grids,  conduct  analog  transects. 

*  Conduct  DGM  field  activies. 

*  Continue  to  conduct  Analog  Transects  with  Team  1 

*  Conduct  IVAS  Transects  with  Team  2  once  all  DGM  Grids  have  been  vegetation  and  surface  cleared 

Comments: 

*  Visitors:  FT  Bliss  and^^^^|  Ft  Bliss  IRP  Manager 

*  Directives:  None 

*  Donor  Explosive  Shipments:  1)  100  grain  Det  Cord  800  feet,  2)  Jet  Research  Charges  Shape  19.5  grams  50  each,  3)  Electric  Caps  16  foot  leads  25  each.  End  of  order. 

*  MD/Metal  Scrap  Shipments:  None 

*  Recyclables/C&D  Debris  Shipments:  None 

*  Other: 

*  MEC  Items  found  to-date  1  /  MKI  37mm  fuzed  and  fired  /  destroyed  by  demolition  on  16  March  2016 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007066 


PIKA 

PARCAOIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Wed  16  March  2016 


13 


Page 


CLIN/  SUB- 
CLIN 

Task  Description 

Estimated 

% 

Complete 

Quantities  Processed 
Today 

Quantities  Processed 
Previously 

Quantities  Processed 
Cumulative  To-Date 

Vegetation  Clearance  of  DGM  grids 
Surface  Clearance  of  DGM  Grids 

68.0% 

68.0% 

DGM  Mapping  of  DGM  Grids 

Demolition  Event 

41.0% 

1.0% 

10/26/2018 


007067 


PIKA 

PAACADIS 

PIKA-ARCADISJV 

DAI  LY  REPORT 

COMTRACT/TO  NUMBERS 

TITLE  AND  LOCAT1  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wed  16  March  2016 

Page 

13 

5 

PHOTOS 


Demolition  Brief  G20 


Mapping  G12 


10/26/2018 


007068 


PIKA 

PAfKAOIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


COriTRACr/TO  NUMBERS 


T1 TLE  AND  LOCAT1  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Thursday  17  March  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0%  I  4%  I  8% 

5UX05 

— nnj~ 

Conducting  Field  Proiect  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Proiect  Manager 

Site  setup/material  acguisition 

GEO  Team  Lead 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

GEO  Tech 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

UXO  III 

1.0 

9.0 

Conducting  Analog  Transects 

UXO  III 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  II 

1.0 

9.0 

Conducting  Analog  Transects 

UXO  II 

1.0 

9.0 

Conducting  Analog  Transects 

UXO  II 

1.0 

9.0 

Start  Conducting  Analog  Transects 

UXOTi 

1.0 

9.0 

Conducting  DGM  Mapping  in  DGM  Grids 

UXO  II 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  II 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  II 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

uTon 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  I 

1.0 

9.0 

Conducting  Analog  Transects 

UXO  I 

1.0 

9.0 

Conducting  Analog  Transects 

UXO  I 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  I 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

Daily  Total 

84.0 

72.0 

54.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

210.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

1842.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

2052.0 

10/26/2018 


007069 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday  17  March  2016 

14 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL; 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

10/26/2018 


007070 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 


COriTRACr/TO  NUMBERS 

Tl  TLE  AND  LOCAT1  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday  17  March  2016 

14 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Heat  stress 


*  Snakes 


WEATHER: 

Clear 

TEMPERATURE 

WEATHER  EFFECTS 

Winds,  N-NE  5-10  mph 

0600  : 

50 

1100  :  85  1500  : 

85 

DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


* 


*  Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES: 

*  Cleared  3  DGM  grids  of  vegetation  and  conducted  surface  clearance  {G02,  G04) 

*  Conducting  ANA  transects  and  completed  26  transects.  ANA-T380  through  393,  ANA-T400  through  411 

*  Completed  mapping  3  DGM  grid  (G20)  and  established  recommended  new  locations  for  (G03,  G05,  G09) 

* 

* 

COMPLETED  PROJ  ECT  TASKS: 

*  DGM  Grids  (Vegetation  and  Surface  Clearance)  G02,  G04,  G06,  GIO,  Gll,  G12,  G13,  G14,  G15,  G16,  G17,  G18,  G19,  G20,  G21,  G22 

*  DGM  Grids  G12,  G13,  G14,  G16,  G17,  G18,  G19,  G20,  G21,  G22 

*  ANA-Transects:  380  through  411,  423  through  439,  452,  440  through  450 


*  Cumulative  totals:  #REF!  grids  completed  #REF!  grids  QC'd  #REF!  grids  QA'd 

*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 

PLANNED  ACTI  VI Tl  ES  NEXT  WEEK: 

*  Team  2  will  complete  vegetation/surface  clearance  in  DGM  grids,  and  move  to  lAVS  transects. 

*  DGM  Team  will  continue  to  conduct  DGM  field  activies. 

*  Team  1  will  switch  from  conducting  ANA  transects  to  conducting  IVAS  Transects 

* 

Comments: 

*  Visitors:  None 

*  Directives:  None 

*  Donor  Explosive  Shipments:  None 

*  MD/Metal  Scrap  Shipments:  None 

*  Recyclables/C&D  Debris  Shipments:  None 

*  Other: 

*  MEC  Items  found  to-date  1  /  MKI  37mm  fuzed  and  fired  /  destroyed  by  demolition  on  16  March  2016 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007071 


PIKA 

PARCAOIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Thursday  17  March  2016 


Page 


CLIN/  SUB- 
CLIN 

Task  Description 

Estimated 

% 

Complete 

Quantities  Processed 
Today 

Quantities  Processed 
Previously 

Quantities  Processed 
Cumulative  To-Date 

Vegetation  Clearance  of  DGM  grids 
Surface  Clearance  of  DGM  Grids 

73.0% 

73.0% 

DGM  Mapping  of  DGM  Grids 

Demolition  Event 

45.0% 

1.0% 

10/26/2018 


007072 


PIKA 

PAACADIS 

PIKA-ARCADISJV 

DAI  LY  REPORT 

COlSTTRACr/TO  NUMBERS 

TITLE  AND  LOCAT1  ON 

DAY/  DAT^ 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Ciosed  Castner  Firing  Range,  Ft.  Biiss,  Ei  Paso,  TX 

Thursday  17  March  2016 

Page 

14 

5 

PHOTOS 


Team  1  conducting  ANA  transects  in  Sheet  51  area 


Exampie  of  terrain  in  Sheet  50  area 


10/26/2018 


007073 


PIKA 

PAfKAOIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


COriTRACr/TO  NUMBERS 


T1 TLE  AND  LOCAT1  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Friday  18  March  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0%  1  4%  1  8% 

5UX05 

1 

Conducting  Field  Proiect  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Proiect  Manager 

Site  setup/material  acguisition 

GEO  Team  Lead 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

GEO  Tech 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

UXO  III 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  III 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXOTi 

1.0 

9.0 

Conducting  DGM  Mapping  in  DGM  Grids 

UXO  II 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  II 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  II 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

uTDTi 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  I 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

Daily  Total 

84.0 

72.0 

54.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

210.0 

CUMULATI VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

2042.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

2252.0 

10/26/2018 


007074 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday  18  March  2016 

15 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  10  March  2016 

?? 

10/26/2018 


007075 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 


COriTRACr/TO  NUMBERS 

Tl  TLE  AND  LOCAT1  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday  18  March  2016 

15 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Heat  stress 


*  Snakes 


WEATHER: 

Clear 

TEMPERATURE 

WEATHER  EFFECTS 

Winds,  N-NE  5-10  mph 

0600  : 

50 

1100  :  80  1500  : 

80 

DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


* 


*  Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES: 

*  Cleared  2  DGM  grids  of  vegetation  and  conducted  surface  clearance  (GOl,  G07) 

*  Conducting  ANA  transects  and  completed  50  transects.  ANA-T324  through  373 

*  Completed  mapping  3  DGM  grid  (G20)  and  established  recommended  new  locations  for  (G03,  G05,  G09) 

* 

* 

COMPLETED  PROJ  ECT  TASKS: 

*  DGM  Grids  (Vegetation  and  Surface  Clearance)  GOl,  G02,  G04,  G06,  GIO,  Gll,  G12,  G13,  G14,  G15,  G16,  G17,  G18,  G19,  G20,  G21,  G22  =  17 

*  DGM  Grids  G06,  GIO,  Gll,  G12,  G13,  G14,  G15,  G16,  G17,  G18,  G19,  G20,  G21,  G22  =  14 

*  ANA-Transects:  324  through  373,  380  through  411,  423  through  439,  452,  440  through  450  =  112 


*  Cumulative  totals:  #REF!  grids  completed  #REF!  grids  QC'd  #REF!  grids  QA'd 

*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 

PLANNED  ACTI  VI Tl  ES  NEXT  WEEK: 

*  Team  2  conduct  lAVS  transects  and  switch  to  WAA  points  and  Grid  points  when  DGM  is  ready. 

*  DGM  Team  will  start  Reaquireing  amonaly  points  for  investigation  by  Team  2 

*  Team  1  will  continue  to  conduct  IVAS  Transects 

* 

Comments: 

*  Visitors:  None 

*  Directives:  None 

*  Donor  Explosive  Shipments:  None 

*  MD/Metal  Scrap  Shipments:  None 

*  Recyclables/C&D  Debris  Shipments:  None 

*  Other: 

*  MEC  Items  found  to-date  1  /  MKI  37mm  fuzed  and  fired  /  destroyed  by  demolition  on  16  March  2016 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007076 


PIKA 

PARCAOIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Friday  18  March  2016 


Page 


CLIN/  SUB- 
CLIN 

Task  Description 

Estimated 

% 

Complete 

Quantities  Processed 
Today 

Quantities  Processed 
Previously 

Quantities  Processed 
Cumulative  To-Date 

Vegetation  Clearance  of  DGM  grids 
Surface  Clearance  of  DGM  Grids 

79.0% 

79.0% 

Demolition  Event 

1.0% 

10/26/2018 


007077 


PIKA 

PAACADIS 

PIKA-ARCADISJV 

DAI  LY  REPORT 

COISTTRACT/TO  NUMBERS 

TITLE  AND  LOCAT1  ON 

DAY/  DAT^ 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday  18  March  2016 

Page 

15 

5 

PHOTOS 


DGM  Mapping 


New  UTV  delivered  today,  one  more  for  ARCADI S  and  one  more  for  PI  KA  still  to  be  delivered  later  this  week 


10/26/2018 


007078 


PIKA 

0ARCA.DIS 


PIKA-ARCADIS  JV 


DAILY  REPORT 


CONTRACT/TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/ DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Monday,  May  16,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADIS  JV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

6%  I  4%  I  8% 

suxos 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

54.0 

0.0 

126.0 

TOTAL  WORK  HOURS  ON  JOB  SITE  THIS  DATE 

180.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

9240.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJECT 

9420.0 

10/26/2018 


007079 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  May  16,  2016 

56 

Page  |  2 

PROJECT  DESCRIPTION: 

Remedial  Investigation 

GOVERNMENT  OVERSIGHT  PERSONNEL; 

Technical  Lead: | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  - 11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report :  2  -  6  May  2016 

5/12/2016 

10/26/2018 


007080 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  May  16,  2016 

56 

Page  |  3 

SAFETY  TOPICS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  winds  S  10  -  22  mph 

0600  :  55  1100  :  90  1500  :  90 

DAILY  SAFETY  INSPECTION  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRIPTION  OF  PROJECT  ACTIVITIES: 

* 

Team  2A  /  2B  -  completed  WAA  excavations  in  Lot  2 

* 

Team  1  -  continued  excavations  in  WAA  Lot  1 

* 

* 

COMPLETED  PROJECT  TASKS: 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  -  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  16  (All  anomalies  investigated)  WAA  15  recollect  data  /  WAA  17  revisit  no  finds 

* 

Grids  -  1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16,  17,  18,  19,  20,  21,  22  (All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  Lot  2,  conducted  demolition  on  2  MEC  items:  1.  Flag  0284  37mm  HE  and  2.  Flag  0391  MK27  PD  Fuse  both  were  OB/OD  kickouts 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Team  2  conduct  excavation  of  WAA  points  in  any  QC  re-do's  if  none  One  team  may  be  de-mobed. 

* 

Team  1  conduct  surface  clearance  and  vegetation  clearance  of  new  DGM  Grids 

* 

* 

Comments: 

* 

Visitors: 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm  APHE  unfired  /  MK  27  PD 

Nose  Fuse  with  Booster  Cup 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007081 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  May  16,  2016 

56 

Page  5 

PHOTOS 


10/26/2018 


007082 


PIKA 

0ARCA.DIS 


PIKA-ARCADIS  JV 


DAILY  REPORT 


CONTRACT/TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/ DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Tuesday,  May  17,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADIS  JV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

suxos 

■ 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

54.0 

0.0 

126.0 

TOTAL  WORK  HOURS  ON  JOB  SITE  THIS  DATE 

180.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

9420.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJECT 

9600.0 

10/26/2018 
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PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  May  17,  2016 

57 

Page  |  2 

PROJECT  DESCRIPTION: 

Remedial  Investigation 

GOVERNMENT  OVERSIGHT  PERSONNEL; 

Technical  Lead: | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  - 11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report :  2  -  6  May  2016 

5/12/2016 

10/26/2018 


007084 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  May  17,  2016 

57 

Page  |  3 

SAFETY  TOPICS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  winds  S  10  -  22  mph 

0600  :  55  1100  :  80  1500  :  80 

DAILY  SAFETY  INSPECTION  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRIPTION  OF  PROJECT  ACTIVITIES: 

* 

Team  2A  /  2B  -  continued  WAA  excavations  in  Lot  1 

* 

Team  1  -  continued  WAA  excavations  in  Lot  1 

* 

Note:  Teams  on  lightning  hold  at  3  different  times  during  the  day  at  the  last  lightning  hold  we  secured  1  hour  early  as  the  weather  did  not  look  like  it  was  going  to  get  any  better. 

* 

COMPLETED  PROJECT  TASKS: 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  -  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  16  (All  anomalies  investigated)  WAA  15  recollect  data  /  WAA  17  revisit  no  finds 

* 

Grids  -  1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16,  17,  18,  19,  20,  21,  22  (All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  Conducted  demolition  operations  on  a  3"  Stokes  Mortar  in  the  Lot  15  area.  Was  determined  to  be  sand  filled. 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Team  2  standby  to  conduct  excavation  of  WAA  points  in  any  QC  re-do's,  if  none  one  team  may  be  de-mobed. 

* 

Team  1  conduct  lAVS  and  ANA  Transects  in  support  of  additional  data  gathering  in  the  Lot  17  area. 

* 

* 

Comments: 

* 

Visitors: 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm  APHE  unfired  /  MK  27  PD 

Nose  Fuse  with  Booster  Cup 

* 

Prepared  and  Reviewed  By: 

10/26/2018 
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PIKA 

0ARCA.DIS 


PIKA-ARCADIS  JV 


DAILY  REPORT 


CONTRACT/TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/ DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Tuesday,  May  17,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADIS  JV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/SUBCONTRACTOR  WORKFORCE 


Position 


HOURS 


SUMMARY  OF  WORK  PERFORMED 


UXOSO/SSHO 

UXOQC 

Assistant  Project  Manager 

Data  Manager 

UXO  III 

UXO  III 

UXO  II 

UXO  II 

UXO  II 

UXO  II 

UXO  II 

UXO  II 

UXO  II 

UXO  II 

UXO  I 

UXO  I 

UXO  I 

UXO  I 

10.0 


Conducting  Field  Project  Oversite 


10.0 


Conducting  Safety  Oversite 


Conducting  QC  operations  on  site 


Project  Management 


10.0 


Data  Management/Reacquisition  of  WAA  Points 


1.0 


9.0 


WAA  Point  Investigation 


1.0 


9.0 


WAA  Point  Investigation 


WAA  Point  Investigation 


WAA  Point  Investigation 


WAA  Point  Investigation 


WAA  Point  Investigation 


1.0 


9.0 


WAA  Point  Investigation 


1.0 


9.0 


WAA  Point  Investigation 


1.0 


9.0 


WAA  Point  Investigation 


1.0 


9.0 


WAA  Point  Investigation 


WAA  Point  Investigation 


WAA  Point  Investigation 


1.0 


9.0 


WAA  Point  Investigation 


WAA  Point  Investigation 


NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 


Daily  Total 


59.0 


0.0 


126.0 


TOTAL  WORK  HOURS  ON  JOB  SITE  THIS  DATE 

185.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

9605.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJECT 

9790.0 

10/26/2018 


007086 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  May  17,  2016 

57 

Page  |  2 

PROJECT  DESCRIPTION: 

Remedial  Investigation 

GOVERNMENT  OVERSIGHT  PERSONNEL; 

Technical  Lead: | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  - 11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report :  2  -  6  May  2016 

5/12/2016 

10/26/2018 


007087 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  May  17,  2016 

57 

Page  |  3 

SAFETY  TOPICS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  winds  S  7  -  10  mph 

0600  :  55  1100  :  75  1500  :  75 

DAILY  SAFETY  INSPECTION  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRIPTION  OF  PROJECT  ACTIVITIES: 

* 

Team  2A  /  2B  -  completed  WAA  excavations  in  Lot  1 

* 

Team  1  -  completed  WAA  excavations  in  Lot  1 

* 

Site  visit  by  TCEQ  and  Ft  Bliss  personnel,  total  of  7  personnel. 

* 

COMPLETED  PROJECT  TASKS: 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  -1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16  (All  anomalies  investigated)  WAA  17  Data  failed 

* 

Grids  -  1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16,  17,  18,  19,  20,  21,  22  (All  anomalies  investigated) 

♦ 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Team  2  standby  to  conduct  excavation  of  WAA  points  in  any  QC  re-do's,  if  none  one  team  may  be  de-mobed. 

* 

Team  1  conduct  lAVS  and  ANA  Transects  in  support  of  additional  data  gathering  in  the  Lot  17  area. 

* 

* 

Comments: 

* 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm  APHE  unfired  /  MK  27  PD 

Nose  Fuse  with  Booster  Cup 

* 

Prepared  and  Reviewed  By: 

10/26/2018 
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PIKA-ARCADIS  JV 
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CONTRACT/TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/ DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Thursday,  May  19,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADIS  JV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

SUXOS 

1 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

UXO  III 

1.0 

9.0 

Remove  Flags 

UXO  III 

1.0 

9.0 

Remove  Flags 

UXO  II 

1.0 

9.0 

Remove  Flags 

UXO  II 

1.0 

9.0 

Remove  Flags 

UXO  II 

1.0 

9.0 

Remove  Flags 

UXO  II 

1.0 

9.0 

Remove  Flags 

UXO  II 

1.0 

9.0 

Remove  Flags 

UXO  II 

1.0 

9.0 

Remove  Flags 

UXO  II 

1.0 

9.0 

Remove  Flags 

UXO  II 

1.0 

9.0 

Remove  Flags 

UXO  I 

1.0 

9.0 

Remove  Flags 

UXO  I 

1.0 

9.0 

Remove  Flags 

UXO  I 

1.0 

9.0 

Remove  Flags 

UXO  I 

1.0 

9.0 

Remove  Flags 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

54.0 

126.0 

0.0 

TOTAL  WORK  HOURS  ON  JOB  SITE  THIS  DATE 

180.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

9790.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJECT 

9970.0 

10/26/2018 


007089 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  May  19,  2016 

59 

Page  |  2 

PROJECT  DESCRIPTION: 

Remedial  Investigation 

GOVERNMENT  OVERSIGHT  PERSONNEL; 

Technical  Lead: | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  - 11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4-7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report :  2  -  6  May  2016 

5/12/2016 

Weekly  Report:  9  - 13  May  2016 

5/19/2016 

10/26/2018 


007090 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  May  19,  2016 

59 

Page  |  3 

SAFETY  TOPICS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  winds  S  7  -  10  mph 

0600  :  55  1100  :  80  1500  :  80 

DAILY  SAFETY  INSPECTION  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRIPTION  OF  PROJECT  ACTIVITIES: 

* 

Team  2  -  Remove  Flags  north  of  Transmountain  Road 

* 

Team  1  -  Remove  Flags  south  of  Transmountain  Road 

* 

* 

COMPLETED  PROJECT  TASKS: 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  -1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16  (All  anomalies  investigated)  WAA  17  Data  failed 

* 

Grids  -  1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16,  17,  18,  19,  20,  21,  22  (All  anomalies  investigated) 

♦ 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Team  2  standby  to  conduct  excavation  of  WAA  points  in  any  QC  re-do's,  if  none  One  team  may  be  de-mobed. 

* 

Team  1  conduct  lAVS  and  ANA  Transects  in  support  of  additional  data  gathering  in  the  Lot  17  area. 

* 

* 

Comments: 

* 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm  APHE  unfired  /  MK  27  PD 

Nose  Fuse  with  Booster  Cup 

* 

Prepared  and  Reviewed  By: 

10/26/2018 
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W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Friday,  May  20,  2016 


60 


Page 


CONTRACTOR: 


PIKA-ARCADIS  JV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

SUXOS 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Prolect  Manager 

1.0 

Project  Management 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

UXO  III 

1.0 

9.0 

Remove  Flags  /  Move  site  trailers 

UXO  III 

1.0 

9.0 

Remove  Flags  /  Move  site  trailers 

UXO  II 

1.0 

9.0 

Remove  Flags  /  Move  site  trailers 

UXO  II 

1.0 

9.0 

Remove  Flags  /  Move  site  trailers 

UXO  II 

1.0 

9.0 

Remove  Flags  /  Move  site  trailers 

UXO  II 

1.0 

9.0 

Remove  Flags  /  Move  site  trailers 

UXO  II 

1.0 

9.0 

Remove  Flags  /  Move  site  trailers 

UXO  II 

1.0 

9.0 

Remove  Flags  /  Move  site  trailers 

UXO  II 

1.0 

9.0 

Remove  Flags  /  Move  site  trailers 

UXO  II 

1.0 

9.0 

Remove  Flags  /  Move  site  trailers 

UXO  I 

1.0 

9.0 

Remove  Flags  /  Move  site  trailers 

UXO  I 

1.0 

9.0 

Remove  Flags  /  Move  site  trailers 

UXO  I 

1.0 

9.0 

Remove  Flags  /  Move  site  trailers 

UXO  I 

1.0 

9.0 

Remove  Flags  /  Move  site  trailers 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

55.0 

126.0 

0.0 

TOTAL  WORK  HOURS  ON  JOB  SITE  THIS  DATE 

181.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

9975.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJECT 

10156.0 

10/26/2018 


007092 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  May  20,  2016 

60 

Page  |  2 

PROJECT  DESCRIPTION: 

Remedial  Investigation 

GOVERNMENT  OVERSIGHT  PERSONNEL; 

Technical  Lead: | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  - 11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4-7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report :  2  -  6  May  2016 

5/12/2016 

Weekly  Report:  9  - 13  May  2016 

5/19/2016 

10/26/2018 
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PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  May  20,  2016 

60 

Page  |  3 

SAFETY  TOPICS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  winds  S  7  -  10  mph 

0600  :  55  1100  :  80  1500  :  80 

DAILY  SAFETY  INSPECTION  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRIPTION  OF  PROJECT  ACTIVITIES: 

* 

Team  2  -  Remove  Flags  north  of  Transmountain  Road  /  Pack  up  and  move  site  trailers 

* 

Team  1  -  Remove  Flags  south  of  Transmountain  Road  /  Pack  up  and  move  site  trailers 

* 

* 

COMPLETED  PROJECT  TASKS: 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  -1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16  (All  anomalies  investigated)  WAA  17  Data  failed 

* 

Grids  -  1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16,  17,  18,  19,  20,  21,  22  (All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Team  2  standby  to  conduct  excavation  of  WAA  points  in  any  QC  re-do's,  if  none  one  team  may  be  de-mobed. 

* 

Team  1  conduct  lAVS  and  ANA  Transects  in  support  of  additional  data  gathering  in  the  Lot  17  area. 

* 

Trucking  company  never  arrived  to  move  trailers  /  re-scheduled  for  Saturday  AM  trailers  were  moved  then. 

* 

Comments: 

* 

Visitors: 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm  APHE  unfired  /  MK  27  PD 

Nose  Fuse  with  Booster  Cup 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007094 


PIKA 

PARCADIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


Tl  TLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Monday,  October  17,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0%  I  4%  I  8% 

SUXUb 

10.0 

Conducting  Site  Setup  and  Training  for  Rework  Activities 

uxoso/oc 

10.0 

Conducting  Site  Setup  and  Training  for  Rework  Activities 

Assistant  Project  Manager 

2.0 

Conducting  Site  Setup  and  Training  for  Rework  Activities 

Team  Leader 

10.0 

Conducting  Site  Setup  and  Training  for  Rework  Activities 

UXOTi 

10.0 

Conducting  Site  Setup  and  Training  for  Rework  Activities 

UXO  II 

10.0 

Conducting  Site  Setup  and  Training  for  Rework  Activities 

Daily  Total 

52.0 

0.0 

0.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

52.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

12428.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

12480.0 

10/26/2018 


007095 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACr/TO  NUMBERS 

T1 TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  October  17,  2016 

75 

Paqe  I  2 

PROJ  ECr  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL; 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report  :  2  -  6  May  2016 

5/12/2016 

Weekly  Report:  9  -  13  May  2016 

5/19/2016 

Weekly  Report:  16  -  20  May  2016 

5/27/2016 

Weekly  Report:  24  -  27  May  2016 

6/3/2016 

Weekly  Report:  31  May  -  3  J  une  2016 

6/17/2016 

Weekly  Report:  6  -  10  J  une  2016 

6/17/2016 

10/26/2018 


007096 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TI  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  October  17,  2016 

75 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  sunny 

TEMPERATURE 

WEATHER  EFFECTS:  winds  S  8  mph 

0600  :  55  1100  :  90  1500  :  90 

DAI  LY  SAFETY  1 NSPECR  ON  RESULTS: 

* 

♦ 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI TI ES:  MEC  1  nvestigation  Rework  Task 

* 

Rework  Team  completed  site  setup,  equipment  setup,  and  training 

* 

SUXOS  first  DLR  for  scheduled  MEC  investigation  rework/17  through  19  Oct  16.  Team  mob  date  was  16  October  2016 

* 

COMPLETED  PROJ  ECT  TASKS:  March  -  J  une  2016 

* 

ANA-Transects  complete 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  complete 

* 

DGM  Grids  complete 

* 

Additional  DGM  Grids  complete 

* 

Administrative  Activities:  Weekly  reporting  through  3  J  une  2016 

* 

Demolition  Procedures:  Completed 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Soil  Sampling  rework 

* 

♦ 

♦ 

Comments: 

* 

Visitors:  None 

♦ 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

♦ 

Other: 

♦ 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007097 


PIKA 

PARCADIS 


PIKA-ARCADISJV 


CONTRACT/ TO  NUMBERS 

W912DY-10-D-0025/DS01 


PIKA-ARCADISJV 


Tl  TLE  AND  LOCATI  ON_ DAY/  DATE 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX  Tuesday,  October  18,  2016 

CONTRACTOR: 

12723  Capricorn  Dr.  Suite  500 

_ Stafford,  TX  77477 _ 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Page 


DAI  LY  REPORT 

REPORT  NUMBER 

76 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0%  1  4%  1  8% 

SUXUb 

- 71S — 

— nn!~ 

Rework  Investlqations 

UXOSO/QC 

2.0 

10.0 

Rework  Investlqations 

Team  Leader 

2.0 

10.0 

Rework  Investlqations 

UXOTi 

2.0 

10.0 

Rework  Investlqations 

UXO  II 

2.0 

10.0 

Rework  Investlqations 

Daily  Total 

10.0 

0.0 

50.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

60.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVl  OUS  REPORT 

12480.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

12540.0 

10/26/2018 


007098 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACr/TO  NUMBERS 

T1 TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  October  18,  2016 

76 

Paqe  I  2 

PROJ  ECr  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL; 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report  :  2  -  6  May  2016 

5/12/2016 

Weekly  Report:  9  -  13  May  2016 

5/19/2016 

Weekly  Report:  16  -  20  May  2016 

5/27/2016 

Weekly  Report:  24  -  27  May  2016 

6/3/2016 

Weekly  Report  for  31-  3  J  une  2016 

6/17/2016 

Weekly  Report  for  6  -  10  J  une  2016 

6/17/2016 

10/26/2018 


007099 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TI  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  October  18,  2016 

76 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  sunny 

TEMPERATURE 

WEATHER  EFFECTS:  winds  S  8  mph 

0600  :  55  1100  :  90  1500  :  90 

DAI  LY  SAFETY  1 NSPECR  ON  RESULTS: 

* 

♦ 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI TI ES:  MEC  1  nvestigation  Rework  Task 

* 

Rework  Team  investigated  and  photographed  39  targets  with  OESS  on  site  for  all  field  work 

* 

DGM  Team  completed  all  daily  tests  and  submitted  data  to  Project  GEO 

* 

COMPLETED  PROJ  ECT  TASKS:  March  -  J  une  2016 

* 

ANA-Transects  complete 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  complete 

* 

DGM  Grids  complete 

* 

Additional  DGM  Grids  complete 

* 

Administrative  Activities:  Weekly  reporting  through  3  J  une  2016 

* 

Demolition  Procedures:  Completed 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Soil  Sampling  rework 

* 

♦ 

♦ 

Comments: 

* 

Visitors:  None 

♦ 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

♦ 

Other: 

♦ 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007100 


PIKA 

PARCADIS 


PIKA-ARCADISJV 


CONTRACT/ TO  NUMBERS 

W912DY-10-D-0025/DS01 


PIKA-ARCADISJV 


Tl  TLE  AND  LOCATI  ON_ DAY/  DATE 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX  Wednesday,  October  19,  2016 

CONTRACTOR: 

12723  Capricorn  Dr.  Suite  500 

_ Stafford,  TX  77477 _ 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Page 


DAI  LY  REPORT 


REPORT  NUMBER 

77 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0%  1  4%  1  8% 

SUXUb 

- ZT! — 

— nn!~ 

Rework  Investlqations 

UXOSO/QC 

2.0 

10.0 

Rework  Investlqations 

Team  Leader 

2.0 

10.0 

Rework  Investlqations 

UXOTi 

2.0 

10.0 

Rework  Investlqations 

UXO  II 

2.0 

10.0 

Rework  Investlqations 

Daily  Total 

10.0 

0.0 

50.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

60.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVl  OUS  REPORT 

12540.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

12600.0 

10/26/2018 


007101 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACr/TO  NUMBERS 

T1 TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  October  19,  2016 

77 

Paqe  I  2 

PROJ  ECr  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report  :  2  -  6  May  2016 

5/12/2016 

Weekly  Report:  9  -  13  May  2016 

5/19/2016 

Weekly  Report:  16  -  20  May  2016 

5/27/2016 

Weekly  Report:  24  -  27  May  2016 

6/3/2016 

Weekly  Report:  31  May  -  3  J  une  2016 

6/17/2016 

Weekly  Report:  6  -  10  J  une  2016 

6/17/2016 

10/26/2018 


007102 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TI  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  October  19,  2016 

77 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  sunny 

TEMPERATURE 

WEATHER  EFFECTS:  winds  S  8  mph 

0600  :  55  1100  :  95  1500  :  95 

DAI  LY  SAFETY  1 NSPECR  ON  RESULTS: 

* 

♦ 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI TI ES:  MEC  1  nvestigation  Rework  Task 

* 

Rework  Team  investigated  and  photographed  45  targets  with  OESS  on  site  for  all  field  work 

* 

DGM  Team  completed  all  daily  tests  and  submitted  data  to  Project  GEO 

* 

COMPLETED  PROJ  ECT  TASKS:  March  -  J  une  2016 

* 

ANA-Transects  complete 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  complete 

* 

DGM  Grids  complete 

* 

Additional  DGM  Grids  complete 

* 

Administrative  Activities:  Weekly  reporting  through  3  J  une  2016 

* 

Demolition  Procedures:  Completed 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Soil  Sampling  rework 

* 

♦ 

♦ 

Comments: 

* 

Visitors:  None 

♦ 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

♦ 

Other: 

♦ 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007103 


PIKA 

PARCADIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


Tl  TLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Thursday,  October  20,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

0%  1  4%  1  8% 

SUMMARY  OF  WORK  PERFORMED 

SUXUb 

- O — 

- O — 

Rework  Investlqations/EquiDment  demob 

UXOSO/QC 

5.0 

5.0 

Rework  Investiqations/Equioment  demob 

Team  Leader 

5.0 

5.0 

Rework  Investlqations/Equipment  demob 

UXOTi 

5.0 

5.0 

Rework  Investlqations/Equipment  demob 

UXO  II 

5.0 

5.0 

Rework  Investiqations/Equioment  demob 

Daily  Total 

25.0 

0.0 

25.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

50.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVl  OUS  REPORT 

12600.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

12650.0 

10/26/2018 


007104 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACr/TO  NUMBERS 

T1 TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  October  20,  2016 

78 

Paqe  I  2 

PROJ  ECr  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL; 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report  :  2  -  6  May  2016 

5/12/2016 

Weekly  Report:  9  -  13  May  2016 

5/19/2016 

Weekly  Report:  16  -  20  May  2016 

5/27/2016 

Weekly  Report:  24  -  27  May  2016 

6/3/2016 

Weekly  Report:  31  May  -  3  J  une  2016 

6/17/2016 

Weekly  Report:  6  -  10  J  une  2016 

6/17/2016 

10/26/2018 


007105 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TI  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  October  20,  2016 

78 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  sunny 

TEMPERATURE 

WEATHER  EFFECTS:  winds  S  8  mph 

0600  :  55  1100  :  95  1500  :  95 

DAI  LY  SAFETY  1 NSPECR  ON  RESULTS: 

* 

♦ 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI TI ES:  MEC  1  nvestigation  Rework  Task 

* 

Rework  Team  investigated  and  photographed  11  targets  with  OESS  on  site  for  all  field  work 

* 

DGM  Team  completed  all  daily  tests  and  submitted  data  to  Project  GEO 

* 

Rework  Team  prep  all  field  equipment  for  demob  and  sent  it  off  site 

COMPLETED  PROJ  ECT  TASKS:  March  -  J  une  2016 

* 

ANA-Transects  complete 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  complete 

* 

DGM  Grids  complete 

* 

Additional  DGM  Grids  complete 

* 

Administrative  Activities:  Weekly  reporting  through  3  J  une  2016 

* 

Demolition  Procedures:  Completed 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Soil  Sampling  rework 

* 

♦ 

♦ 

Comments: 

* 

Visitors:  None 

♦ 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

♦ 

Other: 

♦ 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007106 


PIKA 

PAfKAOIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


COriTRACr/TO  NUMBERS 


T1 TLE  AND  LOCAT1  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Monday  21  March  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

0%  1  4%  1  8% 

SUMMARY  OF  WORK  PERFORMED 

5UX05 

— nnj~ 

Conducting  Field  Proiect  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Proiect  Manager 

Site  setup/material  acguisition 

GEO  Team  Lead 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

GEO  Tech 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

UXO  III 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  III 

Mob  to  site 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXOTi 

1.0 

9.0 

Conducting  DGM  Mapping  in  DGM  Grids 

UXO  II 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  II 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  II 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

uTon 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  1 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  1 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  1 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  1 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

NOTE:  lAVS:  4%/ANA:  8%/W/V\:  8%/Grids  Anomaly  Investagation:  8%,  Grid 
Vegetation  and  Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

83.0 

117.0 

0.0 

TOTAL  WORK  HOURS  ON  J  OB  Si  TE  THI S  DATE 

200.0 

CUMULATI VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

2242.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

2442.0 

10/26/2018 


007107 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday  21  March  2016 

16 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL; 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  10  March  2016 

3/22/2016 

10/26/2018 


007108 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 


COriTRACr/TO  NUMBERS 

T1 TLE  AND  LOCAT1  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday  21  March  2016 

16 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Heat  stress 


*  Snakes 


WEATHER: 

Clear 

TEMPERATURE 

WEATHER  EFFECTS 

Winds,  N-NE  5-10  mph 

0600  : 

50 

1100  :  80  1500  : 

80 

DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


* 


*  Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI TI ES; 

*  Cleared  2  DGM  grids  of  vegetation  and  conducted  surface  clearance  (G08) 

*  Conducting  lAVS  transects  and  completed  8  transects.  lAVS  -  43  through  48 

*  Completed  mapping  2  DGM  grid  (G04,  07) 

* 

* 

COMPLETED  PROJ  ECT  TASKS: 

*  DGM  Grids  (Vegetation  and  Surface  Clearance)  GOl,  G02,  G04,  G06,  G08,  GIO,  Gll,  G12,  G13,  G14,  G15,  G16,  G17,  G18,  G19,  G20,  G21,  G22  =  18 

*  DGM  Grids  G04,  G06,  G07  GIO,  Gll,  G12,  G13,  G14,  G15,  G16,  G17,  G18,  G19,  G20,  G21,  G22  =  16 

*  ANA-Transects:  324  through  373,  380  through  411,  423  through  439,  452,  440  through  450  =  112 

*  lAVS  Transects  complete:  43  through  48  =  8 

*  Cumulative  totals:  #REF!  grids  completed  #REF!  grids  QC'd  #REF!  grids  QA'd 

*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 

PLANNED  ACTI  VI TI  ES  NEXT  WEEK: 

*  Team  2  conduct  lAVS  transects  and  switch  to  WAA  points  and  Grid  points  when  DGM  is  ready. 

*  DGM  Team  will  start  Reaquireing  amonaly  points  for  investigation  by  Team  2 

*  Team  1  will  continue  to  conduct  IVAS  Transects 

* 

Comments: 

*  Visitors:  None 

*  Directives:  None 

*  Donor  Explosive  Shipments:  None 

*  MD/Metal  Scrap  Shipments:  None 

*  Recyclables/C&D  Debris  Shipments:  None 

*  Other: 

*  MEC  Items  found  to-date  1  /  MKI  37mm  fuzed  and  fired  /  destroyed  by  demolition  on  16  March  2016 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007109 


PIKA 

PARCAOIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Monday  21  March  2016 


Page 


CLIN/  SUB- 
CLIN 

Task  Description 

Estimated 

% 

Complete 

Quantities  Processed 
Today 

Quantities  Processed 
Previously 

Quantities  Processed 
Cumulative  To-Date 

Vegetation  Clearance  of  DGM  grids 
Surface  Clearance  of  DGM  Grids 

83.0% 

83.0% 

Demolition  Event 

1.0% 

10/26/2018 


007110 


PIKA 

PAACACIS 

PIKA-ARCADISJV 

DAI  LY  REPORT 

COISTTRACT/TO  NUMBERS 

TITLE  AND  LOCAT1  ON 

DAY/  DAT^ 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Ciosed  Castner  Firing  Range,  Ft.  Biiss,  Ei  Paso,  TX 

Monday  21  March  2016 

Page 

16 

5 

PHOTOS 


Brush  cutting  Grid  07 


Brush  cutting  in  Grid  08 


10/26/2018 


007111 


PIKA 

PAJKADIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


Tl  TLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Tuesday  22  March  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0%  1  4%  1  8% 

5UX0S 

1 

— nn!~ 

Conducting  Field  Proiect  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Project  Manager 

Site  setup/material  acguisition 

GEO  Team  Lead 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

GEO  Tech 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

Conducting  DGM  Mapping  in  DGM  Grids 

UXO  III 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  III 

5.0 

5.0 

Site  training  and  lAVS  Team  training 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

U)(OTi 

1.0 

9.0 

Conducting  DGM  Mapping  in  DGM  Grids 

UXO  II 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  II 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  II 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXOTi 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  1 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  1 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  1 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

UXO  1 

1.0 

9.0 

Conducting  Vegetation/Surface  Clearance  of  DGM  Grids 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  1  nvestagation:  8%,  Grid 
Vegetation  and  Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

78.0 

122.0 

0.0 

TOTAL  WORK  HOURS  ON  j  OB  SI  TE  THI S  DATE 

200.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

2442.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

2642.0 

10/26/2018 


007112 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday  22  March  2016 

17 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March 

3/23/2016 

10/26/2018 


007113 


PIKA 

PARCADIS 

PIKA-ARCADISJV 

DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday  22  March  2016 

17 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY; 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Heat  stress 


*  Snakes 


WEATHER: 

Clear 

TEMPERATURE 

WEATHER  EFFECTS: 

Winds,  N-NE  10-25  mph  gusts  to  50  mph 

0600  : 

50 

1100  :  80  1500  : 

80 

DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


* 


*  Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI TI ES; 

*  Cleared  1  DGM  grid  of  vegetation  and  conducted  surface  clearance  (G03) 

*  Conducting  lAVS  transects  and  completed  5  transects.  lAVS  -  15,  16,  39,  40,  42 

*  Steve  Racich  arrived  on  site  to  replace  Bruce  Freeman,  attended  site  training  and  lAVS  training  as  well  with  his  team  in  the  PM 

* 

* 

COMPLETED  PROJ  ECT  TASKS; 

*  DGM  Grids  {Vegetation  and  Surface  Clearance)  GOl,  G02,  G03,  G04,  G06,  G07,  G08,  GIO,  Gll,  G12,  G13,  G14,  G15,  G16,  G17,  G18,  G19,  G20,  G21,  G22  =  20 

*  DGM  Grids  G03,  G04,  G06,  G07,  GIO,  Gll,  G12,  G13,  G14,  G15,  G16,  G17,  G18,  G19,  G20,  G21,  G22  =  16 

*  ANA-Transects:  324  through  373,  380  through  411,  423  through  439,  452,  440  through  450  =  112 

*  lAVS  Transects  complete:  15,  16,  39,  40,  42,  and  43  through  48  =  13 

*  Cumulative  totals:  #REF!  grids  completed  #REF!  grids  QC'd  #REF!  grids  QA'd 

*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 

PLANNED  ACTI  VI Tl  ES  NEXT  WEEK: 

*  Team  2  conduct  lAVS  transects  and  switch  to  WAA  points  and  Grid  points  when  DGM  is  ready. 

*  DGM  Team  will  start  Reaquireing  amonaly  points  for  investigation  by  Team  2 

*  Team  1  will  continue  to  conduct  IVAS  Transects 

* 

Comments: 

*  Visitors:  None 

*  Directives:  None 

*  Donor  Explosive  Shipments:  None 

*  MD/Metal  Scrap  Shipments:  None 

*  Recyclables/C&D  Debris  Shipments:  None 

*  Other: 

*  MEC  Items  found  to-date  1  /  MKI  37mm  fuzed  and  fired  /  destroyed  by  demolition  on  16  March  2016 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007114 


PIKA 

PARCADIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTKACT/TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Tuesday  22  March  2016 


Page 


CLIN/  SUB- 
CUN 

Task  Description 

Estimated 

% 

Compiete 

Quantities  Processed 
Today 

Quantities  Processed 
Previously 

Quantities  Processed 
Cumulative  To-Date 

Vegetation  Clearance  of  DGM  grids 
Surface  Clearance  of  DGM  Grids 

90.0% 

90.0% 

Demolition  Event 

1.0% 

1 AVS  T ransects 

ANA-T  ransects 

10/26/2018 


007115 


PIKA 

AARCADIS 

PIKA-ARCADISJV 

DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday  22  March  2016 

Page 

17 

5 

PHOTOS 


DGM  in  Northern  Grids 


PI  KA's  last  UTV  delivered,  ARCADI S  still  waiting  on  our  last  one,  should  be  in  tomorrow 


Brush  cutting  in  Grid  08 


10/26/2018 


007116 


PIKA 

PARCADIS 


PIKA-ARCADISJV 


CONTRACT/ TO  NUMBERS 

W912DY-10-D-0025/DS01 


PIKA-ARCADISJV 


Tl  TLE  AND  LOCATI  ON_ DAY/  DATE 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX  Tuesday  23  March  2016 

CONTRACTOR: 

12723  Capricorn  Dr.  Suite  500 

_ Stafford,  TX  77477 _ 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Page 


DAI  LY  REPORT 

REPORT  NUMBER 

18 


Position 

Name 

HOURS 

0%  1  4%  1  8% 

SUMMARY  OF  WORK  PERFORMED 

suxos 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Project  Manager 

Site  setup/material  acguisition 

GEO  Team  Lead 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

GEO  Tech 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

Conducting  DGM  Mapping  in  DGM  Grids 

UXO  III 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  III 

1.0 

9.0 

Site  training  and  lAVS  Team  training 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

U)(5Ti 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXOTi 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  1 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  1 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  1 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  1 

1.0 

9.0 

Conducting  lAVS  Transects 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  1  nvestagation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

74.0 

126.0 

0.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

200.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVl  OUS  REPORT 

2642.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

2842.0 

10/26/2018 


007117 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACr/TO  NUMBERS 

T1 TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday  23  March  2016 

18 

Paqe  I  2 

PROJ  ECr  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March 

3/23/2016 

10/26/2018 


007118 


PIKA 

PARCADIS 

PIKA-ARCADISJV 

DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday  23  March  2016 

Page 

18 

1  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Heat  stress 

*  Snakes 

WEATHER:  Clear  TEMPERATURE 

WEATHER  EFFECTS:  Winds,  N-NE  5-7  mph  0600  :  50  1100  :  80  1500  :  80 


DAI  LY  SAFETY  I NSPECH  ON  RESULTS: 


* 


*  Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI H  ES: 

*  Cleared  2  DGM  grids  of  vegetation  and  conducted  surface  clearance  (G05,  09) 

*  Conducting  lAVS  transects  and  completed  5  transects.  lAVS  -  24,  25,  26,  37,  38 

*  Mapped  2  DGM  grids  (GOl,  02) 

*  UXOQC,  SUXOS,  and  OESS  conducted  QC  of  lAVS  24  and  25  and  investigeted  the  suspected  MEC  item  and  determined  it  was  a  37  mm  TP  round  with  the  tracer  gone 

* 

COMPLETED  PROJ  ECT  TASKS: 

*  DGM  Grids  {Vegetation  and  Surface  Clearance)  GOl,  G02,  G03,  G04,  G05,  G06,  G07,  G08,  G09,  GIO,  Gil,  G12,  G13,  G14,  G15,  G16,  G17,  G18,  G19,  G20,  G21,  G22  =  22 

*  DGM  Grids  GOl,  G02,  G03,  G04,  G06,  G07,  GIO,  Gll,  G12,  G13,  G14,  G15,  G16,  G17,  G18,  G19,  G20,  G21,  G22  =  19 

*  ANA-Transects:  324  through  373,  380  through  411,  423  through  439,  452,  440  through  450  =  112 

*  lAVS  Transects  complete:  15,  16,  24,  25,  26,  37,38,  39,  40,  42,  and  43  through  48  =  18 


*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 

PLANNED  ACTI  VI Tl  ES  NEXT  WEEK: 

*  Team  2  conduct  lAVS  transects  and  switch  to  WAA  points  and  Grid  points  when  DGM  is  ready. 

*  DGM  Team  will  start  Reaquireing  amonaly  points  for  investigation  by  Team  2 

*  Team  1  will  continue  to  conduct  IVAS  Transects 

* 

Comments: 

*  Visitors:  None 

*  Directives:  None 

*  Donor  Explosive  Shipments:  None 

*  MD/Metal  Scrap  Shipments:  None 

*  Recyclables/C&D  Debris  Shipments:  None 

*  Other: 

*  MEC  Items  found  to-date  1  /  MKI  37mm  fuzed  and  fired  /  destroyed  by  demolition  on  16  March  2016 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007119 


PIKA 

PARCADIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Tuesday  23  March  2016 


18 


Page 


CLIN/  SUB- 
CUN 

Task  Description 

Estimated 

% 

Compiete 

Quantities  Processed 
Today 

Quantities  Processed 
Previously 

Quantities  Processed 

Cumulative  To-Date 

Vegetation  Clearance  of  DGM  grids 
Surface  Clearance  of  DGM  Grids 

100.0% 

100.0% 

Demolition  Event 

1.0% 

lAVS  Transects 

ANA-Transects 

10/26/2018 


007120 


PIKA 

PARCADis  PI  KA-ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday  23  March  2016 

18 

Page  5 

PHOTOS 


37  mm  TP  with  expended  tracer 


Graves  located  by  lAVS  Team  info  turned  over  to  OESS 


10/26/2018 


007121 


PIKA 

PARCADIS 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday  24  March  2016 

19 

Page  |  1 

CONTRACTOR: 

PIKA-ARCADISJV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0%  1  4%  1  8% 

suxos 

10.0 

Conducting  Field  Proiect  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Project  Manager 

Proiect  Management 

GEO  Team  Lead 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

GEO  Tech 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

UXO  III 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  III 

1.0 

9.0 

Site  training  and  lAVS  Team  training 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

U)(5Ti 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXOTi 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  1 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  1 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  1 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  1 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  1  nvestagation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

83.0 

117.0 

0.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

200.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVl  OUS  REPORT 

2842.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

3042.0 

10/26/2018 


007122 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACr/TO  NUMBERS 

T1 TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday  24  March  2016 

19 

Paqe  I  2 

PROJ  ECr  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March 

3/23/2016 

10/26/2018 


007123 


PIKA 

PARCADIS 

PIKA-ARCADISJV 

DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday  24  March  2016 

Page 

19 

1  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  on  the  lAVS  transects 

*  Snakes 

WEATHER:  Clear  TEMPERATURE 

WEATHER  EFFECTS:  Winds,  S-SE  5-7  mph  gusts  to  20  mph  in  the  afternoon  0600:  45  1100:  75  1500:  75 


DAI  LY  SAFETY  I NSPECH  ON  RESULTS: 


* 


*  Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI H  ES: 

*  Team  2  -  lAVS  transects,  completed  1  transect.  lAVS  -  1 

*  Team  1  -  lAVS  transects,  completed  3  transects.  lAVS  -  34,  35,  41 

*  DGM  Team  -  Mapped  3  DGM  grids  (G05,  G08,  G09) 

*  UXOQC,  SUXOS,  and  OESS  conducted  QC  of  lAVS  24  and  25  and  investigated  the  suspected  MEC  item  and  determined  it  was  a  37  mm  TP  round  with  the  tracer  gone 

*  Conducted  magazine  inspection  and  explosive  inventory  as  OESS  observed 

COMPLETED  PROJ  ECT  TASKS: 

*  DGM  Grids  {Vegetation  and  Surface  Clearance)  Task  complete 

*  DGM  Grids  GOl,  G02,  G04,  G05,  G06,  G07,  G08,  G09,  GIO,  Gll,  G12,  G13,  G14,  G15,  G16,  G17,  G18,  G19,  G20,  G21,  G22  =  21 

*  ANA-Transects:  324  through  373,  380  through  411,  423  through  439,  452,  440  through  450  =  112 

*  lAVS  Transects  complete:  1,  15,  16,  24,  25,  26,34,  35,  37,38,  39,  40  through  48  =  20 


*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 

PLANNED  ACTI  VI Tl  ES  NEXT  WEEK: 

*  Team  2  conduct  lAVS  transects  and  switch  to  WAA  points  and  Grid  points  when  DGM  is  ready. 

*  DGM  Team  will  start  Reacquiring  anomaly  points  for  investigation  by  Team  2 

*  Team  1  will  continue  to  conduct  IVAS  Transects 

* 

Comments: 

*  Visitors:  None 

*  Directives:  None 

*  Donor  Explosive  Shipments:  None 

*  MD/Metal  Scrap  Shipments:  None 

*  Recyclables/C&D  Debris  Shipments:  None 

*  Other: 

*  MEC  Items  found  to-date  1  /  MKI  37mm  fuzed  and  fired  /  destroyed  by  demolition  on  16  March  2016 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007124 


PIKA 

PARCADIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Thursday  24  March  2016 


Page 


CLIN/  SUB- 
CUN 

Task  Description 

Estimated 

% 

Compiete 

Quantities  Processed 
Today 

Quantities  Processed 
Previously 

Quantities  Processed 

Cumulative  To-Date 

Vegetation  Clearance  of  DGM  grids 
Surface  Clearance  of  DGM  Grids 

100.0% 

100.0% 

Demolition  Event 

1.0% 

lAVS  Transects 

ANA-Transects 

10/26/2018 


007125 


PIKA 

P.ARCADIS  PI  KA-ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday  24  March  2016 

19 

Page  5 

PHOTOS 


DGM  is  complete!! 


Se  Prohibe  La  Entrada 
PELIGRO 


By  order  of  Commander,  Ft.  Bliss,  TX 


Castner  Danger  Range  Sign. 


10/26/2018 


007126 


PIKA 

PARCADIS 


PIKA-ARCADISJV 


CONTRACT/ TO  NUMBERS 

W912DY-10-D-0025/DS01 


PIKA-ARCADISJV 


Tl  TLE  AND  LOCATI  ON_ DAY/  DATE 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX  Friday  25  March  2016 

CONTRACTOR: 

12723  Capricorn  Dr.  Suite  500 

_ Stafford,  TX  77477 _ 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Page 


DAI  LY  REPORT 

REPORT  NUMBER 

20 


Position 

Name 

HOURS 

0%  1  4%  1  8% 

SUMMARY  OF  WORK  PERFORMED 

suxos 

1 

— nn!~ 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Project  Manager 

Project  Management 

GEO  Team  Lead 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

GEO  Tech 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

10.0 

Conducting  DGM  Mapping  in  DGM  Grids 

UXO  III 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  III 

1.0 

9.0 

Site  training  and  lAVS  Team  training 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

U)(5Ti 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXOTi 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  1 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  1 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  1 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  1 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  1  nvestagation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

83.0 

117.0 

0.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

200.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVl  OUS  REPORT 

3042.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

3242.0 

10/26/2018 


007127 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACr/TO  NUMBERS 

T1 TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday  25  March  2016 

20 

Paqe  I  2 

PROJ  ECr  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March 

3/23/2016 

10/26/2018 


007128 


PIKA 

PARCADIS 

PIKA-ARCADISJV 

DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday  25  March  2016 

Page 

20 

1  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  on  the  lAVS  transects 

*  Snakes 

WEATHER:  Clear  TEMPERATURE 

WEATHER  EFFECTS:  Winds,  S-SE  5-7  mph  gusts  to  20  mph  in  the  afternoon  0600:  45  1100:  75  1500:  75 


DAI  LY  SAFETY  I NSPECH  ON  RESULTS: 


* 


*  Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI H  ES: 

*  Team  2  -  lAVS  transects,  completed  6  transect.  lAVS  -  5,  8,  11,  12,  13,  14 

*  Team  1  -  lAVS  transects,  completed  1.5  transects.  lAVS  -  36,  33  (partial) 

*  DGM  Team  -  Mapped  3  DGM  grids  (G05,  G08,  G09) 

* 

COMPLETED  PROJ  ECT  TASKS: 

*  DGM  Grids  (Vegetation  and  Surface  Clearance)  Task  complete 

*  DGM  Grids  (Mapping  complete) 

*  ANA-Transects:  324  through  373,  380  through  411,  423  through  439,  452,  440  through  450  =  112 

*  lAVS  Transects  complete:  1,  5,  8,  11  through  16,  24,  25,  26,  33  through  48 


*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 

PLANNED  ACTI  VI Tl  ES  NEXT  WEEK: 

*  Team  2  conduct  lAVS  transects  and  switch  to  WAA  points  and  Grid  points  when  DGM  is  ready. 

*  DGM  Team  will  start  Reacquiring  anomaly  points  for  investigation  by  Team  2 

*  Team  1  will  continue  to  conduct  IVAS  Transects 

* 

Comments: 

*  Visitors:  None 

*  Directives:  None 

*  Donor  Explosive  Shipments:  None 

*  MD/Metal  Scrap  Shipments:  None 

*  Recyclables/C&D  Debris  Shipments:  None 

*  Other: 

*  MEC  Items  found  to-date  1  /  MKI  37mm  fuzed  and  fired  /  destroyed  by  demolition  on  16  March  2016 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007129 


PIKA 

PARCADIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Friday  25  March  2016 


20 


Page 


CLIN/  SUB- 
CUN 

Task  Description 

Estimated 

% 

Compiete 

Quantities  Processed 
Today 

Quantities  Processed 
Previously 

Quantities  Processed 

Cumulative  To-Date 

Vegetation  Clearance  of  DGM  grids 
Surface  Clearance  of  DGM  Grids 

100.0% 

100.0% 

Demolition  Event 

1.0% 

lAVS  Transects 

ANA-Transects 

10/26/2018 


007130 


PIKA 

P.ARCADIS  PI  KA-ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Ciosed  Castner  Firing  Range,  Ft.  Biiss,  Ei  Paso,  TX 

Friday  25  March  2016 

20 

Page  5 

PHOTOS 


QC  checking  his  UTV  before  going  to  the  fieid. 


10/26/2018 


007131 


PIKA 

0ARCA.DIS 

PIKA-ARCADIS  JV  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  May  24,  2016 

61 

Page  |  1 

CONTRACTOR: 

PIKA-ARCADIS  JV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PRIME  CONTRACTOR/SUBCONTRACTOR  WORKFORCE 

Position 

Name 

HOURS 

0%  1  4%  1  8% 

SUMMARY  OF  WORK  PERFORMED 

suxos 

■ 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

UXO  III 

1.0 

9.0 

ANA  Transects 

UXO  III 

1.0 

9.0 

ANA  Transects 

UXO  II 

1.0 

9.0 

OC  Lots 

UXO  II 

1.0 

9.0 

OC  Lots 

UXO  II 

1.0 

9.0 

OC  Lots 

UXO  II 

1.0 

9.0 

OC  Lots 

UXO  II 

1.0 

9.0 

ANA  Transects 

UXO  II 

1.0 

9.0 

ANA  Transects 

UXO  II 

1.0 

9.0 

ANA  Transects 

UXO  II 

1.0 

9.0 

OC  Lots 

UXO  I 

1.0 

9.0 

OC  Lots 

UXO  I 

1.0 

9.0 

ANA  Transects 

UXO  I 

1.0 

9.0 

OC  Lots 

UXO  I 

1.0 

9.0 

OC  Lots 

NOTE:  lAVS:  4%/ANA:  S%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

54.0 

54.0 

72.0 

TOTAL  WORK  HOURS  ON  JOB  SITE  THIS  DATE 

180.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

10160.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJECT 

10340.0 

10/26/2018 


007132 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  May  24,  2016 

61 

Page  |  2 

PROJECT  DESCRIPTION: 

Remedial  Investigation 

GOVERNMENT  OVERSIGHT  PERSONNEL; 

Technical  Lead: | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  - 11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report :  2  -  6  May  2016 

5/12/2016 

Weekly  Report:  9  - 13  May  2016 

5/19/2016 

10/26/2018 


007133 


PIKA 

0ARCA.DIS 


PIKA-ARCADIS  JV 


DAILY  REPORT 


CONTRACT/TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/ DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Tuesday,  May  24,  2016 


61 


Page 


SAFETY  TOPICS  COVERED  TODAY: 


=  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 


=  Weather  Hazards,  High  winds 


Rough  terrain  /walking  and  driving  UTV's 


Sunny 


TEMPERATURE 


WEATHER  EFFECTS: 


Winds  S  7  -  10  mph 


0600  : 


1500  : 


90 


DAILY  SAFETY  INSPECTION  RESULTS: 


Lost  Workday  Accidents: 


Today: 


Lost  Workdays: 


Today: 


Property  Damage  Accidents  Exceeding  $2,000.00: 


This  Week: 


DESCRIPTION  OF  PROJECT  ACTIVITIES: 


Team  2  -  Started  QC  resolution  of  100%  of  Lot  8 


Team  1  -  Re-worked  ANA's  453,  454,  and  455 


COMPLETED  PROJECT  TASKS: 


*  ANA-Transects:  001  through  456  =  456  completed  transects 


lAVS  Transects  complete 


WAA  -  Lots  -1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16  (All  anomalies  investigated)  WAA  17  Data  failed 


Grids  -  1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16,  17,  18,  19,  20,  21,  22  (All  anomalies  investigated) 


Administrative  Activities:  Daily  reporting 


*  Demolition  Procedures:  None 


PLANNED  ACTIVITIES  NEXT  WEEK: 


Team  2  WAA  Lot  9  and  10  QC  re-do's. 


Team  1  Start  DGM  Mapping  on  Grids  23  through  30 


Directives:  None 


Donor  Explosive  Shipments:  None 


MD/Metal  Scrap  Shipments:  None 


Recyclables/C&D  Debris  Shipments:  None 


Other: 


MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm  APHE  unfired  /  MK  27  PD 
Nose  Fuse  with  Booster  Cup 


Prepared  and  Reviewed  By: 


10/26/2018 
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PIKA-ARCADIS  JV 


DAILY  REPORT 


CONTRACT/TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/ DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Wednesday,  May  25,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADIS  JV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

6%  1  4%  1  8% 

suxos 

1 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

UXO  III 

1.0 

9.0 

Clear  Grids 

UXO  III 

1.0 

9.0 

Clear  Grids 

UXO  II 

1.0 

9.0 

OC  Lots 

UXO  II 

1.0 

9.0 

OC  Lots 

UXO  II 

1.0 

9.0 

OC  Lots 

UXO  II 

1.0 

9.0 

OC  Lots 

UXO  II 

1.0 

4.0 

Clear  Grids 

UXO  II 

1.0 

9.0 

Clear  Grids 

UXO  II 

1.0 

9.0 

Clear  Grids 

UXO  II 

1.0 

9.0 

OC  Lots 

UXO  I 

1.0 

9.0 

OC  Lots 

UXO  I 

1.0 

9.0 

Clear  Grids 

UXO  I 

1.0 

9.0 

OC  Lots 

UXO  I 

1.0 

9.0 

OC  Lots 

NOTE:  lAVS:  4%/ANA:  S%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

54.0 

49.0 

72.0 

TOTAL  WORK  HOURS  ON  JOB  SITE  THIS  DATE 

175.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

10345.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJECT 

10520.0 

10/26/2018 


007135 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  May  25,  2016 

62 

Page  |  2 

PROJECT  DESCRIPTION: 

Remedial  Investigation 

GOVERNMENT  OVERSIGHT  PERSONNEL; 

Technical  Lead: | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  - 11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4-7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report :  2  -  6  May  2016 

5/12/2016 

Weekly  Report:  9  - 13  May  2016 

5/19/2016 

10/26/2018 


007136 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  May  25,  2016 

62 

Page  |  3 

SAFETY  TOPICS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds  S  7  -  10  mph 

0600  :  55  1100  :  90  1500  :  90 

DAILY  SAFETY  INSPECTION  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRIPTION  OF  PROJECT  ACTIVITIES: 

* 

Team  2  -  Continued  QC  resolution  of  100%  of  Lot  8  WAA  anomalies 

* 

Team  1  -  Established  Grids  23,  24,  25,  and  26,  and  veg  cleared  23  and  26 

* 

* 

COMPLETED  PROJECT  TASKS: 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  -1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16  (All  anomalies  investigated)  WAA  17  Data  failed 

* 

Grids  -  1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16,  17,  18,  19,  20,  21,  22  (All  anomalies  investigated) 

♦ 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Team  2  WAA  Lot  9  and  10  QC  re-do's. 

* 

Team  1  Start  DGM  Mapping  on  Grids  23  through  30 

* 

* 

Comments: 

* 

Visitors: 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm  APHE  unfired  /  MK  27  PD 

Nose  Fuse  with  Booster  Cup 

* 

Prepared  and  Reviewed  By: 

10/26/2018 
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PIKA-ARCADIS  JV 


DAILY  REPORT 


CONTRACT/TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/ DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Thursday,  May  26,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADIS  JV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

6%  1  4%  1  8% 

suxos 

1 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

UXO  III 

1.0 

9.0 

Clear  Grids 

UXO  III 

1.0 

9.0 

Clear  Grids 

UXO  II 

1.0 

9.0 

OC  Lots 

UXO  II 

1.0 

9.0 

OC  Lots 

UXO  II 

1.0 

9.0 

OC  Lots 

UXO  II 

1.0 

9.0 

OC  Lots 

UXO  II 

1.0 

4.0 

Clear  Grids 

UXO  II 

1.0 

9.0 

Clear  Grids 

UXO  II 

1.0 

9.0 

Clear  Grids 

UXO  II 

1.0 

9.0 

OC  Lots 

UXO  I 

1.0 

9.0 

OC  Lots 

UXO  I 

1.0 

9.0 

Clear  Grids 

UXO  I 

1.0 

9.0 

OC  Lots 

UXO  I 

1.0 

9.0 

OC  Lots 

NOTE:  lAVS:  4%/ANA:  S%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

54.0 

49.0 

72.0 

TOTAL  WORK  HOURS  ON  JOB  SITE  THIS  DATE 

175.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

10520.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJECT 

10695.0 

10/26/2018 


007138 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  May  26,  2016 

63 

Page  |  2 

PROJECT  DESCRIPTION: 

Remedial  Investigation 

GOVERNMENT  OVERSIGHT  PERSONNEL; 

Technical  Lead: | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  - 11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4-7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report :  2  -  6  May  2016 

5/12/2016 

Weekly  Report:  9  - 13  May  2016 

5/19/2016 

10/26/2018 


007139 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  May  25,  2016 

62 

Page  |  3 

SAFETY  TOPICS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds  S  15  -  23  mph 

0600  :  55  1100  :  90  1500  :  90 

DAILY  SAFETY  INSPECTION  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRIPTION  OF  PROJECT  ACTIVITIES: 

* 

Team  2  -  Continued  QC  resolution  of  100%  of  Lot  8  WAA  anomalies 

* 

Team  1  -  Surface  and  veg  cleared  Grids  23  and  26 

* 

* 

COMPLETED  PROJECT  TASKS: 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  -1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16  (All  anomalies  investigated)  WAA  17  Data  failed 

* 

Grids  -  1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16,  17,  18,  19,  20,  21,  22  (All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Team  2  WAA  Lot  9  and  10  QC  re-do's. 

* 

Team  1  Start  DGM  Mapping  on  Grids  23  through  30 

* 

* 

Comments: 

* 

Visitors: 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm  APHE  unfired  /  MK  27  PD 

Nose  Fuse  with  Booster  Cup 

* 

Prepared  and  Reviewed  By: 

10/26/2018 
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PIKA 

0ARCA.DIS 

PIKA-ARCADIS  JV  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  May  27,  2016 

64 

Page  |  1 

CONTRACTOR: 

PIKA-ARCADIS  JV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PRIME  CONTRACTOR/SUBCONTRACTOR  WORKFORCE 

Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

6%  1  4%  1  8% 

suxos 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

UXO  III 

1.0 

9.0 

Clear  Grids 

UXO  III 

1.0 

9.0 

Clear  Grids 

UXO  II 

1.0 

9.0 

OC  Lots 

UXO  II 

1.0 

9.0 

OC  Lots 

UXO  II 

1.0 

9.0 

OC  Lots 

UXO  II 

1.0 

9.0 

QC  Lots 

UXO  II 

OFF 

UXO  II 

1.0 

9.0 

Clear  Grids 

UXO  II 

1.0 

9.0 

Clear  Grids 

UXO  II 

1.0 

9.0 

OC  Lots 

UXO  I 

OFF 

UXO  I 

1.0 

9.0 

Clear  Grids 

UXO  I 

1.0 

9.0 

OC  Lots 

UXO  I 

1.0 

9.0 

OC  Lots 

NOTE:  lAVS:  4%/ANA:  S%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

52.0 

45.0 

63.0 

TOTAL  WORK  HOURS  ON  JOB  SITE  THIS  DATE 

160.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

10680.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJECT 

10840.0 

10/26/2018 
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PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  May  27,  2016 

64 

Page  |  2 

PROJECT  DESCRIPTION: 

Remedial  Investigation 

GOVERNMENT  OVERSIGHT  PERSONNEL; 

Technical  Lead: | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  - 11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4-7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report :  2  -  6  May  2016 

5/12/2016 

Weekly  Report:  9  - 13  May  2016 

5/19/2016 

Weekly  Report:  16  -  20  May  2016 

5/27/2016 

10/26/2018 


007142 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  May  25,  2016 

62 

Page  |  3 

SAFETY  TOPICS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds  S  15  -  23  mph 

0600  :  55  1100  :  90  1500  :  90 

DAILY  SAFETY  INSPECTION  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRIPTION  OF  PROJECT  ACTIVITIES: 

* 

Team  2  -  Continued  QC  resolution  of  100%  of  Lot  8  WAA  anomalies 

* 

Team  1  -  Surface  and  veg  cleared  Grids  24,  25  and  27 

* 

* 

COMPLETED  PROJECT  TASKS: 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  -1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16  (All  anomalies  investigated)  WAA  17  Data  failed 

* 

Grids  -  1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16,  17,  18,  19,  20,  21,  22  (All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Team  2  WAA  Lot  9  and  10  QC  re-do's. 

* 

Team  1  Start  DGM  Mapping  on  Grids  23  through  30 

* 

* 

Comments: 

* 

Visitors: 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm  APHE  unfired  /  MK  27  PD 

Nose  Fuse  with  Booster  Cup 

* 

^  Prepared  and  Reviewed  By: 

10/26/2018 


007143 


PIKA 

0ARCA.DIS 


PIKA-ARCADIS  JV 


DAILY  REPORT 


CONTRACT/TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/ DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Monday,  April  25,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADIS  JV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

suxos 

1 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Prolect  Manager 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

DGM  Team  Member 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

64.0 

0.0 

126.0 

TOTAL  WORK  HOURS  ON  JOB  SITE  THIS  DATE 

190.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

6710.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJECT 

6900.0 

10/26/2018 


007144 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  April  25,  2016 

41 

Page  |  2 

PROJECT  DESCRIPTION: 

Remedial  Investigation 

GOVERNMENT  OVERSIGHT  PERSONNEL; 

Technical  Lead: | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  - 11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4-7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

10/26/2018 


007145 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  April  25,  2016 

41 

Page  |  3 

SAFETY  TOPICS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds,  S  13  -  18  mph 

0600  :  55  1100  :  76  1500  :  76 

DAILY  SAFETY  INSPECTION  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRIPTION  OF  PROJECT  ACTIVITIES: 

* 

Team  2  -  WAA  excavations  in  Lot  15  (30  no  finds  out  of  80  anomalies  dug) 

* 

Team  1  -  WAA  excavations  /  EM  61  training  in  Lot  8,  used  training  time  to  prep  Lot  8  for  QC 

* 

* 

COMPLETED  PROJECT  TASKS: 

* 

ANA  Transects  complete 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  8,  9,  10,  11,  12,  13,  14 

* 

DGM  grids  -  18,  19,  20,  21,  22 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Team  2  continue  to  conduct  excavation  of  WAA  points  south  side  of  Transmountian  Road  in  Lots  15,  16  and  17 

* 

Team  1  start  WAA  anomaly  excavations 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

♦ 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007146 


PIKA 

MAPCADtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Tuesday,  Aprii  26,  2016 


42 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRl  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

6%  1  4%  1  8% 

suxos 

1 

1(5.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Project  Manager 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

DGM  Team  Member 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  111 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

64.0 

0.0 

126.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

190.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

6900.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

7090.0 

10/26/2018 


007147 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  April  26,  2016 

42 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

10/26/2018 


007148 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/  TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  April  26,  2016 

42 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds,  S  13  -  18  mph 

0600  :  55  1100  :  75  1500  :  75 

DAI  LY  SAFETY  1 NSPECTI  ON  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES; 

* 

Team  2  -  W/\A  excavations  in  Lot  15  (14  no  finds  out  of  61  anomalies  investigated) 

* 

Team  1  -  WAA  excavations  in  Lot  7 

* 

* 

COMPLETED  PROJ  ECT  TASKS; 

* 

ANA-Transects:  001  through  456  ==  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  8,  9,  10,  11,  12,  13,  14  (All  anomalies  investigated) 

* 

Grids  -  18,  19,  20,  21,  22  (All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI Tl  ES  NEXT  WEEK: 

* 

Team  2  continue  to  conduct  excavation  of  WAA  points  south  side  of  Transmountian  Road  in  Lots  15,  16  and  17 

* 

Team  1  continue  to  conduct  WAA  anomaly  excavations  north  of  Transmountain  Road 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007149 


PIKA 

MAPCADtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

TI TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 

Wednesday,  April  27,  2016 

43 

Page  |  1 

CONTRACTOR: 

PIKA-ARCADISJV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

5UX05 
UXOSO/SSHO 
_ UXOQC _ 

Assistant  Project  Manager 

GEO  Team  Lead 


Data  Manager 

PGM  Team  Member 
UXO  III 
UXO  III 
UXO  II 
UXO  II 
UXO  II 
UXO  II 
UXO  II 
UXO  II 
UXO  II 
UXO  II 
UXO  I 
UXO  I 
UXO  I 
UXO  I 


0%  I  4%  I  8%~ 


10.0 


10.0 


10.0 


SUMMARY  OF  WORK  PERFORMED 


Conducting  Field  Project  Oversite 


Conducting  Safety  Oversite 


Conducting  QC  operations  on  site 


Reacquisition  of  WAA  Points 


10.0 


1.0 

1.0 

1.0 

1.0 

1.0 

1.0 

1.0 

1.0 

1.0 

1.0 

1.0 

1.0 

1.0 

1.0 


9.0 

9.0 

9.0 

9.0 

9.0 

9.0 

9.0 

9.0 

9.0 

9.0 

9.0 

9.0 

9.0 

9.0 


Data  Management/Reacquisition  of  WAA  Points 

WAA  Point  Investigation _ 

WAA  Point  Investigation _ 

WAA  Point  Investigation _ 

WAA  Point  Investigation _ 

WAA  Point  Investigation _ 

WAA  Point  Investigation _ 

WAA  Point  Investigation _ 

WAA  Point  Investigation _ 

WAA  Point  Investigation _ 

WAA  Point  Investigation _ 

WAA  Point  Investigation _ 

WAA  Point  Investigation _ 

WAA  Point  Investigation _ 

WAA  Point  Investigation 


NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaiy  Investigation:  8%,  Grid  Vegetation  and 


Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 


Daiiy  Total 


64.0 


0.0  126.0 


TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

190.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

7090.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

7280.0 

10/26/2018 


007150 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  April  27,  2016 

43 

Page  |  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

10/26/2018 


007151 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/  TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  April  27,  2016 

43 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  5/7/2016  winds  S  5  -  7  mph 

0600  :  55  1100  :  75  1500  :  75 

DAI  LY  SAFETY  1 NSPECTI  ON  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI T1 ES; 

* 

Team  2A  -  WiAA  excavations  in  Lot  15  (12  anomalies  investigated  and  9  no  finds  from  the  25/26  April  were  investigated  with  the  EM  61  and  5  of  the  9  are  actual  no  finds)  /  Team  2B  -  WAA 
excavations  in  Lot  16  (45  anomalies  investigated  and  11  were  no  finds  and  10  currently  list  as  hot  rock)  EM  61  will  be  used  to  verify. 

* 

Team  1  -  WAA  excavations  in  Lot  7  (8  out  of  34  anomalies  were  investigated  and  cleared  the  rest  were  frag  and  burial  pits  that  will  need  to  be  further  investigated,  possibly  with  heavy 
equipment) 

* 

* 

COMPLETED  PROJ  ECT  TASKS; 

* 

ANA-Transects:  001  through  456  ==  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  8,  9,  10,  11,  12,  13,  14  (All  anomalies  investigated) 

* 

Grids  -  18,  19,  20,  21,  22  (All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI T1  ES  NEXT  WEEK: 

* 

Team  2  continue  to  conduct  excavation  of  WAA  points  south  side  of  Transmountian  Road  in  Lots  15,  16  and  17 

* 

Team  1  continue  to  conduct  WAA  anomaly  excavations  north  of  T ransmountain  Road 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By; 

10/26/2018 


007152 


PIKA 

PARCADIS 


PIKA-ARCADISJV 


CONTRACT/ TO  NUMBERS 

W912DY-10-D-0025/DS01 


PIKA-ARCADISJV 


Tl  TLE  AND  LOCATI  ON_ DAY/  DATE 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX  Thursday,  April  28,  2016 

CONTRACTOR: 

12723  Capricorn  Dr.  Suite  500 

_ Stafford,  TX  77477 _ 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Page 


DAI  LY  REPORT 


REPORT  NUMBER 

44 


Position 

Name 

HOURS 

0%  1  4%  1  8% 

SUMMARY  OF  WORK  PERFORMED 

5UX05 

— nn!~ 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Project  Manager 

GEO  Team  Lead 

10.0 

Reacguisition  of  W/\A  Points 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

DGM  Team  Member 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

W/\A  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

U)(5Ti 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

W/\A  Point  Investigation 

UXOTi 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

W/\A  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

64.0 

0.0 

126.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

190.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVl  OUS  REPORT 

7280.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

7470.0 

10/26/2018 


007153 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACr/TO  NUMBERS 

T1 TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  April  28,  2016 

44 

Paqe  I  2 

PROJ  ECr  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL; 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

10/26/2018 


007154 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  April  28,  2016 

44 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  5/7/2016  winds  S  5  -  7  mph 

0600  :  55  1100  :  75  1500  :  75 

DAI  LY  SAFETY  1 NSPECR  ON  RESULTS: 

* 

♦ 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI T1 ES: 

* 

Team  2A  -  WAA  excavations  in  Lot  16  and  17  /  Team  2B  -  WAA  excavations  in  Lot  16 

* 

Team  1  -  WiAA  excavations  in  Lot  7 

♦ 

* 

COMPLETED  PROJ  ECT  TASKS: 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

♦ 

WiAA  -  Lots  8,  9,  10,  11,  12,  13,  14  {All  anomalies  investigated) 

* 

Grids  -  18,  19,  20,  21,  22  {All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI T1  ES  NEXT  WEEK: 

* 

Team  2  continue  to  conduct  excavation  of  WAA  points  south  side  of  T ransmountian  Road  in  Lot  17 

* 

Team  1  continue  to  conduct  WAA  anomily  excavations  north  of  Transmountain  Road  in  Lot  7 

♦ 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

♦ 

Other: 

♦ 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007155 


PIKA 

PARCADIS 


PIKA-ARCADISJV 


CONTRACT/ TO  NUMBERS 

W912DY-10-D-0025/DS01 


PIKA-ARCADISJV 


Tl  TLE  AND  LOCATI  ON_ DAY/  DATE 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX  Friday,  April  29,  2016 

CONTRACTOR: 

12723  Capricorn  Dr.  Suite  500 

_ Stafford,  TX  77477 _ 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Page 


DAI  LY  REPORT 


REPORT  NUMBER 

45 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0%  1  4%  1  8% 

5UX05 

— nn!~ 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Project  Manager 

GEO  Team  Lead 

10.0 

Reacguisition  of  W/\A  Points 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

DGM  Team  Member 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

W/\A  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

U)(5Ti 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

W/\A  Point  Investigation 

UXOTi 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

W/\A  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

64.0 

0.0 

126.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

190.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVl  OUS  REPORT 

7470.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

7660.0 

10/26/2018 


007156 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACr/TO  NUMBERS 

T1 TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  April  29,  2016 

45 

Paqe  I  2 

PROJ  ECr  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

10/26/2018 


007157 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  April  29,  2016 

45 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  winds  S  5  -  7  mph 

0600  :  55  1100  :  75  1500  :  75 

DAI  LY  SAFETY  1 NSPECR  ON  RESULTS: 

* 

♦ 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI T1 ES: 

* 

Team  2A  -  completed  WAA  excavations  in  Lot  15  /  Team  2B  -  completed  WAA  excavations  in  Lot  16 

* 

Team  1  -  W/\A  excavations  in  Lot  7 

♦ 

* 

COMPLETED  PROJ  ECT  TASKS: 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

♦ 

WiAA  -  Lots  8,  9,  10,  11,  12,  13,  14  {All  anomalies  investigated) 

* 

DGM  Grids  -  18,  19,  20,  21,  22  {All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI T1  ES  NEXT  WEEK: 

* 

Team  2  continue  to  conduct  excavation  of  WAA  points  south  side  of  T ransmountian  Road  in  Lot  17 

* 

Team  1  continue  to  conduct  WAA  anomaly  excavations  north  of  Transmountain  Road  in  Lot  7 

♦ 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

♦ 

Other: 

♦ 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007158 


TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

24.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

0.0 

TOTAL  WORK  HOURS  FROM  START  OF  CONSTRUCTI  ON 

24.0 

10/26/2018 


007159 


PIKA-ARCADISJV  DAILYREPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Ciosed  Castner  Firing  Range,  Ft.  Biiss,  Ei  Paso,  TX 

Monday  Feburary  29,  2016 

1 

Page  |  2 

PROJ  ECT  DESCRI PTI  ON: 

Remidal  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

FT  BLI SS  DPW  OVERSI  GHT  PERSONNEL  ON  SI  TE: 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

10/26/2018 


007160 


W=»  1  .oAw 

PIKA-ARCADISJV 

DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Ciosed  Castner  Firing  Range,  Ft.  Biiss,  El  Paso,  TX 

Monday  Feburary  29,  2016 

1 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  PPE,  High  Wind  safety,  Wildiife 

*  Slips,  Trips  and  Fails,  Site  Security 

*  Heat  stress.  Proper  hydration 


WEATHER: 

Sunny 

TEMPERATURE 

WEATHER  EFFECTS: 

Winds,  N-NE  5-10  mph 

0600  : 

45 

1100  :  80 

1500  : 

77 

DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


*  Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTl  VI  Tl  ES: 

*  Site  setup  in  parking  lot  of  the  Border  Patrol  Museum 

*  Mobile  Mini  delivered  one  10  x  25  foot  Connex  Storage  container,  and  one  10  x  30  foot  office  trailer  to  the  Museum  parking  lot  location. 

*  Site  personnel  inventoried  and  transported  field  equipment  from  the  ARCADIS  El  Paso  office  storage  location 

*  Two  field  vehilces  were  placed  into  service  for  project  activities. 

* 

* 

* 

*  Cumulative  totals:  #REF!  grids  completed  #REF!  grids  QC'd  #REF!  grids  QA'd 

*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 

PLANNED  ACTl  VI  Tl  ES  NEXT  WEEK: 

*  Field  team  personnel  will  mobilize  to  the  site  Monday  3/7/2016 

*  Continue  Site  setup 

*  Conduct  site  Health  and  Safety  Training  and  site  specific  hazards  and  controls. 

* 

Comments: 

*  Visitors: 

*  Directives:  None 

*  Donor  Explosive  Shipments:  None 

*  MD/Metal  Scrap  Shipments:  None 

*  Recyclables/C&D  Debris  Shipments:  None 

*  Other: 

*  MEC  Items  found  to-date  0  -  (  for  details,  see  attached  MEC/MD/Scrap  Inventory  Log  ) 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007161 


10/26/2018 


007162 


TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

24.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

24.0 

TOTAL  WORK  HOURS  FROM  START  OF  CONSTRUCTI  ON 

48.0 

10/26/2018 


007163 


PI  KA-PI RNI E  J  V  DAI  LY  REPORT 

corn'RAcr/TO  numbers 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday  March  1,  2016 

2 

Page  |  2 

PROJ  ECr  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

FT  BLI SS  DPW  OVERSI  GHT  PERSONNEL  ON  SI  TE: 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

10/26/2018 


007164 


PI  KA-PI RNI E  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday  March  1,  2016 

2 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards 

*  Heat  stress.  Proper  hydration 


WEATHER: 

Sunny 

TEMPERATURE 

WEATHER  EFFECTS: 

Winds,  N-NE  5-10  mph 

0600  : 

47 

1100  :  83 

1500  : 

80 

DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


*  Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTl  VI  Tl  ES: 

*  Site  setup  in  parking  lot  of  the  Border  Patrol  Museum 

*  United  Rental  delivered  Off-road  forklift 

*  Camarillo's  Electric  Co.  on  site  to  survey  requirements  for  office  power-hookup 

*  Sarabia's  Potable  J  ohn's  delivered  on  portapottie  and  one  washstation 

* 

* 

* 

*  Cumulative  totals:  #REF!  grids  completed  #REF!  grids  QC'd  #REF!  grids  QA'd 

*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 

PLANNED  ACTl  VI  Tl  ES  NEXT  WEEK: 

*  Field  team  personnel  will  mobilize  to  the  site  Monday  3/7/2016 

*  Continue  Site  setup 

*  Conduct  site  Health  and  Safety  Training  and  site  specific  hazards  and  controls. 

*  portable  magazine  will  be  delivered  Wednesday  to  BPM  parking  lot. 

Comments: 

Visitors^^^^^^^^^^^^l  USACE 

*  Directives:  None 

*  Donor  Explosive  Shipments:  None 

*  MD/Metal  Scrap  Shipments:  None 

*  Recyclables/C&D  Debris  Shipments:  None 

*  Other: 

*  MEC  Items  found  to-date  0  -  (  for  details,  see  attached  MEC/MD/Scrap  Inventory  Log  ) 

* 

Prepared  and  Reviewed  By: 

10/26/2018 
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PIKA-ARCADISJV  DAILY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday  March  2,  2016 

2 

Page  I  1 

CONTRACTOR: 

PIKA-PIRNIEJV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 

Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0%  1  4%  1  8% 

suxos 

UXOSO/SSHO 

Site  setuo/material  acquisition 

UXOQC 

Site  setuo/material  acquisition 

Assistant  Project  Manager 

Site  setuo/material  acquisition 

Daily  Total 

24.0 

0.0 

0.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

24.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

48.0 

TOTAL  WORK  HOURS  FROM  START  OF  Project 

72.0 

10/26/2018 
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PIKA-ARCADISJV  DAILY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday  March  2,  2016 

2 

Page  |  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

FT  BLI SS  DPW  OVERSI  GHT  PERSONNEL  ON  SI  TE: 

1 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

10/26/2018 


007167 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday  March  2,  2016 

2 

Page  |  3 

SAFETY  TOPJ  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Heat  stress 


WEATHER: 

Sunny 

TEMPERATURE 

WEATHER  EFFECTS: 

Winds,  N-NE  10-20  mph 

0600  : 

51 

1100  :  85 

1500  : 

83 

DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


*  Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI Tl  ES: 

*  Contenue  project/site  setup  in  parking  lot  of  the  Border  Patrol  Museum 

*  Camarillo  Electric  Co.  completed  connecting  the  field  office  to  electric  power 

*  Received  one  UTV  for  field  operations 

Portable  magazine  delivered  and  staged  for  placement. 

* 


* 


* 


*  Cumulative  totals:  #REF!  grids  completed  #REF!  grids  QCd  #REF!  grids  QA'd 

*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 


PLANNED  ACTI  VI Tl  ES  NEXT  WEEK: 


*  Field  team  personnel  will  mobilize  to  the  site  Monday  3/7/2016 

*  Continue  to  conduce  Site  setup 

*  Conduct  site  Health  and  Safety  Training  and  site  specific  hazards  and  controls. 


Comments: 


*  Visitors:  None 

*  Directives:  None 

*  Donor  Explosive  Shipments:  None 

*  MD/Metal  Scrap  Shipments:  None 

*  Recyclables/C&D  Debris  Shipments:  None 

*  Other: 

*  MEC  Items  found  to-date  0  -  (  for  details,  see  attached  MEC/MD/Scrap  Inventory  Log  ) 

Prepared  and  Reviewed  By: 


10/26/2018 


007168 


TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

40.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

88.0 

TOTAL  WORK  HOURS  FROM  START  OF  Project 

128.0 

10/26/2018 


007169 


PIKA-ARCADISJV  DAILY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Ciosed  Castner  Firing  Range,  Ft.  Biiss,  Ei  Paso,  TX 

Thursday  March  3,  2016 

4 

Paqe  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remidal  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

10/26/2018 


007170 


PI  KA-ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday  March  3,  2016 

4 

Page  |  3 

SAFETY  TOPJ  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Heat  stress 


*  Snakes 


WEATHER: 

Sunny 

TEMPERATURE 

WEATHER  EFFECTS: 

Winds,  N-NE  10-20  mph 

0600  : 

51 

1100  :  85 

1500  : 

83 

DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


*  Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTl  VI  Tl  ES: 


*  Continue  project/site  setup  in  parking  lot  of  the  Border  Patrol  Museum 

*  Installing  magazine  fence,  Martin  Kelly  from  National  Rent  Fence 

*  Picked  up  3  trucks  for  Arcadis  team  and  SUXOS 

* 


* 


* 


* 


*  Cumulative  totals:  #REF!  grids  completed  #REF!  grids  QCd  #REF!  grids  QA'd 

*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 


PLANNED  ACTl  VI Tl  ES  NEXT  WEEK: 


*  Field  team  personnel  will  mobilize  to  the  site  Monday  3/7/2016 

*  Continue  with  Site  setup 

*  Conduct  site  Health  and  Safety  Training  and  site  specific  hazards  and  controls. 


Comments: 


*  Visitors:  None 

*  Directives:  None 

*  Donor  Explosive  Shipments:  None 

*  MD/Metal  Scrap  Shipments:  None 

*  Recyclables/C&D  Debris  Shipments:  None 

*  Other: 

*  MEC  Items  found  to-date  0  -  (  for  details,  see  attached  MEC/MD/Scrap  Inventory  Log  ) 

Prepared  and  Reviewed  By: 


10/26/2018 


007171 


PIKA 

PARCACiS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


Tl  TLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Friday  March  4,  2016 


Page 


CONTRACTOR: 


PIKA-PIRNIEJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

6%  1  4%  1  8% 

5UXOS 

s.o 

UXOSO/SSHO 

8.0 

Site  setup/material  acquisition 

UXOQC 

8.0 

Site  setup/material  acquisition 

Assistant  Project  Manager 

8.0 

Site  setup/material  acquisition 

GEO  Team  Lead 

8.0 

Site  setup/material  acquisition/Site  Survey 

Daily  Total 

40.0 

0.0 

0.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

40.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

128.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

168.0 

10/26/2018 


007172 


PIKA-ARCADISJV  DAILY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday  March  4,  2016 

4 

Page  |  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

[deliverables 

Date  Submitted 

10/26/2018 


007173 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday  March  4,  2016 

4 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Heat  stress 


*  Snakes 


WEATHER: 

Sunny 

TEMPERATURE 

WEATHER  EFFECTS: 

Winds,  N-NE  10-20  mph 

0600  : 

51 

1100  :  85 

1500  : 

83 

DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


*  Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTl  VI  Tl  ES: 

*  Continue  project/site  setup  in  parking  lot  of  the  Border  Patrol  Museum 

*  Cleared  vegetation  from  magazine  footprint  inside  the  magazine  fence 

*  Survey  on  site:  Gerry  Ibarra  from  PLSNM  Survey  escorted  by  Josh 

* 

* 

* 

* 

*  Cumulative  totals:  #REF!  grids  completed  #REF!  grids  QC'd  #REF!  grids  QA'd 

*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 

PLANNED  ACTl  VI  Tl  ES  NEXT  WEEK: 

*  Field  team  personnel  will  mobilize  to  the  site  Monday  3/7/2016 

*  Continue  Site  setup 

*  Conduct  site  Health  and  Safety  Training  and  site  specific  hazards  and  controls. 

* 

Comments: 

*  Visitors:  Camarillo  Electrician  onsite  to  view  magazine  grounding  location 

*  Directives:  None 

*  Donor  Explosive  Shipments:  None 

*  MD/Metal  Scrap  Shipments:  None 

*  Recyclables/C&D  Debris  Shipments:  None 

*  Other: 

*  MEC  Items  found  to-date  0  -  (  for  details,  see  attached  MEC/MD/Scrap  Inventory  Log  ) 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007174 


PIKA 

PARCADIS 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  May  31,  2016 

65 

Page  |  1 

CONTRACTOR: 

PIKA-ARCADISJV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0%  1  4%  1  8% 

suxus 

10.0 

Conducting  Field  Proiect  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

UXO  III 

1.0 

9.0 

Clear  Grids 

UXO  III 

1.0 

9.0 

Clear  Grids 

UXO  II 

1.0 

9.0 

OC  Lots 

UXO  II 

1.0 

9.0 

OC  Lots 

UXO  II 

1.0 

9.0 

OC  Lots 

U)(5Ti 

1.0 

9.0 

OC  Lots 

UXO  II 

9.0 

Clear  Grids 

UXO  II 

1.0 

9.0 

Clear  Grids 

UXO  II 

1.0 

9.0 

Clear  Grids 

UXOTi 

1.0 

9.0 

OC  Lots 

UXO  1 

9.0 

OC  Lots 

UXO  1 

1.0 

9.0 

Clear  Grids 

UXO  1 

1.0 

9.0 

OC  Lots 

UXO  1 

1.0 

9.0 

OC  Lots 

NOTE:  lAVS:  4%/ANA:  S%/WAA:  S%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

52.0 

54.0 

72.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

178.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVl  OUS  REPORT 

10858.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

11036.0 

10/26/2018 


007175 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACr/TO  NUMBERS 

T1 TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  May  31,  2016 

65 

Paqe  I  2 

PROJ  ECr  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report  :  2  -  6  May  2016 

5/12/2016 

Weekly  Report:  9  -  13  May  2016 

5/19/2016 

Weekly  Report:  16  -  20  May  2016 

5/27/2016 

10/26/2018 


007176 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TI  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  May  25,  2016 

62 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds  S  15  -  23  mph 

0600  :  55  1100  :  90  1500  :  90 

DAI  LY  SAFETY  1 NSPECR  ON  RESULTS: 

* 

♦ 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI TI ES: 

* 

Team  2  -  Completed  QC  resolution  of  100%  of  Lot  8  WAA  anomalies,  and  started  Lot  9 

♦ 

Team  1  -  Surface  and  veg  cleared  Grids  28,  29,  30 

* 

* 

COMPLETED  PROJ  ECT  TASKS: 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  -1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16  {All  anomalies  investigated)  WAA  17  Data  failed 

* 

Grids  -  1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16,  17,  18,  19,  20,  21,  22  {All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Team  2  W/\A  Lot  9  and  10  QC  re-do's. 

* 

Team  1  Start  DGM  Mapping  on  Grids  23  through  30 

* 

* 

Comments: 

* 

Visitors: 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

♦ 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fuzed  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm  APHE  unfired  /  MK  27  PD 
Nose  Fuze  with  Booster  Cup 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007177 


PIKA 

PARCADIS 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  J  une  1,  2016 

66 

Page  |  1 

CONTRACTOR: 

PIKA-ARCADISJV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0%  1  4%  1  8% 

suxus 

10.0 

Conducting  Field  Proiect  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Data  Manager 

10.0 

DGM  Mapping 

UXO  III 

1.0 

9.0 

Pulling  Flags/clean  conex 

UXO  III 

1.0 

9.0 

Pulling  Flags/clean  conex 

UXO  II 

1.0 

9.0 

OC  Lot  9 

UXO  II 

1.0 

9.0 

OC  Lot  9 

UXO  II 

1.0 

9.0 

OC  Lot  9 

U)(5Ti 

1.0 

9.0 

DGM  Mapping 

UXO  II 

9.0 

Pulling  Flags/clean  conex 

UXO  II 

1.0 

9.0 

Pulling  Flags/clean  conex 

UXO  II 

1.0 

9.0 

DGM  Mapping 

UXOTi 

1.0 

9.0 

DGM  Mapping 

UXO  1 

9.0 

OC  Lot  9 

UXO  1 

1.0 

9.0 

Pulling  Flags/clean  conex 

UXO  1 

1.0 

9.0 

Pulling  Flags/clean  conex 

UXO  1 

1.0 

9.0 

Pulling  Flags/clean  conex 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

52.0 

81.0 

45.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

178.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVl  OUS  REPORT 

11036.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

11214.0 

10/26/2018 


007178 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACr/TO  NUMBERS 

T1 TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  J  une  1,  2016 

66 

Paqe  I  2 

PROJ  ECr  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report  :  2  -  6  May  2016 

5/12/2016 

Weekly  Report:  9  -  13  May  2016 

5/19/2016 

Weekly  Report:  16  -  20  May  2016 

5/27/2016 

10/26/2018 


007179 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TI  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  May  25,  2016 

62 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  sunny 

TEMPERATURE 

WEATHER  EFFECTS:  winds  S  15  -  23  mph 

0600  :  55  1100  :  90  1500  :  90 

DAI  LY  SAFETY  1 NSPECR  ON  RESULTS: 

* 

♦ 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI TI ES: 

* 

Team  2  -  Continued  QC  resolution  of  100%  of  Lot  9  anomalies 

* 

Team  1  -  Removed  flags  in  Lots  15,  16  and  17 

* 

* 

COMPLETED  PROJ  ECT  TASKS: 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  -1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16  {All  anomalies  investigated)  WAA  17  Data  failed 

* 

Grids  -  1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16,  17,  18,  19,  20,  21,  22  {All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Team  2  W/\A  Lot  9  and  10  QC  re-do's. 

* 

Team  1  Continue  to  investigate  DGM  Grid  anomalies 

* 

* 

Comments: 

* 

Visitors: 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

♦ 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fuzed  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm  APHE  unfired  /  MK  27  PD 
Nose  Fuze  with  Booster  Cup 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007180 


PIKA 

PARCADIS 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  J  une  2,  2016 

67 

Page  |  1 

CONTRACTOR: 

PIKA-ARCADISJV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0%  1  4%  1  8% 

suxus 

1 

Conducting  Field  Proiect  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

MC  Team  Leader 

10.0 

ISM  Sampling 

MC  Team  Member 

10.0 

ISM  Sampling 

MC  Team  Member 

10.0 

ISM  Sampling 

UXO  III 

1.0 

9.0 

Escort  for  Soil  Sampling 

UXO  III 

1.0 

9.0 

Investigating  DGM  Grid  Anomalies 

UXO  II 

1.0 

9.0 

Escort  for  Soil  Sampling 

UXO  II 

1.0 

9.0 

OC  Lot  9 

UXO  II 

1.0 

9.0 

OC  Lot  9 

U)(5Ti 

1.0 

9.0 

DGM  Mapping 

UXO  II 

1.0 

9.0 

Investigating  DGM  Grid  Anomalies 

UXO  II 

1.0 

9.0 

Investigating  DGM  Grid  Anomalies 

UXO  II 

1.0 

9.0 

DGM  Mapping 

UXO  II 

1.0 

9.0 

DGM  Mapping 

UXO  1 

1.0 

9.0 

OC  Lot  9 

UXO  1 

1.0 

9.0 

Investigating  DGM  Grid  Anomalies 

UXO  1 

1.0 

9.0 

Investigating  DGM  Grid  Anomalies 

UXO  1 

1.0 

9.0 

Investigating  DGM  Grid  Anomalies 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

74.0 

36.0 

90.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

200.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVl  OUS  REPORT 

11245.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

11445.0 

10/26/2018 


007181 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACr/TO  NUMBERS 

T1 TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  J  une  2,  2016 

67 

Paqe  I  2 

PROJ  ECr  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL; 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report  :  2  -  6  May  2016 

5/12/2016 

Weekly  Report:  9  -  13  May  2016 

5/19/2016 

Weekly  Report:  16  -  20  May  2016 

5/27/2016 

10/26/2018 


007182 


PIKA 

PARCADIS 

PIKA-ARCADISJV 

DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  May  25,  2016 

Page 

62 

1  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  sunny  TEMPERATURE 

WEATHER  EFFECTS:  winds  S  15  -  23  mph  0600  :  55  1100  :  85  1500  :  85 


DAI  LY  SAFETY  I NSPECH  ON  RESULTS: 


* 

♦ 

Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month:  0 

To  Date: 

0 

* 

Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month:  0 

To  Date: 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week:  0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI H  ES: 


* 

Team  2  -  Continued  QC  resolution  of  100%  of  Lot  9  anomalies 

* 

Team  1  -  Investigate  anomalies  in  DGM  Grids 

* 

MC  Team  -  Start  ISM  Sampling 

* 

COMPLETED  PROJ  ECT  TASKS: 


* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  -1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16  {All  anomalies  investigated)  WAA  17  Data  failed 

* 

Grids  -  1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16,  17,  18,  19,  20,  21,  22  {All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTIVITIES  NEXT  WEEK: 


* 

Team  2  W/\A  Lot  9  and  10  QC  re-do's. 

* 

Team  1  Continue  to  investigate  DGM  Grid  anomalies 

* 

* 

Comments: 


* 

Visitors: 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

♦ 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fuzed  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm  APHE  unfired  /  MK  27  PD 
Nose  Fuze  with  Booster  Cup 

* 

Prepared  and  Reviewed  By: 


10/26/2018 


007183 


PIKA 

PARCADIS 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  June  3,  2016 

68 

Page  |  1 

CONTRACTOR: 

PIKA-ARCADISJV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

0%  1  4%  1  8% 

SUMMARY  OF  WORK  PERFORMED 

5UX05 

— nn!~ 

Conducting  Field  Proiect  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

MC  Team  Leader 

2.0 

ISM  Sampling 

MC  Team  Member 

10.0 

ISM  Sampling 

MC  Team  Member 

10.0 

ISM  Sampling 

UXO  III 

1.0 

9.0 

Escort  for  Soil  Sampling 

UXO  III 

1.0 

9.0 

Investigating  DGM  Grid  Anomalies  /  Demo  Ops 

UXO  II 

1.0 

9.0 

Escort  for  Soil  Sampling 

UXO  II 

1.0 

9.0 

OC  Lot  9 

UXO  II 

1.0 

9.0 

OC  Lot  9 

U)(5Ti 

1.0 

9.0 

DGM  Mapping 

UXO  II 

1.0 

9.0 

Investigating  DGM  Grid  Anomalies  /  Demo  Ops 

UXO  II 

1.0 

9.0 

Investigating  DGM  Grid  Anomalies  /  Demo  Ops 

UXO  II 

1.0 

9.0 

DGM  Mapping 

UXO  II 

1.0 

9.0 

DGM  Mapping 

UXO  1 

1.0 

9.0 

OC  Lot  9 

UXO  1 

1.0 

9.0 

Investigating  DGM  Grid  Anomalies  /  Demo  Ops 

UXO  1 

1.0 

9.0 

Investigating  DGM  Grid  Anomalies  /  Demo  Ops 

UXO  1 

1.0 

9.0 

Investigating  DGM  Grid  Anomalies  /  Demo  Ops 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

66.0 

36.0 

90.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

192.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVl  OUS  REPORT 

11444.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

11636.0 

10/26/2018 


007184 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACr/TO  NUMBERS 

T1 TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  June  3,  2016 

68 

Paqe  I  2 

PROJ  ECr  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report  :  2  -  6  May  2016 

5/12/2016 

Weekly  Report:  9  -  13  May  2016 

5/19/2016 

Weekly  Report:  16  -  20  May  2016 

5/27/2016 

Weekly  Report:  24  -  27  May  2016 

6/3/2016 

10/26/2018 


007185 


PIKA 

PARCADIS 

PIKA-ARCADISJV 

DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday  June  3,  2016 

Page 

68 

1  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny  TEMPERATURE 

WEATHER  EFFECTS:  winds  S  8  mph  0600  :  55  1100  :  99  1500  :  99 


DAI  LY  SAFETY  I NSPECH  ON  RESULTS: 


* 

♦ 

Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month:  0 

To  Date: 

0 

* 

Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month:  0 

To  Date: 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week:  0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI H  ES: 


* 

Team  2  -  Continued  QC  resolution  of  100%  of  Lot  9  anomalies 

* 

Team  1  -  Investigate  anomalies  in  DGM  Grids 

* 

Soil  Sampling  Team  -  continue  ISM  Sampling 

* 

COMPLETED  PROJ  ECT  TASKS: 


* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  -1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16  {All  anomalies  investigated)  WAA  17  Data  failed 

* 

Grids  -  1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16,  17,  18,  19,  20,  21,  22  {All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  Demo  Team  conducted  demo  shot  to  dispose  of  an  M49  60mm  HE  mortar.  The  item  was  determined  to  be  an  HE  item. 

PLANNED  ACTIVITIES  NEXT  WEEK: 


* 

De  -  Mobe 

* 

* 

* 

Comments: 


* 

Visitors: 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

♦ 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fuzed  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm  APHE  unfired  /  MK  27  PD 
Nose  Fuze  with  Booster  Cup  /  1,  UXO,  M49  60mm  fuzed  and  fired 

* 

10/26/2018 


007186 


PIKA 

PARC4DIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Monday,  May  2,  2016 


46 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRl  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

6%  1  4%  1  8% 

suxos 

1(5.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

UXO  II! 

1.0 

9.0 

WAA  Point  Investigation 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  11 

1.0 

9.0 

WAA  Point  Investigation 

UXO  11 

1.0 

9.0 

WAA  Point  Investigation 

UXO  11 

1.0 

9.0 

WAA  Point  Investigation 

UXO  11 

1.0 

9.0 

MC  Sampling  Escort 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

64.0 

9.0 

117.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

190.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

7660.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

7850.0 

10/26/2018 


007187 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  May  2,  2016 

46 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

10/26/2018 


007188 


PtKA 

WARCADS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Monday,  May  2,  2016 


46 


Page 


SAFETY  TOPI  CS  COVERED  TODAY: 


^  Siips,  Trips  and  Falis,  Two  man  Ruie,  Site  Security,  Traffic  Hazards 


^  Weather  Hazards,  High  winds 


Rough  terrain  /waiking  and  driving  UTV's 


Sunny 


TEMPERATURE 


WEATHER  EFFECTS: 


winds  S  5  -  7  mph 


0600  : 


1500  : 


DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


Lost  Workday  Accidents: 


Today: 


Lost  Workdays: 


Today: 


Property  Damage  Accidents  Exceeding  $2,000.00: 


This  Week: 


DESCRI  Pn  ON  OF  PROJ  ECT  ACTI VI T1 ES: 


*  Team  2A  /  2B  -  WAA  excavations  in  Lot  17 


Team  1  -  compieted  W/\A  excavations  in  Lot  7 


UXOSO  iocated  a  3“  Stokes  mortar  in  transit  to  Lots  15  and  16  outside  of  our  area  of  responsibiiity.  Reported  it  to  the  OESS  and  we  were  directed  to  mark  it  and  take  a  GPS  point.  The 
information  wili  be  turned  over  to  Ft  Biiss  for  their  action. 


COMPLETED  PROJ  ECT  TASKS: 


*  ANA-Transects:  001  through  456  ==  456  completed  transects 


lAVS  Transects  complete 


W/\A  -  Lots  8,  9,  10,  11,  12,  13,  14,  16  (All  anomalies  investigated)  WAA  15  recollect  data  /  WAA  17  revisit  no  finds 


Grids  -  18,  19,  20,  21,  22  (All  anomalies  investigated) 


Administrative  Activities:  Daily  reporting 


*  Demolition  Procedures:  None 


PLANNED  ACTI  VI Tl  ES  NEXT  WEEK: 


Team  2  conduct  excavation  of  WAA  points  North  side  of  Transmountian  Road  in  Lots  5,  6  and  Grids  13,  14,  16 


Team  1  continue  to  conduct  WAA  anomaly  excavations  North  of  Transmountain  Road  in  Lots  4,  3  and  Grids  4,  5,  6,  10,  11,  15 


Visitors:  None 


Directives:  None 


Donor  Explosive  Shipments:  None 


MD/Metal  Scrap  Shipments:  None 


Recyclables/C&D  Debris  Shipments:  None 


Other: 


MEC  Items  found  to-date  1,  UXO,  MKl  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 


Prepared  and  Reviewed  By: 


10/26/2018 


007189 


PIKA 

MARC4DIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TI TLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Tuesday,  May  3,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PR]  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

suxos 

1 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

DGM  Team  Member 

10.0 

MC  Samolino 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  11 

1.0 

9.0 

MC  Samolino  Escort 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

74.0 

9.0 

117.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

200.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

7860.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

8060.0 

10/26/2018 


007190 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  May  3,  2016 

47 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

10/26/2018 


007191 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/  TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  May  3,  2016 

47 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds  S  5  -  7  mph 

0600  :  55  1100  :  75  1500  :  75 

DAI  LY  SAFETY  1 NSPECTI  ON  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI T1 ES: 

* 

Team  2A  /  2B  -  completed  WAA  excavations  in  Lot  17 

* 

Team  1  -  W/\A  excavations  in  Lot  4  /completed  excavations  in  DGM  Grid  15 

* 

Received  an  EM  61  on  site  from  PIKA 

* 

COMPLETED  PROJ  ECT  TASKS; 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  8,  9,  10,  11,  12,  13,  14,  16  (All  anomalies  investigated)  WAA  15  recollect  data  /  WAA  17  revisit  no  finds 

* 

Grids  -  15,  18,  19,  20,  21,  22  (All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI T1  ES  NEXT  WEEK: 

* 

Team  2  conduct  excavation  of  WAA  points  North  side  of  Transmountian  Road  in  Lots  5,  6  and  Grids  13,  14,  16 

* 

Team  1  continue  to  conduct  WAA  anomaly  excavations  North  of  Transmountain  Road  in  Lots  4,  3  and  Grids  4,  5,  6,  10,  11,  15 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007192 


PIKA 

PARCACtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Wednesday,  May  4,  2016 


48 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRl  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 


suxos 

UXOSO/SSHO 

UXOQC 

GEO  Team  Lead 

Data  Manager 

DGM  Team  Member 

UXO  III 

UXO  III 

UXO  II 

UXO  II 

UXO  II 

UXO  II 

UXO  II 

UXO  II 

UXO  11 

UXO  II 

UXO  1 

UXO  1 

UXO  1 

UXO  1 

0%  I  4%  I  8%~ 


10.0 


10.0 


10.0 


10.0 


1.0 


1.0 


1.0 


1.0 


1.0 


1.0 


1.0 


9.0 


9.0 


9.0 


9.0 


9.0 


9.0 


9.0 


SUMMARY  OF  WORK  PERFORMED 


Conducting  Field  Project  Oversite 


Conducting  Safety  Oversite 


Conducting  QC  operations  on  site 


Reacquisition  of  WAA  Points 


Data  Management/Reacquisition  of  WAA  Points 


MC  Sampling 


WAA  Point  Investigation 


WAA  Point  Investigation 


WAA  Point  Investigation 


WAA  Point  Investigation 


WAA  Point  Investigation 


WAA  Point  Investigation 


WAA  Point  Investigation 


WAA  Point  Investigation 


MC  Sampling  Escort 


WAA  Point  Investigation 


WAA  Point  Investigation 


WAA  Point  Investigation 


WAA  Point  Investigation 


WAA  Point  Investigation 


NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 


Daily  Total 


74.0 


9.0 


117.0 


TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

200.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

7860.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

8060.0 

10/26/2018 


007193 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  May  4,  2016 

48 

Page  |  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

10/26/2018 


007194 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  May  4,  2016 

48 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  winds  S  5  -  7  mph 

0600  :  55  1100  :  85  1500  :  85 

DAI  LY  SAFETY  1 NSPECTI  ON  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES; 

* 

Team  2A  /  2B  -  conducting  WAA  excavations  in  Lot  5 

* 

Team  1  -  WAA  excavations  in  Lot  4 

* 

* 

COMPLETED  PROJ  ECT  TASKS; 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  8,  9,  10,  11,  12,  13,  14,  16  (All  anomalies  investigated)  WAA  15  recollect  data  /  WAA  17  revisit  no  finds 

* 

Grids  -  15,  18,  19,  20,  21,  22  (All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI Tl  ES  NEXT  WEEK: 

* 

Team  2  conduct  excavation  of  WAA  points  North  side  of  Transmountian  Road  in  Lots  5,  6  and  Grids  13,  14,  16 

* 

Team  1  continue  to  conduct  WAA  anomaly  excavations  North  of  Transmountain  Road  in  Lots  4,  3  and  Grids  4,  5,  6,  9,  10 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

 Prepared  and  Reviewed  By; 

10/26/2018 


007195 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

T1 TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 

Wednesday,  May  4,  2016 

48 

Page  5 

PHOTOS 


10/26/2018 


007196 


PIKA 

PARCACtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Thursday,  May  5,  2016 


49 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRl  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

SUXOS 

1 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

MC  Team  Member 

10.0 

MC  Samolino 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  111 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  11 

1.0 

9.0 

WAA  Point  Investigation 

UXO  11 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  11 

1.0 

9.0 

MC  Samolino  Escort 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

74.0 

9.0 

117.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

200.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

8060.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

8260.0 

10/26/2018 


007197 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  May  5,  2016 

49 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

10/26/2018 


007198 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  May  5,  2016 

49 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds  w  7  -  10  mph 

0600  :  55  1100  :  85  1500  :  85 

DAI  LY  SAFETY  1 NSPECTI  ON  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES; 

* 

Team  2A  /  2B  -  completed  WAA  excavations  in  Lot  5  and  Grids  14  and  16 

* 

Team  1  -  W/\A  excavations  in  Lot  4  and  Grid  11 

* 

* 

COMPLETED  PROJ  ECT  TASKS: 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  5,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16,  17  /  Blue  QC  anomalies  to  resoulve.  Red  QC  complete 

* 

Grids  -14,  15,  16,  18,  19,  20,  21,  22  /  Red  QC  complete 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI Tl  ES  NEXT  WEEK: 

* 

Team  2  conduct  excavation  of  WAA  points  North  side  of  Transmountian  Road  in  Lots  6,  2  and  Grids  3,  12,  and  13 

* 

Team  1  continue  to  conduct  WAA  anomaly  excavations  North  of  Transmountain  Road  in  Lots  4,  3  and  Grids  4,  5,  6,  7,  8,  9,  and  10 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007199 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 

Thursday,  May  5,  2016 

49 

Page  5 

PHOTOS 


10/26/2018 


007200 


PIKA 

PARCACtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TI TLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Friday,  May  6,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PR]  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

6%  1  4%  1  8% 

suxos 

lO 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

MC  Team  Member 

10.0 

MC  Samolino 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  11 

1.0 

9.0 

MC  Sampling  Escort 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

74.0 

9.0 

117.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

200.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

8260.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

8460.0 

10/26/2018 


007201 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  May  6,  2016 

50 

Page  |  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

10/26/2018 


007202 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/  TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  May  6,  2016 

50 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds  S  5  -  7  mph 

0600  :  55  1100  :  90  1500  :  90 

DAI  LY  SAFETY  1 NSPECTI  ON  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI T1 ES: 

* 

Team  2A  /  2B  -  conducted  WAA  excavations  in  Lot  6 

* 

Team  1  -  W/\A  excavations  in  Lot  4  and  Grid  11 

* 

* 

COMPLETED  PROJ  ECT  TASKS; 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  5,  7,  8,  9,  10,  11,  12,  13,  14,  16  (All  anomalies  investigated)  WAA  15  recollect  data  /  WAA  17  revisit  no  finds 

* 

DGM  Grids  -14,  15,  16,  18,  19,  20,  21,  22  (All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI T1  ES  NEXT  WEEK: 

* 

Team  2  conduct  excavation  of  WiAA  points  North  side  of  Transmountian  Road  in  Lots  1  and  2 

* 

Team  1  continue  to  conduct  WAA  anomaly  excavations  North  of  Transmountain  Road  in  Lots  1  and  2 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007203 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 

Friday,  May  6,  2016 

50 

Page  5 

PHOTOS 


10/26/2018 


007204 


PIKA 

0ARCA.DIS 


PIKA-ARCADIS  JV 


DAILY  REPORT 


CONTRACT/TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/ DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Monday,  April  4,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADIS  JV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

SUXOS 

1 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Prolect  Manager 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

8.0 

Data  Management 

DGM  Team  Member 

10.0 

Reacguisition  of  WAA  Points 

UXO  III 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

4.0 

6.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

75.0 

6.0 

117.0 

TOTAL  WORK  HOURS  ON  JOB  SITE  THIS  DATE 

198.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

4252.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJECT 

4450.0 

10/26/2018 


007205 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  April  4,  2016 

26 

Page  |  2 

PROJECT  DESCRIPTION: 

Remedial  Investigation 

GOVERNMENT  OVERSIGHT  PERSONNEL; 

Technical  Lead: | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  - 11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

10/26/2018 


007206 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  April  4,  2016 

26 

Page  |  3 

SAFETY  TOPICS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  on  the  lAVS  transects 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds,  S-SE  5-7  mph 

0600  :  60  1100  :  89  1500  :  89 

DAILY  SAFETY  INSPECTION  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRIPTION  OF  PROJECT  ACTIVITIES: 

* 

Team  2  -  WAA  excavations  in  Lot  8 

* 

Team  1  -  23  ANA  transects  312  through  323,  412  through  422 

* 

* 

COMPLETED  PROJECT  TASKS: 

* 

ANA-Transects:  136  through  144,  312  through  373,  380  through  450,  452  =  144 

* 

lAVS  Transects  complete:  1  through  8,  10  through  48,  transect  9  will  not  be  completed  due  to  very  rough  terrain. 

♦ 

* 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Team  2  to  conduct  excavation  of  WAA  points  and  DGM  Grid  points 

* 

Team  1  to  conduct  ANA  Transects 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007207 


PIKA 

0ARCA.DIS 


PIKA-ARCADIS  JV 


DAILY  REPORT 


CONTRACT/TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/ DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Tuesday,  April  5,  2016 


27 


Page 


CONTRACTOR: 


PIKA-ARCADIS  JV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

suxos 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Prolect  Manager 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

8.0 

Data  Management 

DGM  Team  Member 

UXO  III 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation/Demo  Op 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation/Demo  Op 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

62.0 

0.0 

126.0 

TOTAL  WORK  HOURS  ON  JOB  SITE  THIS  DATE 

188.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

4450.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJECT 

4638.0 

10/26/2018 


007208 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  April  5,  2016 

27 

Page  |  2 

PROJECT  DESCRIPTION: 

Remedial  Investigation 

GOVERNMENT  OVERSIGHT  PERSONNEL; 

Technical  Lead: | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  - 11  March  2016 

3/15/2016 

Weekly  Report:  14  March  - 18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March-1  April  2016 

4/6/2016 

10/26/2018 


007209 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  April  5,  2016 

27 

Page  |  3 

SAFETY  TOPICS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards 

*  Rough  terrain  on  the  ANA  transects 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds,  N-NE  3-11  mph 

0600  :  60  1100  :  80  1500  :  80 

DAILY  SAFETY  INSPECTION  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRIPTION  OF  PROJECT  ACTIVITIES: 

* 

Team  2  -  WAA  excavations  in  Lot  9/Demo  Op 

* 

Team  1  -  31  ANA  transects:  285  through  310,  374  through  378 

* 

* 

COMPLETED  PROJECT  TASKS: 

* 

ANA-Transects:  136  through  144,  285  through  310,  312  through  378,  380  through  450,  452  =  174 

♦ 

lAVS  Transects  complete:  1  through  8,  10  through  48,  transect  9  will  not  be  completed  due  to  very  rough  terrain. 

♦ 

* 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Team  2  continue  to  conduct  excavation  of  WAA  and  DGM  grid  points 

* 

Team  1  continue  to  conduct  ANA  Transects 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007210 


PIKA 

0ARCA.DIS 


PIKA-ARCADIS  JV 


DAILY  REPORT 


CONTRACT/TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/ DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Wednesday,  April  6,  2016 
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Page 


CONTRACTOR: 


PIKA-ARCADIS  JV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

SUXOS 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Prolect  Manager 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

UXO  III 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation/Demo  Op 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation/Demo  Op 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

64.0 

0.0 

126.0 

TOTAL  WORK  HOURS  ON  JOB  SITE  THIS  DATE 

190.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

4450.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJECT 

4640.0 

10/26/2018 


00721 1 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  April  6,  2016 

28 

Page  |  2 

PROJECT  DESCRIPTION: 

Remedial  Investigation 

GOVERNMENT  OVERSIGHT  PERSONNEL; 

Technical  Lead: | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  - 11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  25  March  2016 

3/30/2016 

Weekly  Report:  28  March  - 1  April  2016 

4/6/2016 

10/26/2018 


007212 


PIKA 

0ARCA.DIS 


PIKA-ARCADIS  JV 


DAILY  REPORT 


CONTRACT/TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/ DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Wednesday,  April  6,  2016 


28 


Page 


SAFETY  TOPICS  COVERED  TODAY: 


=  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 


=  Weather  Hazards,  High  winds 


Rough  terrain  on  the  lAVS  transects 


Sunny 


TEMPERATURE 


WEATHER  EFFECTS: 


Winds,  N-NE  3-11  mph 


0600  : 


60 


80 


1500  : 


80 


DAILY  SAFETY  INSPECTION  RESULTS: 


Lost  Workday  Accidents: 


Today: 


Lost  Workdays: 


Today: 


Property  Damage  Accidents  Exceeding  $2,000.00: 


This  Week: 


DESCRIPTION  OF  PROJECT  ACTIVITIES: 


Team  2  -  Completed  WAA  excavations  in  Lot  9 


Team  1  -  32  ANA  transects:  253  through  284 


COMPLETED  PROJECT  TASKS: 


ANA  Transects:  136  through  144,  253  through  310,  312  through  378,  380  through  450,  452  =  206 


lAVS  Transects  complete:  1  through  8,  10  through  48,  transect  9  will  not  be  completed  due  to  very  rough  terrain. 


WAA  Lots  8  and  9  complete 


DGM  Grids  18  and  19  complete 


Administrative  Activities:  Daily  reporting 


*  Demolition  Procedures:  None 


PLANNED  ACTIVITIES  NEXT  WEEK: 


*  Team  2  continue  to  conduct  excavation  of  WAA  and  DGM  grid  points  south  side  of  Transmountian  Road 


Team  1  continue  to  conduct  ANA  Transects  north  side  of  Transmountain  Road 


Visitors:  None 


Directives:  None 


Donor  Explosive  Shipments:  None 


MD/Metal  Scrap  Shipments:  None 


Recyclables/C&D  Debris  Shipments:  None 


Other: 


MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 


Prepared  and  Reviewed  By: 


10/26/2018 


007213 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  April  6,  2016 

28 

Page  5 

PHOTOS 


10/26/2018 


007214 


PIKA 

MAPCADtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TI TLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Thursday,  Aprii  7,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 


suxos 

UXOSO/SSHO 

UXOQC 

Assistant  Proiect  Manager 

GEO  Team  Lead 

Data  Manager 

DGM  Team  Member 

UXO  III 

UXO  III 

UXO  II 

UXO  II 

UXO  II 

UXO  II 

UXO  II 

UXO  II 

UXO  11 

UXO  II 

UXO  1 

UXO  1 

UXO  1 

UXO  1 

10.0 


10.0 


10.0 


1.0 


1.0 


1.0 


1.0 


1.0 


1.0 


1.0 


9.0 


9.0 


9.0 


9.0 


9.0 


9.0 


9.0 


SUMMARY  OF  WORK  PERFORMED 


Conducting  Field  Project  Oversite 


Conducting  Safety  Oversite 


Conducting  QC  operations  on  site 


Reacquisition  of  WAA  Points 


Data  Management 


Conducting  ANA  Transects 


WAA  Point  Investigation/Demo  Op 


WAA  Point  Investigation 


Conducting  ANA  Transects 


Conducting  ANA  Transects 


Conducting  ANA  Transects 


WAA  Point  Investigation/Demo  Op 


WAA  Point  Investigation 


Conducting  ANA  Transects 


WAA  Point  Investigation 


Conducting  ANA  Transects 


Conducting  ANA  Transects 


WAA  Point  Investigation 


WAA  Point  Investigation 


NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 


Daily  Total 


64.0 


0.0 


126.0 


TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

190.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

4640.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

4830.0 

10/26/2018 


007215 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  April  7,  2016 

29 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  25  March  2016 

3/30/2016 

Weekly  Report:  28  March  -  1  April  2016 

4/6/2016 

10/26/2018 


007216 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  April  7,  2016 

29 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  on  the  lAVS  transects 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds,  N-NE  3-11  mph 

0600  :  60  1100  :  80  1500  :  80 

DAI  LY  SAFETY  1 NSPECTI  ON  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES; 

* 

Team  2  -  Completed  WAA  excavations  in  Lot  10 

* 

Team  1  -  28  ANA  transects:  225  through  252 

* 

* 

COMPLETED  PROJ  ECT  TASKS; 

* 

ANA  Transects:  136  through  144,  225  through  310,  312  through  378,  380  through  450,  452  =  232 

* 

lAVS  Transects  complete:  1  through  8,  10  through  48,  transect  9  will  not  be  completed  due  to  very  rough  terrain. 

* 

WAA  Lots  8  and  9  complete 

* 

DGM  Grids  18  and  19  complete 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI  Tl  ES  NEXT  WEEK: 

* 

Team  2  continue  to  conduct  excavation  of  WAA  and  DGM  grid  points  south  side  of  Transmountian  Road 

* 

Team  1  continue  to  conduct  ANA  Transects  north  side  of  Transmountain  Road 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  items  found  to-date  1,  UXO,  MKl  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  Bv: 

10/26/2018 


007217 


PIKA 

MAPCADtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Friday,  Aprii  8,  2016 


30 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

SUXOS 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Project  Manager 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

UXO  III 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  111 

1.0 

9.0 

WAA  Point  Investigation/Demo  Op 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  11 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  11 

1.0 

9.0 

WAA  Point  Investigation/Demo  Op 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  1 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

64.0 

0.0 

126.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

190.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

4830.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

5020.0 

10/26/2018 


007218 


„^S  PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  April  8,  2016 

30 

Page  |  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  25  March  2016 

3/30/2016 

Weekly  Report:  28  March  -  1  April  2016 

4/6/2016 

10/26/2018 


007219 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  April  8,  2016 

30 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  on  the  lAVS  transects 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds,  N-NE  3-11  mph 

0600  :  60  1100  :  80  1500  :  80 

DAI  LY  SAFETY  1 NSPECTI  ON  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date 

0 

DESCRI  Pn  ON  OF  PROJ  ECT  ACTI VI  Tl  ES; 

* 

Team  2  -  Completed  WAA  excavations  in  Lot  10 

* 

Team  1  -  35  ANA  transects  001  through  035 

* 

* 

COMPLETED  PROJ  ECT  TASKS; 

* 

ANA  Transects:  001  through  035,  136  through  144,  225  through  310,  312  through  378,  380  through  450,  452  =  267 

* 

lAVS  Transects  complete:  1  through  8,  10  through  48,  transect  9  will  not  be  completed  due  to  very  rough  terrain. 

* 

WAA  Lots  8,  9  and  10  complete 

* 

DGM  Grids  18  and  19  complete 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI  Tl  ES  NEXT  WEEK: 

* 

Team  2  continue  to  conduct  excavation  of  WAA  and  DGM  grid  points  south  side  of  Transmountian  Road 

* 

Team  1  continue  to  conduct  ANA  Transects  north  side  of  Transmountain  Road  and  when  complete  start  WAA  anomaly  excavations 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKl  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007220 


PIKA 

MARC4C4S 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TI TLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Monday,  May  9,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PR]  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

SUXOS 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

DGM  Team  Member 

10.0 

MC  Samolino 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  11 

1.0 

9.0 

MC  Sampling  Escort 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

SIO 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

73.0 

9.0 

108.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

190.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

8260.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

8450.0 

10/26/2018 


007221 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  May  9,  2016 

51 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

10/26/2018 


007222 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/  TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  May  9,  2016 

51 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  winds  S  5  -  7  mph 

0600  :  55  1100  :  90  1500  :  90 

DAI  LY  SAFETY  1 NSPECTI  ON  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI T1 ES: 

* 

Team  2A  /  2B  -  completed  WAA  excavations  in  Lot  6  and  Grid  12 

* 

Team  1  -  continue  WAA  excavations  in  Lot  4,  completed  Grid  17 

* 

* 

COMPLETED  PROJ  ECT  TASKS; 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  16  (All  anomalies  investigated)  WAA  15  recollect  data  /  WAA  17  revisit  no  finds 

* 

Grids  -12,  14,  15,  16,  17,  18,  19,  20,  21,  22  (All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI T1  ES  NEXT  WEEK: 

* 

Team  2  conduct  excavation  of  WiAA  points  North  side  of  Transmountian  Road  in  Lots  1  and  2 

* 

Team  1  continue  to  conduct  WAA  anomily  excavations  North  of  Transmountain  Road  in  Lots  1  and  2 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007223 


PIKA 

MARC4DIS 

PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TI TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  May  10,  2016 

52 

Page  |  1 

CONTRACTOR: 

PIKA-ARCADISJV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PR]  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 

Position 

N 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

6%  1  4%  1  8% 

suxos 

lO.O 

Conducting  Field  Proiect  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

DGM  Team  Member 

10.0 

MC  Samolino 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

MC  Sampling  Escort 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

74.0 

9.0 

117.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

200.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

8460.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

8660.0 

10/26/2018 


007224 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  May  10,  2016 

52 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

10/26/2018 


007225 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/  TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  May  10,  2016 

52 

Page 

1  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny  TEMPERATURE 

WEATHER  EFFECTS:  winds  S  5  -  7  mph  0600:  55  1100:  85  1500:  85 


DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


* 

* 

Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month:  0 

To  Date: 

0 

* 

Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month:  0 

To  Date: 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week:  0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI T1 ES: 


* 

Team  2A  /  2B  -  conducting  WAA  excavations  in  Lot  3  and  completed  Grids  7,  8,  and  9 

* 

Team  1  -  completed  WAA  excavations  in  Lot  4 

* 

* 

COMPLETED  PROJ  ECT  TASKS: 


* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  16  (All  anomalies  investigated)  WAA  15  recollect  data  /  WAA  17  revisit  no  finds 

* 

Grids  -7,  8,  9,  12,  13,  14,  15,  16,  17,  18,  19,  20,  21,  22  (All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI  Tl  ES  NEXT  WEEK: 


* 

Team  2  conduct  excavation  of  WiAA  points  North  side  of  Transmountian  Road  in  Lots  1  and  2 

* 

Team  1  continue  to  conduct  WAA  anomaly  excavations  North  of  Transmountain  Road  in  Lots  1  and  2 

* 

* 

Comments: 


* 

Visitors: 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007226 


PIKA 

PARC4DIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TI TLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Wednesday,  May  11,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PR]  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

SUXOS 

1 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

DGM  Team  Member 

10.0 

MC  Samolino 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

MC  Sampling  Escort 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

74.0 

9.0 

117.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

200.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

8660.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

8860.0 

10/26/2018 


007227 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  May  11,  2016 

53 

Page  |  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

10/26/2018 


007228 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/  TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  May  11,  2016 

53 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  winds  S  5  -  7  mph 

0600  :  55  1100  :  85  1500  :  85 

DAI  LY  SAFETY  1 NSPECTI  ON  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI T1 ES: 

* 

Team  2A  /  2B  -  completed  WAA  excavations  in  Lot  3 

* 

Team  1  -  completed  excavations  in  Grids  4,  5,  6 

* 

* 

COMPLETED  PROJ  ECT  TASKS; 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  -  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  16  (All  anomalies  investigated)  WAA  15  recollect  data  /  WAA  17  revisit  no  finds 

* 

Grids  -  4,  5,  6,  7,  8,  9,  12,  13,  14,  15,  16,  17,  18,  19,  20,  21,  22  (All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI T1  ES  NEXT  WEEK: 

* 

Team  2  conduct  excavation  of  WiAA  points  North  side  of  Transmountian  Road  in  Lots  1  and  2 

* 

Team  1  conduct  surface  clearance  and  vegetation  clearance  of  new  DGM  Grids 

* 

* 

Comments: 

* 

Visitors:  Army  EOD  Team 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By; 

10/26/2018 


007229 


PIKA 

PARC4CIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Thursday,  May  12,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRl  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

HOURS 

6%  I  4%  I  8% 

SUMMARY  OF  WORK  PERFORMED 

suxos 

1(5.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

DGM  Team  Member 

10.0 

MC  Samolino 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  111 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

MC  Samolino  Escort 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

74.0 

9.0 

117.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

200.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

8860.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

9060.0 

10/26/2018 


007230 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  May  12,  2016 

54 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report :  2  -  6  May  2016 

5/12/2016 

10/26/2018 


007231 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  May  12,  2016 

54 

Page 

1  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny  TEMPERATURE 

WEATHER  EFFECTS:  winds  S  5  -  7  mph  0600:  55  1100:  90  1500:  90 


DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


* 

* 

Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month:  0 

To  Date: 

0 

* 

Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month:  0 

To  Date: 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week:  0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI T1 ES: 


* 

Team  2A  /  2B  -  WAA  excavations  in  Lot  2 

* 

Team  1  -  completed  excavations  in  Grids  3,  10,  11 

* 

* 

COMPLETED  PROJ  ECT  TASKS: 


* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  -  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  16  (All  anomalies  investigated)  WAA  15  recollect  data  /  WAA  17  revisit  no  finds 

* 

Grids  -  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16,  17,  18,  19,  20,  21,  22  (All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI Tl  ES  NEXT  WEEK: 


* 

Team  2  conduct  excavation  of  WiAA  points  North  side  of  Transmountian  Road  in  Lots  1  and  2 

* 

Team  1  conduct  surface  clearance  and  vegetation  clearance  of  new  DGM  Grids 

* 

* 

Comments: 


* 

Visitors:  -  Arcadis 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007232 


PIKA 

PARC4DIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Friday,  May  13,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRl  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

...I 

HOURS 

6%  I  4%  I  8% 

SUMMARY  OF  WORK  PERFORMED 

suxos 

1(5.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

DGM  Team  Member 

10.0 

MC  SamDiino 

UXO  II! 

1.0 

9.0 

WAA  Point  Investigation 

UXO  111 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

74.0 

0.0 

126.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

200.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

9060.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

9260.0 

10/26/2018 


007233 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  May  13,  2016 

55 

Page  |  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report :  2  -  6  May  2016 

5/12/2016 

10/26/2018 


007234 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  May  13,  2016 

55 

Page 

1  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny  TEMPERATURE 

WEATHER  EFFECTS:  winds  S  5  -  7  mph  0600:  55  1100:  95  1500:  95 


DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


* 

* 

Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month:  0 

To  Date: 

0 

* 

Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month:  0 

To  Date: 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week:  0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI T1 ES: 


* 

Team  2A  /  2B  -  WAA  excavations  in  Lot  2 

* 

Team  1  -  completed  Grids  1  and  2 

* 

* 

COMPLETED  PROJ  ECT  TASKS: 


* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  -  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  16  (All  anomalies  investigated)  WAA  15  recollect  data  /  WAA  17  revisit  no  finds 

* 

Grids  -  1,  2,  3,  4,  5,  6,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16,  17,  18,  19,  20,  21,  22  (All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI Tl  ES  NEXT  WEEK: 


* 

Team  2  conduct  excavation  of  WAA  points  in  any  QC  re-do's  if  none  One  team  may  be  de-mobed. 

* 

Team  1  conduct  surface  clearance  and  vegetation  clearance  of  new  DGM  Grids 

* 

* 

Comments: 


* 

Visitors:  Ahern  Rental  Mechanic 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007235 


PIKA 

MAPCADtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TI TLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Monday,  April  11,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

6%  I  4%  I  8% 

suxos 

1(5.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Project  Manager 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

UXO  III 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

64.0 

0.0 

126.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

190.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

5020.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

5210.0 

10/26/2018 


007236 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  April  11,  2016 

31 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

10/26/2018 


007237 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  April  11,  2016 

31 

Page 

1  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain 

*  Snakes 

WEATHER:  Sunny  TEMPERATURE 

WEATHER  EFFECTS:  Winds,  S-SE  5-7  mph  0600  :  55  1100  :  65  1500  :  65 


DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


* 

* 

Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month:  0 

To  Date: 

0 

* 

Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month:  0 

To  Date: 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week:  0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI T1 ES: 


* 

Team  2  -  W/\A  excavations  in  Lot  11/  DGM  Grid  22 

* 

Team  1  -  40  ANA  transects  40  through  54,  56  through  58,  60  through  63,  95  through  112 

* 

* 

COMPLETED  PROJ  ECT  TASKS: 


* 

ANA-Transects:  001  through  035,  40  through  54,  56  through  58,  60  through  63,  95  through  112,  136  through  144,  225  through  378,  380  through  452  =  307  (379  on  a  cliff  face  not  completed) 

* 

1 AVS  Transects  complete:  All  with  the  exception  of  transect  9  which  will  not  be  completed  due  to  very  rough  terrain. 

* 

WAA  -  Lots  8,  9,  and  10 

* 

DGM  Grids  -  17,  19 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI  Tl  ES  NEXT  WEEK: 


* 

Team  2  continue  to  conduct  excavation  of  WiAA  and  Grid  points  south  side  of  T ransmountian  Road 

* 

Team  1  continue  to  conduct  ANA  Transects  north  side  of  Transmountain  Road  and  when  complete  start  WAA  anomily  excavations 

* 

* 

Comments: 


* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007238 


PIKA 

MAPCADtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TI TLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Tuesday,  Aprii  12,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

6%  1  4%  1  8% 

suxos 

1 

1(5.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Project  Manager 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

UXO  III 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  III 

SIQ 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

63.0 

0.0 

117.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

180.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

5200.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

5380.0 

10/26/2018 


007239 


„^S  PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  April  12,  2016 

32 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

10/26/2018 


007240 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  April  12,  2016 

32 

Page 

1  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain 

*  Snakes 

WEATHER:  Sunny  TEMPERATURE 

WEATHER  EFFECTS:  Winds,  W-7  mph  0600  :  55  1100  :  80  1500  :  82 


DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


* 

* 

Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month:  0 

To  Date: 

0 

* 

Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month:  0 

To  Date: 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week:  0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI T1 ES: 


* 

Team  2  -  Completed  WAA  excavations  in  Lot  11  and  Grid  22,  started  WAA  excvations  in  Lot  12 

* 

Team  1  -  25  ANA  transects  55,  59,  64  through  71,  73,  76,  78  through  80,  85  through  94 

* 

* 

COMPLETED  PROJ  ECT  TASKS: 


* 

ANA-Transects:  001  through  035,  40  through  71,  73,  76,  78  through  80,  85  through  112,  136  through  144,  225  through  378,  380  through  452  =  333  {379  on  a  cliff  face  not  completed) 

* 

1 AVS  Transects  complete:  All  with  the  exception  of  transect  9  which  will  not  be  completed  due  to  very  rough  terrain. 

* 

WAA  -  Lots  8,  9,  10  and  11 

* 

DGM  Grids  -  18,  19,  22 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI  Tl  ES  NEXT  WEEK: 


* 

Team  2  continue  to  conduct  excavation  of  WiAA  and  Grid  points  south  side  of  T ransmountian  Road 

* 

Team  1  continue  to  conduct  ANA  Transects  north  side  of  Transmountain  Road  and  when  complete  start  WAA  anomaly  excavations 

* 

* 

Comments: 


* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007241 


PIKA 

MAPCADtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Wednesday,  April  13,  2016 


33 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

6%  I  4%  I  8% 

suxos 

lO 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Project  Manager 

Project  Management 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

Data  Management 

DGM  Team  Member 

10.0 

Reacguisition  of  WAA  Points 

UXO  III 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  111 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

63.0 

0.0 

117.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

180.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

5380.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

5560.0 

10/26/2018 


007242 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  April  13,  2016 

33 

Page  |  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

10/26/2018 


007243 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  April  13,  2016 

33 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds,  W-7  mph 

0600  :  55  1100  :  80  1500  :  82 

DAI  LY  SAFETY  1 NSPECTI  ON  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date 

0 

DESCRI  Pn  ON  OF  PROJ  ECT  ACTI VI  Tl  ES; 

* 

Team  2  -  Continued  WAA  excavations  in  Lot  12 

* 

Team  1  -  25  ANA  transects  36  through  39,  72,  74,  75,  77,  81-83,  113-126 

* 

* 

COMPLETED  PROJ  ECT  TASKS; 

* 

ANA-Transects:  001  through  83,  85  through  112,  136  through  144,  225  through  378,  380  through  452  =  358  (379  on  a  cliff  face  not  completed) 

* 

1 AVS  Transects  complete:  All  with  the  exception  of  transect  9  which  will  not  be  completed  due  to  very  rough  terrain. 

* 

WAA  -  Lots  8,  9,  10  and  11 

* 

DGM  Grids  -  18,  19,  22 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI Tl  ES  NEXT  WEEK: 

* 

Team  2  continue  to  conduct  excavation  of  WiAA  and  Grid  points  south  side  of  T ransmountian  Road 

* 

Team  1  continue  to  conduct  ANA  Transects  north  side  of  Transmountain  Road  and  when  complete  start  WAA  anomaly  excavations 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007244 


PIKA 

MAPCADtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Thursday,  Aprii  14,  2016 


34 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

6%  I  4%  I  8% 

suxos 

1(5.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Project  Manager 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

10.0 

Reacguisition  of  WAA  Points 

UXO  III 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  111 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

74.0 

0.0 

126.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

200.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

5580.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

5780.0 

10/26/2018 


007245 


„^S  PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  April  14,  2016 

34 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

10/26/2018 


007246 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  April  14,  2016 

34 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds,  W-7  mph 

0600  :  55  1100  :  80  1500  :  82 

DAI  LY  SAFETY  1 NSPECTI  ON  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date 

0 

DESCRI  Pn  ON  OF  PROJ  ECT  ACTI VI  Tl  ES; 

* 

Team  2  -  W/\A  excavations  complete  in  Lot  12  and  DGM  Grid  20 

* 

Team  1  -  26  ANA  transects  199  through  224 

* 

* 

COMPLETED  PROJ  ECT  TASKS; 

* 

ANA-Transects:  001  through  112,  136  through  144,  199  through  378,  380  through  452  =  385  {379  on  a  cliff  face  not  completed) 

* 

1 AVS  Transects  complete:  All  with  the  exception  of  transect  9  which  will  not  be  completed  due  to  very  rough  terrain. 

* 

WAA-  Lots  8,  9,  10,  11,  12 

* 

DGM  Grids  -  18,  19,  20,  22 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI Tl  ES  NEXT  WEEK: 

* 

Team  2  continue  to  conduct  excavation  of  WiAA  and  Grid  points  south  side  of  T ransmountian  Road 

* 

Team  1  continue  to  conduct  ANA  Transects  north  side  of  Transmountain  Road  and  when  complete  start  WAA  anomaly  excavations 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007247 


PIKA 

MAPCADtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Friday,  Aprii  15,  2016 


35 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 


suxos 

UXOSO/SSHO 

UXOQC 

Assistant  Proiect  Manager 

GEO  Team  Lead 

Data  Manager 

DGM  Team  Member 

UXO  III 

UXO  111 

UXO  II 

UXO  II 

UXO  II 

UXO  II 

UXO  II 

UXO  II 

UXO  II 

UXO  II 

UXO  I 

UXO  I 

UXO  I 

UXO  I 

0%  I  4%  I  8%~ 


10.0 


10.0 


10.0 


10.0 


1.0 


1.0 


1.0 


1.0 


1.0 


1.0 


1.0 


9.0 


9.0 


9.0 


9.0 


9.0 


9.0 


9.0 


9.0 


SUMMARY  OF  WORK  PERFORMED 


Conducting  Field  Project  Oversite 


Conducting  Safety  Oversite 


Conducting  QC  operations  on  site 


Reacquisition  of  WAA  Points 


Data  Management 


Conducting  ANA  Transects 


WAA  Point  Investigation 


WAA  Point  Investigation 


Conducting  ANA  Transects 


Conducting  ANA  Transects 


Conducting  ANA  Transects 


WAA  Point  Investigation 


WAA  Point  Investigation 


Conducting  ANA  Transects 


WAA  Point  Investigation 


Conducting  ANA  Transects 


Conducting  ANA  Transects 


WAA  Point  Investigation 


WAA  Point  Investigation 


NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 


Daily  Total 


64.0 


0.0 


126.0 


TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

190.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

5570.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

5760.0 

10/26/2018 


007248 


„^S  PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  April  15,  2016 

35 

Page  |  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

10/26/2018 


007249 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  April  15,  2016 

35 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds,  W-7  mph  gusts  to  25  mph 

0600  :  55  1100  :  80  1500  :  82 

DAI  LY  SAFETY  1 NSPECTI  ON  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date 

0 

DESCRI  Pn  ON  OF  PROJ  ECT  ACTI VI T1 ES; 

* 

Team  2  -  WAA  excavations  completed  in  Grid  21  and  started  excavations  in  Lot  13 

* 

Team  1  -  13  ANA  transects  180  through  192 

* 

Conducted  UTV  safety  standown  re-ran  all  site  personnel  through  basic  UTV  training  then  discussed  operation  on  this  site. 

* 

COMPLETED  PROJ  ECT  TASKS; 

* 

ANA-Transects:  001  through  112,  136  through  144,  180  through  192,  199  through  378,  380  through  452  =  395  (379  on  a  cliff  face  not  completed) 

* 

1 AVS  Transects  complete:  All  with  the  exception  of  transect  9  which  will  not  be  completed  due  to  very  rough  terrain. 

* 

WAA  -  Lots  8,  9,  10,  11,  12 

* 

DGM  Grids  -  18,  19,  20,  21,  22 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI T1  ES  NEXT  WEEK: 

* 

Team  2  continue  to  conduct  excavation  of  WiAA  and  Grid  points  south  side  of  T ransmountian  Road 

* 

Team  1  continue  to  conduct  ANA  Transects  north  side  of  Transmountain  Road  and  when  complete  start  WAA  anomaly  excavations 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007250 


PIKA 

0ARCA.DIS 


PIKA-ARCADIS  JV 


DAILY  REPORT 


CONTRACT/TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/ DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Monday,  April  18,  2016 


36 


Page 


CONTRACTOR: 


PIKA-ARCADIS  JV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0%  1  4%  1  8% 

suxos 

1 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Prolect  Manager 

Project  Management 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

Reacguisition  of  WAA  Points 

UXO  III 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

64.0 

0.0 

126.0 

TOTAL  WORK  HOURS  ON  JOB  SITE  THIS  DATE 

190.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

5760.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJECT 

5950.0 

10/26/2018 


007251 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  April  18,  2016 

36 

Page  |  2 

PROJECT  DESCRIPTION: 

Remedial  Investigation 

GOVERNMENT  OVERSIGHT  PERSONNEL; 

Technical  Lead: | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  - 11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4-7  April  2016 

4/14/2016 

10/26/2018 


007252 


PIKA 

0ARCA.DIS 


PIKA-ARCADIS  JV 


DAILY  REPORT 


CONTRACT/TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/ DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Monday,  April  18,  2016 


36 


Page 


SAFETY  TOPICS  COVERED  TODAY: 


=  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 


=  Weather  Hazards,  High  winds 


Rough  terrain  /walking  and  driving  UTV's 


sunny 


TEMPERATURE 


WEATHER  EFFECTS: 


Winds,  W-7  mph  gusts  to  25  mph 


0600  : 


80 


1500  : 


82 


DAILY  SAFETY  INSPECTION  RESULTS: 


Lost  Workday  Accidents: 


Today: 


Lost  Workdays: 


Today: 


Property  Damage  Accidents  Exceeding  $2,000.00: 


This  Week: 


DESCRIPTION  OF  PROJECT  ACTIVITIES: 


*  Team  2  -  WAA  excavations  in  Lot  13 


Team  1  - 15  ANA  transects  127  through  135,  193  through  198 


COMPLETED  PROJECT  TASKS: 


*  ANA-Transects:  001  through  112,  127  through  144,  180  through  378,  380  through  452  =  410  (379  on  a  cliff  face  not  completed) 


lAVS  Transects  complete:  All  with  the  exception  of  transect  9  which  will  not  be  completed  due  to  very  rough  terrain. 


WAA  -  Lots  8,  9,  10,  11,  12 


DGM  Grids  -  18,  19,  20,  21,  22 


Administrative  Activities:  Daily  reporting 


*  Demolition  Procedures:  None 


PLANNED  ACTIVITIES  NEXT  WEEK: 


*  Team  2  continue  to  conduct  excavation  of  WAA  and  Grid  points  south  side  of  Transmountian  Road 


Team  1  continue  to  conduct  ANA  Transects  north  side  of  Transmountain  Road  and  when  complete  start  WAA  anomaly  excavations 


Visitors:  None 


Directives:  None 


Donor  Explosive  Shipments:  None 


MD/Metal  Scrap  Shipments:  None 


Recyclables/C&D  Debris  Shipments:  None 


Other: 


MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 


Prepared  and  Reviewed  By: 


10/26/2018 


007253 


PIKA 

MAPCADtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Tuesday,  Aprii  19,  2016 
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Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 


suxos 

UXOSO/SSHO 

UXOQC 

Assistant  Proiect  Manager 

GEO  Team  Lead 

Data  Manager 

DGM  Team  Member 

UXO  III 

UXO  111 

UXO  II 

UXO  II 

UXO  II 

UXO  II 

UXO  II 

UXO  II 

UXO  II 

UXO  II 

UXO  I 

UXO  I 

UXO  I 

UXO  I 

10.0 


10.0 


10.0 


1.0 


1.0 


1.0 


1.0 


1.0 


1.0 


1.0 


9.0 


9.0 


9.0 


9.0 


9.0 


9.0 


9.0 


SUMMARY  OF  WORK  PERFORMED 


Conducting  Field  Project  Oversite 


Conducting  Safety  Oversite 


Conducting  QC  operations  on  site 


Reacquisition  of  WAA  Points 


Data  Management 


Conducting  ANA  Transects 


WAA  Point  Investigation 


WAA  Point  Investigation 


Conducting  ANA  Transects 


Conducting  ANA  Transects 


Conducting  ANA  Transects 


WAA  Point  Investigation 


WAA  Point  Investigation 


Conducting  ANA  Transects 


WAA  Point  Investigation 


Conducting  ANA  Transects 


Conducting  ANA  Transects 


WAA  Point  Investigation 


WAA  Point  Investigation 


NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 


Daily  Total 


64.0 


0.0 


126.0 


TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

190.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

5950.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

6140.0 

10/26/2018 


007254 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  April  19,  2016 

37 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

10/26/2018 


007255 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/  TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  April  19,  2016 

37 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds,  W-7  mph  gusts  to  25  mph 

0600  :  55  1100  :  80  1500  :  82 

DAI  LY  SAFETY  1 NSPECTI  ON  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES; 

* 

Team  2  -  Completed  WAA  excavations  in  Lot  13  and  started  excavations  in  Lot  14 

* 

Team  1  -  34  ANA  transects  145  through  164,  166  through  179 

* 

* 

COMPLETED  PROJ  ECT  TASKS; 

* 

ANA-Transects:  001  through  452,  with  the  exception  of  296  missed  and  379  is  not  accessable  =  450  completed 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  8,  9,  10,  11,  12,  13 

* 

DGM  Grids  -  18,  19,  20,  21,  22 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Team  2  continue  to  conduct  excavation  of  WAA  and  Grid  points  south  side  of  Transmountian  Road 

* 

Team  1  continue  WAA  anomaly  excavations 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  items  found  to-date  1,  UXO,  MKi  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007256 


PIKA 

MAPCADtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TI TLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Wednesday,  April  20,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

SUXOS 

1 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Project  Manager 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

UXO  III 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

64.0 

0.0 

126.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

190.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

6140.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

6330.0 

10/26/2018 


007257 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  April  20,  2016 

38 

Page  |  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

10/26/2018 


007258 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/  TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  April  20,  2016 

38 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds,  S  5 -7  mph 

0600  :  55  1100  :  85  1500  :  85 

DAI  LY  SAFETY  1 NSPECTI  ON  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES; 

* 

Team  2  -  Continued  WAA  excavations  in  Lot  14 

* 

Team  1  -  2  ANA  transects  296  and  379 

* 

* 

COMPLETED  PROJ  ECT  TASKS; 

* 

ANA-Transects:  001  through  452  ==  452  complete 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  8,  9,  10,  11,  12,  13 

* 

DGM  Grids  -  18,  19,  20,  21,  22 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI  Tl  ES  NEXT  WEEK: 

* 

Team  2  continue  to  conduct  excavation  of  WAA  and  DGM  grid  points  south  side  of  Transmountian  Road 

* 

Team  1  start  WAA  anomaly  excavations 

* 

* 

Comments: 

* 

Visitors:  ,  Arcadis  Safety  /  ,  Project  QA  Manager 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007259 


PIKA 

0ARCA.DIS 


PIKA-ARCADIS  JV 


DAILY  REPORT 


CONTRACT/TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/ DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Thursday,  April  21,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADIS  JV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

6%  I  4%  I  8% 

SUMMARY  OF  WORK  PERFORMED 

suxos 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Project  Manager 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

UXO  III 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

64.0 

0.0 

126.0 

TOTAL  WORK  HOURS  ON  JOB  SITE  THIS  DATE 

190.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

6330.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJECT 

6520.0 

10/26/2018 


007260 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  April  21,  2016 

39 

Page  |  2 

PROJECT  DESCRIPTION: 

Remedial  Investigation 

GOVERNMENT  OVERSIGHT  PERSONNEL; 

Technical  Lead: | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  - 11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4-7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

10/26/2018 


007261 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  April  21,  2016 

39 

Page  |  3 

SAFETY  TOPICS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds,  S  5  -7  mph 

0600  :  55  1100  :  85  1500  :  85 

DAILY  SAFETY  INSPECTION  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRIPTION  OF  PROJECT  ACTIVITIES: 

* 

Team  2  -  Continued  WAA  excavations  in  Lot  14 

* 

Team  1  -  3  ANA  transects  453,  454,  455 

* 

* 

COMPLETED  PROJECT  TASKS: 

* 

ANA-Transects:  001  through  455  =  455  complete 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  8,  9,  10,  11,  12,  13 

* 

DGM  Grids  -  18,  19,  20,  21,  22 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Team  2  continue  to  conduct  excavation  of  WAA  points  south  side  of  Transmountian  Road  in  Lot's  15,  16  and  17 

* 

Team  1  start  WAA  anomaly  excavations 

* 

* 

Comments: 

* 

Visitors:  Arcadis  Safety  Project  QA  Manager 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007262 


PIKA 

0ARCA.DIS 


PIKA-ARCADIS  JV 


DAILY  REPORT 


CONTRACT/TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/ DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


Friday,  April  22,  2016 


40 


Page 


CONTRACTOR: 


PIKA-ARCADIS  JV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

SUXOS 

1 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Prolect  Manager 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

UXO  III 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

Conducting  ANA  Transects 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

64.0 

0.0 

126.0 

TOTAL  WORK  HOURS  ON  JOB  SITE  THIS  DATE 

190.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

6520.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJECT 

6710.0 

10/26/2018 


007263 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  April  22,  2016 

40 

Page  |  2 

PROJECT  DESCRIPTION: 

Remedial  Investigation 

GOVERNMENT  OVERSIGHT  PERSONNEL; 

Technical  Lead: | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  - 11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4-7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

10/26/2018 


007264 


PIKA-ARCADIS  3V  DAILY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/ DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  April  22,  2016 

40 

Page  |  3 

SAFETY  TOPICS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds,  S  13  -  18  mph 

0600  :  55  1100  :  85  1500  :  85 

DAILY  SAFETY  INSPECTION  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRIPTION  OF  PROJECT  ACTIVITIES: 

* 

Team  2  -  Completed  WAA  excavations  in  Lot  14 

* 

Team  1  -  1  ANA  transect  456 

* 

* 

COMPLETED  PROJECT  TASKS: 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  8,  9,  10,  11,  12,  13,  14 

* 

DGM  grids  -  18,  19,  20,  21,  22 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

Team  2  continue  to  conduct  excavation  of  WAA  points  south  side  of  Transmountian  Road  in  Lot's  15,  16  and  17 

* 

Team  1  start  WAA  anomaly  excavations 

* 

* 

Comments: 

* 

Visitors^^^^^l  ARCADIS  Safety  Project  QA  Manager 

* 

Directives:  None 

♦ 

Donor  Explosive  Shipments:  None 

♦ 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007265 


PIKA 

MAPCADtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Monday  28  March  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

6%  1  4%  1  8% 

SUMMARY  OF  WORK  PERFORMED 

suxos 

1 

lO 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Project  Manager 

GEO  Team  Lead 

10.0 

Prep  for  installing  Grid  and  WAA  points 

GEO  Tech 

10.0 

Prep  for  installing  Grid  and  WAA  points 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

UXO  III 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  III 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  I 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  I 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  I 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  I 

1.0 

9.0 

Conducting  lAVS  Transects 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

74.0 

126.0 

0.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

200.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

3242.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

3442.0 

10/26/2018 


007266 


„^S  PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday  28  March  2016 

21 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March 

3/23/2016 

10/26/2018 


007267 


PIKA 

PAACADtS 

PIKA-ARCADISJV 

DAI  LY  REPORT 

CONTRACT/  TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday  28  March  2016 

Page 

21 

1  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  on  the  lAVS  transects 

*  Snakes 

WEATHER:  Clear  TEMPERATURE 

WEATHER  EFFECTS:  Winds,  S-SE  5-7  mph  gusts  to  40  mph  in  the  afternoon  0600:  45  1100:  75  1500:  75 


DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


* 


*  Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI T1 ES: 


*  Team  2  -  lAVS  transects,  completed  3  transects.  lAVS  -  4,  6,  7 

*  Team  1  -  lAVS  transects,  completed  4  transects.  lAVS  -  27,  28,  30,  31 

* 


* 


COMPLETED  PROJ  ECT  TASKS: 

*  DGM  Grids  (Vegetation  and  Surface  Clearance)  Task  complete 

*  DGM  Grids  (Mapping  complete) 

*  ANA-Transects:  324  through  373,  380  through  411,  423  through  439,  452,  440  through  450  =  112 

*  lAVS  Transects  complete:  1,  4,  5,  6,  7,  8,  11  through  16,  24,  25,  26,  27,  28,  30,  31,  33  through  48 


*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 


PLANNED  ACTI  VI T1  ES  NEXT  WEEK: 


*  Team  2  conduct  excavation  of  WAA  points  and  DGM  grid  points 

*  DGM  Team  reacquiring  anomaly  points  for  investigation  by  Team  2 

*  Team  1  will  continue  to  conduct  lAVSTransects  and  when  complete  move  back  to  ANA  Transects 

* 


Comments: 


*  Visitors:  None 


*  Directives:  None 


*  Donor  Explosive  Shipments:  None 


*  MD/Metal  Scrap  Shipments:  None 

*  Recyclables/C&D  Debris  Shipments:  None 

*  Other: 

*  MEC  items  found  to-date  1  /  MKI  37mm  fused  and  fired  /  destroyed  by  demolition  on  16  March  2016 

* 


Prepared  and  Reviewed  By: 


10/26/2018 


007268 


PIKA 

MAPCADtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Tuesday  29  March  2016 
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CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

6%  1  4%  1  8% 

suxos 

1 

lO 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Project  Manager 

0.0 

GEO  Team  Lead 

10.0 

Prep  for  installing  Grid  and  WAA  points 

GEO  Tech 

10.0 

Prep  for  installing  Grid  and  WAA  points 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

10.0 

Preo  for  installing  Grid  and  WAA  ooints 

UXO  III 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  III 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  I 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  I 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  I 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  I 

1.0 

9.0 

Conducting  lAVS  Transects 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

84.0 

126.0 

0.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

210.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

3452.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

3662.0 

10/26/2018 
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„^S  PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday  29  March  2016 

22 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March 

3/23/2016 

Weekly  Report:  21  March  -  25  March 

3/30/2016 

10/26/2018 


007270 


PIKA 

MAACADtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Tuesday  29  March  2016 


22 
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SAFETY  TOPI  CS  COVERED  TODAY: 


^  Siips,  Trips  and  Falis,  Two  man  Ruie,  Site  Security,  Traffic  Hazards 


^  Weather  Hazards,  High  winds 


Rough  terrain  on  the  lAVS  transects 


TEMPERATURE 


WEATHER  EFFECTS: 


Winds,  S-SE  5-7  mph  gusts  to  45  mph  in  the  afternoon 


0600  : 


1500  : 


DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


*  Lost  Workday  Accidents: 


Today: 


Lost  Workdays: 


Today: 


Property  Damage  Accidents  Exceeding  $2,000.00: 


This  Week: 


DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI T1 ES: 


^  Team  1  -  lAVS  transects,  compieted  3  transects.  lAVS  -  17,  22,  23 


COMPLETED  PROJ  ECT  TASKS: 


DGM  Grids  (Vegetation  and  Surface  Ciearance)  Task  compiete 


*  DGM  Grids  (Mapping  complete) 


^  ANA-Transects:  324  through  373,  380  through  411,  423  through  439,  452,  440  through  450  =  112 


*  lAVS  Transects  complete:  1,  4,  5,  6,  7,  8,  11  through  16,  17,  22,  23,  24,  25,  26,  27,  28,  30,  31,  33  through  48 


*  Administrative  Activities:  Daily  reporting 


*  Demolition  Procedures:  None 


PLANNED  ACTI  VI  Tl  ES  NEXT  WEEK: 


^  Team  2  conduct  excavation  of  W/\A  points  and  Grid  points 


*  DGM  Team  reacquiring  amonaly  points  for  investigation  by  Team  2 


*  Team  1  will  continue  to  conduct  lAVS  Transects  and  when  complete  move  back  to  ANA  Transects 


*  Visitors:  None 


*  Directives:  None 


Donor  Explosive  Shipments:  None 


MD/Metal  Scrap  Shipments:  None 


Recyclables/C&D  Debris  Shipments:  None 


*  Other: 


*  MEC  items  found  to-date  1  /  MKl  37mm  fused  and  fired  /  destroyed  by  demolition  on  16  March  2016 


Prepared  and  Reviewed  By: 


10/26/2018 
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PIKA 

MAPCADtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TI TLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Wednesday,  March  30,  2016 
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CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

6%  I  4%  I  8% 

SUMMARY  OF  WORK  PERFORMED 

suxos 

lO 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Project  Manager 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

GEO  Tech 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

UXO  III 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  111 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  I 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  I 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  I 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  I 

1.0 

9.0 

Conducting  lAVS  Transects 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

74.0 

81.0 

45.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

200.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

3652.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

3852.0 

10/26/2018 


007272 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  March  30,  2016 

23 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March 

3/23/2016 

Weekly  Report:  21  March  -  25  March 

3/30/2016 

10/26/2018 


007273 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  March  30,  2016 

23 

Page 

1  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  on  the  lAVS  transects 

*  Snakes 

WEATHER:  Clear  TEMPERATURE 

WEATHER  EFFECTS:  Winds,  S-SE  5-7  mph  0600  :  45  1100  :  75  1500  :  75 


DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


* 

* 

Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month:  0 

To  Date: 

0 

* 

Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month:  0 

To  Date: 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week:  0 

To  Date: 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI T1 ES: 


* 

Team  2  -  lAVS  transects,  completed  1  transects.  lAVS  -  10,  also  started  WWA  excavations 

* 

Team  1  -  lAVS  transects,  completed  3  transects.  lAVS  -  18,  19,  20 

* 

* 

COMPLETED  PROJ  ECT  TASKS: 


* 

ANA-Transects:  324  through  373,  380  through  411,  423  through  439,  452,  440  through  450  =  112 

* 

lAVS  Transects  complete:  1,  4,  5,  6,  7,  8,  10,  11  through  16,  17,  18,  19,  20,  22,  23,  24,  25,  26,  27,  28,  30,  31,  33  through  48 

* 

* 

*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 


PLANNED  ACTI  VI T1  ES  NEXT  WEEK: 


* 

Team  2  conduct  excavation  of  WAA  points  and  DGM  grid  points 

* 

Team  1  will  continue  to  conduct  lAVS  Transects  and  when  complete  move  back  to  ANA  Transects 

* 

* 

Comments: 


* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  items  found  to-date  1  /  MKl  37mm  fused  and  fired  /  destroyed  by  demolition  on  16  March  2016 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007274 


PIKA 

MAPCADtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Thursday,  March  31,  2016 
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CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

6%  I  4%  I  8% 

SUMMARY  OF  WORK  PERFORMED 

suxos 

1(5.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Project  Manager 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

GEO  Tech 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

UXO  III 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  111 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  I 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  I 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  I 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  I 

1.0 

9.0 

Conducting  lAVS  Transects 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

73.0 

54.0 

63.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

190.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

3852.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

4042.0 

10/26/2018 


007275 


„^S  PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  March  31,  2016 

24 

Page  |  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  25  March  2016 

3/30/2016 

10/26/2018 


007276 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  March  31,  2016 

24 

Page 

1  3 

SAFETY  TOPI  CS  COVERED  TODAY: 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  on  the  lAVS  transects 

*  Snakes 

WEATHER:  Overcast  TEMPERATURE 

WEATHER  EFFECTS:  Winds,  S-SE  5-7  mph  0600  :  45  1100  :  60  1500  :  60 


DAI  LY  SAFETY  I NSPECTI  ON  RESULTS: 


* 

* 

Lost  Workday  Accidents:  Today:  0 

This  Week: 

0  This  Month:  0 

To  Date: 

0 

* 

Lost  Workdays:  Today:  0 

This  Week: 

0  This  Month:  0 

To  Date: 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week:  0 

To  Date: 

0 

DESCRI  Pn  ON  OF  PROJ  ECT  ACTI VI T1 ES: 


* 

Team  2  -  Began  WAA  excavations  in  Lot  8 

* 

Team  1  -  lAVS  transects,  completed  3  transects.  lAVS  -  33,  34,  35 

* 

* 

COMPLETED  PROJ  ECT  TASKS: 


* 

ANA-Transects:  324  through  373,  380  through  411,  423  through  439,  452,  440  through  450  =  112 

* 

lAVS  Transects  complete:  1,  4,  5,  6,  7,  8,  10,  11  through  16,  17,  18,  19,  20,  22,  23,  24,  25,  26,  27,  28,  30,  31,  33  through  48 

* 

* 

*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  None 


PLANNED  ACTI  VI T1  ES  NEXT  WEEK: 


* 

Team  2  conduct  excavation  of  WAA  points  and  DGM  grid  points 

* 

Team  1  will  continue  to  conduct  lAVS  and  ANA  Transects 

* 

* 

Comments: 


* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1  /  MKI  37mm  fused  and  fired  /  destroyed  by  demolition  on  16  March  2016 

* 

Prepared  and  Reviewed  By: 

10/26/2018 
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PIKA 

MAPCADtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Friday,  Aprii  1,  2016 


25 
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CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

6%  I  4%  I  8% 

SUMMARY  OF  WORK  PERFORMED 

suxos 

lO 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Assistant  Project  Manager 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

GEO  Tech 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management 

DGM  Team  Member 

10.0 

Reacguisition  of  WAA  Points 

UXO  III 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  111 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  I 

1.0 

9.0 

Conducting  lAVS  Transects 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

83.0 

54.0 

63.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

200.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

4052.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

4252.0 

10/26/2018 


007278 


„^S  PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  April  1,  2016 

25 

Page  |  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

10/26/2018 


007279 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  April  1,  2016 

25 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  on  the  lAVS  transects 

*  Snakes 

WEATHER:  Overcast 

TEMPERATURE 

WEATHER  EFFECTS:  Winds,  S-SE  5-7  mph 

0600  :  45  1100  :  60  1500  :  60 

DAI  LY  SAFETY  1 NSPECTI  ON  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date 

0 

DESCRI  Pn  ON  OF  PROJ  ECT  ACTI VI T1 ES; 

* 

Team  2  -  WAA  excavations  continued  in  Lot  8/Demo  ops  on  M19  WP  Rifle  Grenade 

* 

Team  1  -  lAVS  transects,  completed  2  transects.  lAVS  -  02,  03  and  9  ANA  transects  136  through  144 

* 

* 

COMPLETED  PROJ  ECT  TASKS; 

* 

ANA-Transects:  136  through  144,  324  through  373,  380  through  411,  423  through  439,  452,  440  through  450  =  121 

* 

lAVS  Transects  complete:  1  through  8,  10  through  48,  transect  9  will  not  be  completed  due  to  very  rough  terrain. 

* 

* 

*  Administrative  Activities:  Daily  reporting 

*  Demolition  Procedures:  Demolition  operation  to  dispose  of  1  M19  WP  Rifle  Grenade,  operation  was  conducted  at  1500  to  1630. 

PLANNED  ACTI  VI T1  ES  NEXT  WEEK: 

* 

Team  2  conduct  excavation  of  WAA  points  and  DGM  grid  points 

* 

Team  1  will  to  conduct  ANA  Transects 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKl  37mm  fused  and  fired,  destroyed  by  demolition  on  16  March  2016  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  / 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007280 


PIKA 

PARC4DIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Monday,  May  2,  2016 


46 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRl  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

6%  1  4%  1  8% 

suxos 

1(5.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

UXO  II! 

1.0 

9.0 

WAA  Point  Investigation 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  11 

1.0 

9.0 

WAA  Point  Investigation 

UXO  11 

1.0 

9.0 

WAA  Point  Investigation 

UXO  11 

1.0 

9.0 

WAA  Point  Investigation 

UXO  11 

1.0 

9.0 

MC  Sampling  Escort 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

64.0 

9.0 

117.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

190.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

7660.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

7850.0 

10/26/2018 


007281 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  May  2,  2016 

46 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

10/26/2018 


007282 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  May  2,  2016 

46 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  winds  S  5  -  7  mph 

0600  :  55  1100  :  75  1500  :  75 

DAI  LY  SAFETY  1 NSPECTI  ON  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date 

0 

DESCRI  Pn  ON  OF  PROJ  ECT  ACTI VI  Tl  ES; 

* 

Team  2A  /  2B  -  WAA  excavations  in  Lot  17 

* 

Team  1  -  completed  W/\A  excavations  in  Lot  7 

* 

UXOSO  located  a  3“  Stokes  mortar  in  transit  to  Lots  15  and  16  outside  of  our  area  of  responsibility.  Reported  it  to  the  OESS  and  we  were  directed  to  mark  it  and  take  a  GPS  point.  The 
information  will  be  turned  over  to  Ft  Bliss  for  their  action. 

* 

COMPLETED  PROJ  ECT  TASKS; 

* 

ANA-Transects:  001  through  456  ==  456  completed  transects 

* 

lAVS  Transects  complete 

* 

W/\A  -  Lots  8,  9,  10,  11,  12,  13,  14,  16  (All  anomalies  investigated)  WAA  15  recollect  data  /  WAA  17  revisit  no  finds 

* 

Grids  -  18,  19,  20,  21,  22  {All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI Tl  ES  NEXT  WEEK: 

* 

Team  2  conduct  excavation  of  WAA  points  North  side  of  Transmountian  Road  in  Lots  5,  6  and  Grids  13,  14,  16 

* 

Team  1  continue  to  conduct  WAA  anomaly  excavations  North  of  Transmountain  Road  in  Lots  4,  3  and  Grids  4,  5,  6,  10,  11,  15 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

| 

10/26/2018 


007283 


PIKA 

PARC4DIS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TI TLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Tuesday,  May  3,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PR]  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

HOURS 

6%  I  4%  I  8% 

SUMMARY  OF  WORK  PERFORMED 

5UXOS 

1(5.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

DGM  Team  Member 

10.0 

MC  Samolino 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

MC  Sampling  Escort 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

74.0 

9.0 

117.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

200.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

7860.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

8060.0 

10/26/2018 


007284 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  May  3,  2016 

47 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

10/26/2018 


007285 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/  TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Tuesday,  May  3,  2016 

47 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds  S  5  -  7  mph 

0600  :  55  1100  :  75  1500  :  75 

DAI  LY  SAFETY  1 NSPECTI  ON  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Dat 

3:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Dat 

3:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Dat 

-  0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI T1 ES: 

* 

Team  2A  /  2B  -  completed  WAA  excavations  in  Lot  17 

* 

Team  1  -  W/\A  excavations  in  Lot  4  /completed  excavations  in  DGM  Grid  15 

* 

Received  an  EM  61  on  site  from  PIKA 

* 

COMPLETED  PROJ  ECT  TASKS; 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  8,  9,  10,  11,  12,  13,  14,  16  (All  anomalies  investigated)  WAA  15  recollect  data  /  WAA  17  revisit  no  finds 

* 

Grids  -  15,  18,  19,  20,  21,  22  (All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI T1  ES  NEXT  WEEK: 

* 

Team  2  conduct  excavation  of  WAA  points  North  side  of  Transmountian  Road  in  Lots  5,  6  and  Grids  13,  14,  16 

* 

Team  1  continue  to  conduct  WAA  anomaly  excavations  North  of  Transmountain  Road  in  Lots  4,  3  and  Grids  4,  5,  6,  10,  11,  15 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007286 


PIKA 

AARCACtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TITLE  AND  LOCATION 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Wednesday,  May  4,  2016 


48 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRl  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

6%  I  4%  I  8% 

SUMMARY  OF  WORK  PERFORMED 

suxos 

lO 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

DGM  Team  Member 

10.0 

MC  Samolino 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  111 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

MC  Samolino  Escort 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

74.0 

9.0 

117.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

200.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

7860.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

8060.0 

10/26/2018 


007287 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  May  4,  2016 

48 

Page  |  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

10/26/2018 


007288 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Wednesday,  May  4,  2016 

48 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  winds  S  5  -  7  mph 

0600  :  55  1100  :  85  1500  :  85 

DAI  LY  SAFETY  1 NSPECTI  ON  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES; 

* 

Team  2A  /  2B  -  conducting  WAA  excavations  in  Lot  5 

* 

Team  1  -  WAA  excavations  in  Lot  4 

* 

* 

COMPLETED  PROJ  ECT  TASKS; 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  8,  9,  10,  11,  12,  13,  14,  16  (All  anomalies  investigated)  WAA  15  recollect  data  /  WAA  17  revisit  no  finds 

* 

Grids  -  15,  18,  19,  20,  21,  22  (All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI Tl  ES  NEXT  WEEK: 

* 

Team  2  conduct  excavation  of  WAA  points  North  side  of  Transmountian  Road  in  Lots  5,  6  and  Grids  13,  14,  16 

* 

Team  1  continue  to  conduct  WAA  anomaly  excavations  North  of  Transmountain  Road  in  Lots  4,  3  and  Grids  4,  5,  6,  9,  10 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007289 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

T1 TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 

Wednesday,  May  4,  2016 

48 

Page  5 

PHOTOS 


10/26/2018 


007290 


PIKA 

AARCACtS 

PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range 

Ft.  Bliss,  El  Paso,  TX 

Thursday,  May  5,  2016 

49 

Page  |  1 

CONTRACTOR: 

PIKA-ARCADISJV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 

Position 

Name 

HOURS 

~Wo  1  4%  1  8% 

SUMMARY  OF  WORK  PERFORMED 

5UX0S 

■ 

10.0 

Conducting  Field  Proiect  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

MC  Team  Member 

10.0 

MC  Samolino 

UXO  II! 

1.0 

9.0 

WAA  Point  Investigation 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  11 

1.0 

9.0 

MC  Samolino  Escort 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

UXO  1 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

74.0 

9.0 

117.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

200.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

8060.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

8260.0 

10/26/2018 


007291 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  May  5,  2016 

49 

Page  I  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

10/26/2018 


007292 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Thursday,  May  5,  2016 

49 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds  w  7  -  10  mph 

0600  :  55  1100  :  85  1500  :  85 

DAI  LY  SAFETY  1 NSPECTI  ON  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES; 

* 

Team  2A  /  2B  -  completed  WAA  excavations  in  Lot  5  and  Grids  14  and  16 

* 

Team  1  -  W/\A  excavations  in  Lot  4  and  Grid  11 

* 

* 

COMPLETED  PROJ  ECT  TASKS: 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  5,  7,  8,  9,  10,  11,  12,  13,  14,  15,  16,  17  /  Blue  QC  anomalies  to  resoulve.  Red  QC  complete 

* 

Grids  -14,  15,  16,  18,  19,  20,  21,  22  /  Red  QC  complete 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI Tl  ES  NEXT  WEEK: 

* 

Team  2  conduct  excavation  of  WAA  points  North  side  of  Transmountian  Road  in  Lots  6,  2  and  Grids  3,  12,  and  13 

* 

Team  1  continue  to  conduct  WAA  anomaly  excavations  North  of  Transmountain  Road  in  Lots  4,  3  and  Grids  4,  5,  6,  7,  8,  9,  and  10 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007293 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 

Thursday,  May  5,  2016 

49 

Page  5 

PHOTOS 


10/26/2018 


007294 


PIKA 

AARCACtS 


PIKA-ARCADISJV 


DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 


TI TLE  AND  LOCATI  ON 


DAY/  DATE 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 


Friday,  May  6,  2016 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PR]  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

SUXOS 

1 

10.0 

Conducting  Field  Project  Oversite 

UXOSO/SSHO 

10.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

GEO  Team  Lead 

10.0 

Reacguisition  of  WAA  Points 

Data  Manager 

10.0 

Data  Management/Reacguisition  of  WAA  Points 

MC  Team  Member 

10.0 

MC  Samolino 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  III 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  II 

1.0 

9.0 

MC  Sampling  Escort 

UXO  II 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

UXO  I 

1.0 

9.0 

WAA  Point  Investigation 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Ciearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

74.0 

9.0 

117.0 

TOTAL  WORK  HOURS  ON  J  OB  SITE  THl  S  DATE 

200.0 

CUMULAT1 VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

8260.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

8460.0 

10/26/2018 


007295 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TITLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  May  6,  2016 

50 

Page  |  2 

PROJ  ECT  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL: 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

10/26/2018 


007296 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/  TO  NUMBERS 

TITLE  AND  LOCATION 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Friday,  May  6,  2016 

50 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds  S  5  -  7  mph 

0600  :  55  1100  :  90  1500  :  90 

DAI  LY  SAFETY  1 NSPECTI  ON  RESULTS: 

* 

* 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date 

0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date 

0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI T1 ES: 

* 

Team  2A  /  2B  -  conducted  WAA  excavations  in  Lot  6 

* 

Team  1  -  W/\A  excavations  in  Lot  4  and  Grid  11 

* 

* 

COMPLETED  PROJ  ECT  TASKS; 

* 

ANA-Transects:  001  through  456  =  456  completed  transects 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  5,  7,  8,  9,  10,  11,  12,  13,  14,  16  (All  anomalies  investigated)  WAA  15  recollect  data  /  WAA  17  revisit  no  finds 

* 

DGM  Grids  -14,  15,  16,  18,  19,  20,  21,  22  (All  anomalies  investigated) 

* 

Administrative  Activities:  Daily  reporting 

* 

Demolition  Procedures:  None 

PLANNED  ACTI  VI T1  ES  NEXT  WEEK: 

* 

Team  2  conduct  excavation  of  WiAA  points  North  side  of  Transmountian  Road  in  Lots  1  and  2 

* 

Team  1  continue  to  conduct  WAA  anomaly  excavations  North  of  Transmountain  Road  in  Lots  1  and  2 

* 

* 

Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  items  found  to-date  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired 

* 

Prepared  and  Reviewed  By: 

10/26/2018 


007297 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  Ei  Paso,  TX 

Friday,  May  6,  2016 

50 
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PHOTOS 


10/26/2018 


007298 


PIKA 

PARCAOIS 


PIKA-ARCADISJV 


WEEKLY  REPORT 


CONTRACT/ TO  NUMBERS 


Tl  TLE  AND  LOCATI  ON 


WEEK 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


October  27  to  28  October 


25 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

MC  I  earn  Leader 

0.0 

ISM  Sampling 

MC  Team 

13.0 

ISM  Sampling 

UXO  II 

2.0 

11.0 

0.0 

MC  Escort 

Weekly  Total 

15.0 

11.0 

0.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  WEEK 

26.0 

CUMULATI VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

13774.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

13800.0 

10/26/2018 


007299 


PI  KA-ARCADI S  J  V  WEEKLY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

October  27  to  28  October 

25 

Page  I  2 

PROJ  EOT  DESCRI PTI  ON; 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL; 

Technical  Lead:  Frank  Roepke 

OESS:  Mike  Slavens 

Project  Correspondence  Log 

Status 

Field  Change  Request  #1  (Movement  of  3  DGM  grids) 

Approved  22  March  2016 

Field  Change  Request  #2  (Anomaly  Resolution) 

Approved  29  April  2016 

Deliverables 

Date  Submitted 

Weekly  Report  for  29  February  to  4  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  7  March  to  11  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  14  March  to  18  March 

Submitted  for  review  23  March  2016 

Weekly  Report  for  21  March  to  25  March 

Submitted  for  review  30  March  2016 

Weekly  Report  for  28  March  to  1  April 

Submitted  for  review  6  April  2016 

Weekly  Report  for  4  April  to  8  April 

Submitted  for  review  13  April  2016 

Weekly  Report  for  11  April  to  15  April 

Submitted  for  review  19  April  2016 

Weekly  Report  for  18  April  to  22  April 

Submitted  for  review  27  April  2016 

Weekly  Report  for  25  to  29  April 

Submitted  for  review  5  May  2016 

Weekly  Report  for  2  to  6  May 

Submitted  for  review  12  May  2016 

Weekly  Report  for  9  to  13  May 

Submitted  for  review  19  May  2016 

Weekly  Report  for  16  to  20  May 

Submitted  for  review  27  May  2016 

Weekly  Report  for  24  to  27  May 

Submitted  for  review  3  June  2016 

Weekly  Report  for  30  May  to  J  une  3 

Submitted  for  review  17  June  2016 

Weekly  Report  for  6  J  une  to  10  J  une 

Submitted  for  review  17  June  2016 

Weekly  Report  for  13  to  17  J  une 

Submitted  for  review  27  June  2016 

Weekly  Report  for  20  J  une  to  24  J  une 

Submitted  for  review  28  June  2016 

Weekly  Report  for  27  J  une  to  1 J  uly 

Submitted  for  review  13  July  2016 

Weekly  Report  for  5  to  8  J  uly 

Submitted  for  review  13  July  2016 

Weekly  Report  for  11  to  15  J  uly 

Submitted  for  review  19  July  2016 

Weekly  Report  for  22  to  26  August 

Submitted  for  review  6  September  2016 

10/26/2018 


007300 


PIKA 


MARCAOtS 

PIKA-ARCADISJV 

WEEKLY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATT  ON 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

October  27  to  28  October 

25 

Page  I  3 

SAFETY  TOPI  CS  COVERED  FOR  WEEK; 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Flazards,  general  PPE,  UTV  safety  training 

*  Weather  Flazards,  Fligh  winds,  thunderstorms,  lightning 

*  Proper  Flydration 

*  Snakes  and  rough  terrain 


ADVERSE  WEATHER  FOR  THE  WEEK: 


0600  : 


AVERAGE  WEEKLY  TEMPERATURE  “F 
74  1100  :  84  1500  :  84 


SAFETY  1 NSPECTI  ON  RESULTS; 

*  Lost  Workday  Accidents:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI  PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES: 


* 

Resample  40  ISM  locations.  All  samples  delivered  to  ALS  in  Kelso,  Washington. 

PLANNED  ACTIVITIES  NEXT  WEEK: 

*  ISM  Sampling. 


Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  N/A 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  /demo'd  to-date:  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm 
APHE  unfired  /  MK  27  PD  Nose  Fuse  with  Booster  Cup/  1,  UXO,  M49  60mm  fuzed  and  fired. 

Prepared  and  Reviewed  By: 


10/26/2018 


007301 


pi  ka-arcadi  s  j  v  weekly  report 

CONTRACT/ TO  NUMBERS 

Ti  TLE  AND  LOCATI  ON 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

October  31  to  September  4 

26 

Page  |  1 

CONTRACTOR: 

PIKA-ARCADISJV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 

Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

MC  I  earn  Leader 

ISM  Sampling 

MC  Team 

45.0 

ISM  Sampling 

UXO  II 

8.0 

28.0 

0.0 

MC  Escort 

UXO  II 

6.0 

21.0 

0.0 

MC  Escort 

UXO  II 

2.0 

7.0 

0.0 

MC  Escort 

Weekly  Total 

88.0 

56.0 

0.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  WEEK 

144.0 

CUMULATI VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

13800.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

13944.0 

10/26/2018 


007302 


PI  KA-ARCADI S  J  V  WEEKLY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

October  31  to  September  4 

26 

Page  I  2 

PROJ  EOT  DESCRI PTI  ON; 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL; 

Technical  Lead: 

OESS:^^^^| 

Project  Correspondence  Log 

Status 

Field  Change  Request  #1  (Movement  of  3  DGM  grids) 

Approved  22  March  2016 

Field  Change  Request  #2  (Anomaly  Resolution) 

Approved  29  April  2016 

Deliverables 

Date  Submitted 

Weekly  Report  for  29  February  to  4  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  7  March  to  11  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  14  March  to  18  March 

Submitted  for  review  23  March  2016 

Weekly  Report  for  21  March  to  25  March 

Submitted  for  review  30  March  2016 

Weekly  Report  for  28  March  to  1  April 

Submitted  for  review  6  April  2016 

Weekly  Report  for  4  April  to  8  April 

Submitted  for  review  13  April  2016 

Weekly  Report  for  11  April  to  15  April 

Submitted  for  review  19  April  2016 

Weekly  Report  for  18  April  to  22  April 

Submitted  for  review  27  April  2016 

Weekly  Report  for  25  to  29  April 

Submitted  for  review  5  May  2016 

Weekly  Report  for  2  to  6  May 

Submitted  for  review  12  May  2016 

Weekly  Report  for  9  to  13  May 

Submitted  for  review  19  May  2016 

Weekly  Report  for  16  to  20  May 

Submitted  for  review  27  May  2016 

Weekly  Report  for  24  to  27  May 

Submitted  for  review  3  June  2016 

Weekly  Report  for  30  May  to  J  une  3 

Submitted  for  review  17  June  2016 

Weekly  Report  for  6  J  une  to  10  J  une 

Submitted  for  review  17  June  2016 

Weekly  Report  for  13  to  17  J  une 

Submitted  for  review  27  June  2016 

Weekly  Report  for  20  J  une  to  24  J  une 

Submitted  for  review  28  June  2016 

Weekly  Report  for  27  J  une  to  1 J  uly 

Submitted  for  review  13  July  2016 

Weekly  Report  for  5  to  8  J  uly 

Submitted  for  review  13  July  2016 

Weekly  Report  for  11  to  15  J  uly 

Submitted  for  review  19  July  2016 

Weekly  Report  for  22  to  26  August 

Submitted  for  review  6  September  2016 

10/26/2018 


007303 


PIKA 

MAfKAOfS  PI  KA-ARCADI S  J  V  WEEKLY  REPORT 


CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATT  ON 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

October  31  to  September  4 

26 

Page  I  3 

SAFETY  TOPI  CS  COVERED  FOR  WEEK; 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Flazards,  general  PPE,  UTV  safety  training 

*  Weather  Flazards,  Fligh  winds,  thunderstorms,  lightning 

*  Proper  Flydration 


*  Snakes  and  rough  terrain 


ADVERSE  WEATHER  FOR  THE  WEEK: 

AVERAGE  WEEKLY  TEMPERATURE  “F 

0600  :  73  1100  :  86  1500  :  86 

SAFETY  1 NSPECTI  ON  RESULTS; 

*  Lost  Workday  Accidents:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI  PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES: 


* 

Resample  40  ISM  locations.  All  samples  delivered  to  ALS  in  Kelso,  Washington. 

PLANNED  ACTIVITIES  NEXT  WEEK: 

*  ISM  Sampling. 


Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  N/A 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  /demo'd  to-date:  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm 
APHE  unfired  /  MK  27  PD  Nose  Fuse  with  Booster  Cup/  1,  UXO,  M49  60mm  fuzed  and  fired. 

Prepared  and  Reviewed  By: 


10/26/2018 


007304 


PIKA 

PARCAOIS 


PIKA-ARCADISJV 


WEEKLY  REPORT 


CONTRACT/ TO  NUMBERS 


Tl  TLE  AND  LOCATI  ON 


WEEK 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


November  7  to  November  11 


27 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

MC  I  earn  Leader 

36.0 

ISM  Sampling 

MC  Team 

45.0 

ISM  Sampling 

UXO  II 

0.0 

0.0 

0.0 

MC  Escort 

UXO  II 

8.0 

28.0 

0.0 

MC  Escort 

UXO  II 

10.0 

35.0 

0.0 

MC  Escort 

Weekly  Total 

99.0 

63.0 

0.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  WEEK 

162.0 

CUMULATI VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

13944.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

14106.0 

10/26/2018 


007305 


PI  KA-ARCADI S  J  V  WEEKLY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

November  7  to  November  11 

27 

Page  I  2 

PROJ  EOT  DESCRI PTI  ON; 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL; 

Technical  Lead: 

Project  Correspondence  Log 

Status 

Field  Change  Request  #1  (Movement  of  3  DGM  grids) 

Approved  22  March  2016 

Field  Change  Request  #2  (Anomaly  Resolution) 

Approved  29  April  2016 

Deliverables 

Date  Submitted 

Weekly  Report  for  29  February  to  4  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  7  March  to  11  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  14  March  to  18  March 

Submitted  for  review  23  March  2016 

Weekly  Report  for  21  March  to  25  March 

Submitted  for  review  30  March  2016 

Weekly  Report  for  28  March  to  1  April 

Submitted  for  review  6  April  2016 

Weekly  Report  for  4  April  to  8  April 

Submitted  for  review  13  April  2016 

Weekly  Report  for  11  April  to  15  April 

Submitted  for  review  19  April  2016 

Weekly  Report  for  18  April  to  22  April 

Submitted  for  review  27  April  2016 

Weekly  Report  for  25  to  29  April 

Submitted  for  review  5  May  2016 

Weekly  Report  for  2  to  6  May 

Submitted  for  review  12  May  2016 

Weekly  Report  for  9  to  13  May 

Submitted  for  review  19  May  2016 

Weekly  Report  for  16  to  20  May 

Submitted  for  review  27  May  2016 

Weekly  Report  for  24  to  27  May 

Submitted  for  review  3  June  2016 

Weekly  Report  for  30  May  to  J  une  3 

Submitted  for  review  17  June  2016 

Weekly  Report  for  6  J  une  to  10  J  une 

Submitted  for  review  17  June  2016 

Weekly  Report  for  13  to  17  J  une 

Submitted  for  review  27  June  2016 

Weekly  Report  for  20  J  une  to  24  J  une 

Submitted  for  review  28  June  2016 

Weekly  Report  for  27  J  une  to  1 J  uly 

Submitted  for  review  13  July  2016 

Weekly  Report  for  5  to  8  J  uly 

Submitted  for  review  13  July  2016 

Weekly  Report  for  11  to  15  J  uly 

Submitted  for  review  19  July  2016 

Weekly  Report  for  22  to  26  August 

Submitted  for  review  6  September  2016 

10/26/2018 


007306 


PIKA 

MAfKAOfS  PI  KA-ARCADI S  J  V  WEEKLY  REPORT 


CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATT  ON 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

November  7  to  November  11 

27 

Page  I  3 

SAFETY  TOPI  CS  COVERED  FOR  WEEK; 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Flazards,  general  PPE,  UTV  safety  training 

*  Weather  Flazards,  Fligh  winds,  thunderstorms,  lightning 

*  Proper  Flydration 


*  Snakes  and  rough  terrain 


ADVERSE  WEATHER  FOR  THE  WEEK: 

AVERAGE  WEEKLY  TEMPERATURE  “F 

0600  :  72  1100  :  81  1500  :  81 

SAFETY  1 NSPECTI  ON  RESULTS; 

*  Lost  Workday  Accidents:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI  PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES: 


* 

Resample  40  ISM  locations.  All  samples  delivered  to  ALS  in  Kelso,  Washington. 

PLANNED  ACTIVITIES  NEXT  WEEK: 

*  ISM  Sampling. 


Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  N/A 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  /demo'd  to-date:  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm 
APHE  unfired  /  MK  27  PD  Nose  Fuse  with  Booster  Cup/  1,  UXO,  M49  60mm  fuzed  and  fired. 

10/26/2018 


007307 


PIKA 

PARCAOIS 


PIKA-ARCADISJV 


WEEKLY  REPORT 


CONTRACT/ TO  NUMBERS 


Tl  TLE  AND  LOCATI  ON 


WEEK 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


November  14  to  November  28 


28 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

MC  I  earn  Leader 

9.0 

ISM  Sampling 

MC  Team 

9.0 

ISM  Sampling 

UXO  II 

0.0 

0.0 

0.0 

MC  Escort 

UXO  II 

2.0 

7.0 

0.0 

MC  Escort 

UXO  II 

2.0 

7.0 

0.0 

MC  Escort 

Weekly  Total 

22.0 

14.0 

0.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  WEEK 

36.0 

CUMULATI VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

14106.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

14142.0 

10/26/2018 


007308 


PI  KA-ARCADI S  J  V  WEEKLY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

November  14  to  November  28 

28 

Page  I  2 

PROJ  EOT  DESCRI PTI  ON; 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL; 

Technical  Lead: 

Project  Correspondence  Log 

Status 

Field  Change  Request  #1  (Movement  of  3  DGM  grids) 

Approved  22  March  2016 

Field  Change  Request  #2  (Anomaly  Resolution) 

Approved  29  April  2016 

Deliverables 

Date  Submitted 

Weekly  Report  for  29  February  to  4  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  7  March  to  11  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  14  March  to  18  March 

Submitted  for  review  23  March  2016 

Weekly  Report  for  21  March  to  25  March 

Submitted  for  review  30  March  2016 

Weekly  Report  for  28  March  to  1  April 

Submitted  for  review  6  April  2016 

Weekly  Report  for  4  April  to  8  April 

Submitted  for  review  13  April  2016 

Weekly  Report  for  11  April  to  15  April 

Submitted  for  review  19  April  2016 

Weekly  Report  for  18  April  to  22  April 

Submitted  for  review  27  April  2016 

Weekly  Report  for  25  to  29  April 

Submitted  for  review  5  May  2016 

Weekly  Report  for  2  to  6  May 

Submitted  for  review  12  May  2016 

Weekly  Report  for  9  to  13  May 

Submitted  for  review  19  May  2016 

Weekly  Report  for  16  to  20  May 

Submitted  for  review  27  May  2016 

Weekly  Report  for  24  to  27  May 

Submitted  for  review  3  June  2016 

Weekly  Report  for  30  May  to  J  une  3 

Submitted  for  review  17  June  2016 

Weekly  Report  for  6  J  une  to  10  J  une 

Submitted  for  review  17  June  2016 

Weekly  Report  for  13  to  17  J  une 

Submitted  for  review  27  June  2016 

Weekly  Report  for  20  J  une  to  24  J  une 

Submitted  for  review  28  June  2016 

Weekly  Report  for  27  J  une  to  1 J  uly 

Submitted  for  review  13  July  2016 

Weekly  Report  for  5  to  8  J  uly 

Submitted  for  review  13  July  2016 

Weekly  Report  for  11  to  15  J  uly 

Submitted  for  review  19  July  2016 

Weekly  Report  for  22  to  26  August 

Submitted  for  review  6  September  2016 

10/26/2018 


007309 


PIKA 

MAfKAOfS  PI  KA-ARCADI S  J  V  WEEKLY  REPORT 


CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATT  ON 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

November  14  to  November  28 

28 

Page  I  3 

SAFETY  TOPI  CS  COVERED  FOR  WEEK; 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Flazards,  general  PPE,  UTV  safety  training 

*  Weather  Flazards,  Fligh  winds,  thunderstorms,  lightning 

*  Proper  Flydration 


*  Snakes  and  rough  terrain 


ADVERSE  WEATHER  FOR  THE  WEEK: 

AVERAGE  WEEKLY  TEMPERATURE  “F 

0600  :  70  1100  :  77  1500  :  77 

SAFETY  1 NSPECTI  ON  RESULTS; 

*  Lost  Workday  Accidents:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI  PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES: 


* 

Resample  40  ISM  locations.  All  samples  delivered  to  ALS  in  Kelso,  Washington. 

PLANNED  ACTIVITIES  NEXT  WEEK: 

*  None,  ISM  resampling  now  complete. 


Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  N/A 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  /demo'd  to-date:  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm 
APHE  unfired  /  MK  27  PD  Nose  Fuse  with  Booster  Cup/  1,  UXO,  M49  60mm  fuzed  and  fired. 

10/26/2018 


007310 


PIKA 

PARCAOIS 


PIKA-ARCADISJV 


WEEKLY  REPORT 


CONTRACT/ TO  NUMBERS 


Tl  TLE  AND  LOCATI  ON 


WEEK 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


J  anuary  16  to  J  anuary  20 


29 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

MC  1  earn  Leader 

0.0 

ISM  Sampling 

MC  Team 

47.0 

ISM  Sampling 

UXO  II 

0.0 

0.0 

0.0 

MC  Escort 

UXO  II 

10.0 

31.0 

0.0 

MC  Escort 

UXO  II 

0.0 

0.0 

0.0 

MC  Escort 

Weekly  Total 

57.0 

31.0 

0.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  WEEK 

88.0 

CUMULATI VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

14142.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

14230.0 

10/26/2018 


007311 


PI  KA-ARCADI S  J  V  WEEKLY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

J  anuary  16  to  J  anuary  20 

29 

Page  I  2 

PROJ  EOT  DESCRI PTI  ON; 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL; 

Technical  Lead: 

Project  Correspondence  Log 

Status 

Field  Change  Request  #1  (Movement  of  3  DGM  grids) 

Approved  22  March  2016 

Field  Change  Request  #2  (Anomaly  Resolution) 

Approved  29  April  2016 

Deliverables 

Date  Submitted 

Weekly  Report  for  29  February  to  4  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  7  March  to  11  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  14  March  to  18  March 

Submitted  for  review  23  March  2016 

Weekly  Report  for  21  March  to  25  March 

Submitted  for  review  30  March  2016 

Weekly  Report  for  28  March  to  1  April 

Submitted  for  review  6  April  2016 

Weekly  Report  for  4  April  to  8  April 

Submitted  for  review  13  April  2016 

Weekly  Report  for  11  April  to  15  April 

Submitted  for  review  19  April  2016 

Weekly  Report  for  18  April  to  22  April 

Submitted  for  review  27  April  2016 

Weekly  Report  for  25  to  29  April 

Submitted  for  review  5  May  2016 

Weekly  Report  for  2  to  6  May 

Submitted  for  review  12  May  2016 

Weekly  Report  for  9  to  13  May 

Submitted  for  review  19  May  2016 

Weekly  Report  for  16  to  20  May 

Submitted  for  review  27  May  2016 

Weekly  Report  for  24  to  27  May 

Submitted  for  review  3  June  2016 

Weekly  Report  for  30  May  to  J  une  3 

Submitted  for  review  17  June  2016 

Weekly  Report  for  6  J  une  to  10  J  une 

Submitted  for  review  17  June  2016 

Weekly  Report  for  13  to  17  J  une 

Submitted  for  review  27  June  2016 

Weekly  Report  for  20  J  une  to  24  J  une 

Submitted  for  review  28  June  2016 

Weekly  Report  for  27  J  une  to  1 J  uly 

Submitted  for  review  13  July  2016 

Weekly  Report  for  5  to  8  J  uly 

Submitted  for  review  13  July  2016 

Weekly  Report  for  11  to  15  J  uly 

Submitted  for  review  19  July  2016 

Weekly  Report  for  22  to  26  August 

Submitted  for  review  6  September  2016 

10/26/2018 


007312 


PIKA 

MADCAOtS 

PIKA-ARCADISJV 

WEEKLY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATT  ON 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

J  anuary  16  to  J  anuary  20 

29 

Page  I  3 

SAFETY  TOPI  CS  COVERED  FOR  WEEK; 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Flazards,  general  PPE,  UTV  safety  training 

*  Weather  Flazards,  Fligh  winds,  thunderstorms,  lightning 

*  Proper  Flydration 


*  Snakes  and  rough  terrain 


ADVERSE  WEATHER  FOR  THE  WEEK: 

AVERAGE  WEEKLY  TEMPERATURE  “F 

0600  :  58  1100  :  60  1500  :  60 

SAFETY  1 NSPECTI  ON  RESULTS; 

*  Lost  Workday  Accidents:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI  PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES: 


* 

Sample  ISM,  berms,  and  sediment  locations.  All  samples  delivered  to  ALS  in  Kelso,  Washington. 

PLANNED  ACTIVITIES  NEXT  WEEK: 

*  Sample  ISM,  berms,  and  sediment  locations. 


Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  N/A 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  /demo'd  to-date:  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm 
APHE  unfired  /  MK  27  PD  Nose  Fuse  with  Booster  Cup/  1,  UXO,  M49  60mm  fuzed  and  fired. 

10/26/2018 


007313 


PIKA 

PARCAOIS 


PIKA-ARCADISJV 


WEEKLY  REPORT 


CONTRACT/ TO  NUMBERS 


Tl  TLE  AND  LOCATI  ON 


WEEK 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


J  anuary  23  to  J  anuary  28 


30 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

MC  Team 

64.0 

ISM  Sampling 

UXO  II 

12.0 

49.5 

0.0 

MC  Escort 

Weekly  Total 

76.0 

49.5 

0.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  WEEK 

125.5 

CUMULATI VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

14230.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

14355.5 

10/26/2018 


007314 


PI  KA-ARCADI S  J  V  WEEKLY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

J  anuary  23  to  J  anuary  28 

30 

Page  I  2 

PROJ  EOT  DESCRI PTI  ON; 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL; 

Technical  Lead: 

Project  Correspondence  Log 

Status 

Field  Change  Request  #1  (Movement  of  3  DGM  grids) 

Approved  22  March  2016 

Field  Change  Request  #2  (Anomaly  Resolution) 

Approved  29  April  2016 

Deliverables 

Date  Submitted 

Weekly  Report  for  29  February  to  4  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  7  March  to  11  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  14  March  to  18  March 

Submitted  for  review  23  March  2016 

Weekly  Report  for  21  March  to  25  March 

Submitted  for  review  30  March  2016 

Weekly  Report  for  28  March  to  1  April 

Submitted  for  review  6  April  2016 

Weekly  Report  for  4  April  to  8  April 

Submitted  for  review  13  April  2016 

Weekly  Report  for  11  April  to  15  April 

Submitted  for  review  19  April  2016 

Weekly  Report  for  18  April  to  22  April 

Submitted  for  review  27  April  2016 

Weekly  Report  for  25  to  29  April 

Submitted  for  review  5  May  2016 

Weekly  Report  for  2  to  6  May 

Submitted  for  review  12  May  2016 

Weekly  Report  for  9  to  13  May 

Submitted  for  review  19  May  2016 

Weekly  Report  for  16  to  20  May 

Submitted  for  review  27  May  2016 

Weekly  Report  for  24  to  27  May 

Submitted  for  review  3  June  2016 

Weekly  Report  for  30  May  to  J  une  3 

Submitted  for  review  17  June  2016 

Weekly  Report  for  6  J  une  to  10  J  une 

Submitted  for  review  17  June  2016 

Weekly  Report  for  13  to  17  J  une 

Submitted  for  review  27  June  2016 

Weekly  Report  for  20  J  une  to  24  J  une 

Submitted  for  review  28  June  2016 

Weekly  Report  for  27  J  une  to  1 J  uly 

Submitted  for  review  13  July  2016 

Weekly  Report  for  5  to  8  J  uly 

Submitted  for  review  13  July  2016 

Weekly  Report  for  11  to  15  J  uly 

Submitted  for  review  19  July  2016 

Weekly  Report  for  22  to  26  August 

Submitted  for  review  6  September  2016 

10/26/2018 


007315 


PIKA 

MADCAOtS 

PIKA-ARCADISJV 

WEEKLY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATT  ON 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

J  anuary  23  to  J  anuary  28 

30 

Page  I  3 

SAFETY  TOPI  CS  COVERED  FOR  WEEK; 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Flazards,  general  PPE,  UTV  safety  training 

*  Weather  Flazards,  Fligh  winds,  thunderstorms,  lightning 

*  Proper  Flydration 


*  Snakes  and  rough  terrain 


ADVERSE  WEATHER  FOR  THE  WEEK: 

AVERAGE  WEEKLY  TEMPERATURE  “F 

0600  :  59  1100  :  56  1500  :  56 

SAFETY  1 NSPECTI  ON  RESULTS; 

*  Lost  Workday  Accidents:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI  PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES: 


* 

Sample  ISM,  berms,  and  sediment  locations.  All  samples  delivered  to  ALS  in  Kelso,  Washington. 

PLANNED  ACTIVITIES  NEXT  WEEK: 

*  Sample  ISM,  berms,  and  sediment  locations. 


Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  N/A 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  /demo'd  to-date:  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm 
APHE  unfired  /  MK  27  PD  Nose  Fuse  with  Booster  Cup/  1,  UXO,  M49  60mm  fuzed  and  fired. 

10/26/2018 


007316 


PIKA 

PARCAOIS 


PIKA-ARCADISJV 


WEEKLY  REPORT 


CONTRACT/ TO  NUMBERS 


Tl  TLE  AND  LOCATI  ON 


WEEK 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


February  7  to  February  10 


31 


Page 


CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

MC  Team 

28.5 

ISM  Sampling 

UXO  II 

6.0 

18.5 

0.0 

MC  Escort 

Weekly  Total 

34.5 

18.5 

0.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  WEEK 

53.0 

CUMULATI VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

14355.5 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

14408.5 

10/26/2018 


007317 


PI  KA-ARCADI S  J  V  WEEKLY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

February  7  to  February  10 

31 

Page  I  2 

PROJ  EOT  DESCRI PTI  ON; 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL; 

Technical  Lead: 

Project  Correspondence  Log 

Status 

Field  Change  Request  #1  (Movement  of  3  DGM  grids) 

Approved  22  March  2016 

Field  Change  Request  #2  (Anomaly  Resolution) 

Approved  29  April  2016 

Deliverables 

Date  Submitted 

Weekly  Report  for  29  February  to  4  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  7  March  to  11  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  14  March  to  18  March 

Submitted  for  review  23  March  2016 

Weekly  Report  for  21  March  to  25  March 

Submitted  for  review  30  March  2016 

Weekly  Report  for  28  March  to  1  April 

Submitted  for  review  6  April  2016 

Weekly  Report  for  4  April  to  8  April 

Submitted  for  review  13  April  2016 

Weekly  Report  for  11  April  to  15  April 

Submitted  for  review  19  April  2016 

Weekly  Report  for  18  April  to  22  April 

Submitted  for  review  27  April  2016 

Weekly  Report  for  25  to  29  April 

Submitted  for  review  5  May  2016 

Weekly  Report  for  2  to  6  May 

Submitted  for  review  12  May  2016 

Weekly  Report  for  9  to  13  May 

Submitted  for  review  19  May  2016 

Weekly  Report  for  16  to  20  May 

Submitted  for  review  27  May  2016 

Weekly  Report  for  24  to  27  May 

Submitted  for  review  3  June  2016 

Weekly  Report  for  30  May  to  J  une  3 

Submitted  for  review  17  June  2016 

Weekly  Report  for  6  J  une  to  10  J  une 

Submitted  for  review  17  June  2016 

Weekly  Report  for  13  to  17  J  une 

Submitted  for  review  27  June  2016 

Weekly  Report  for  20  J  une  to  24  J  une 

Submitted  for  review  28  June  2016 

Weekly  Report  for  27  J  une  to  1 J  uly 

Submitted  for  review  13  July  2016 

Weekly  Report  for  5  to  8  J  uly 

Submitted  for  review  13  July  2016 

Weekly  Report  for  11  to  15  J  uly 

Submitted  for  review  19  July  2016 

Weekly  Report  for  22  to  26  August 

Submitted  for  review  6  September  2016 

10/26/2018 


007318 


PIKA 

MAfKAOfS  PI  KA-ARCADI S  J  V  WEEKLY  REPORT 


CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATT  ON 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

February  7  to  February  10 

31 

Page  I  3 

SAFETY  TOPI  CS  COVERED  FOR  WEEK; 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Flazards,  general  PPE,  UTV  safety  training 

*  Weather  Flazards,  Fligh  winds,  thunderstorms,  lightning 

*  Proper  Flydration 


*  Snakes  and  rough  terrain 


ADVERSE  WEATHER  FOR  THE  WEEK: 

AVERAGE  WEEKLY  TEMPERATURE  “F 

0600  :  62  1100  :  78  1500  :  78 

SAFETY  1 NSPECTI  ON  RESULTS; 

*  Lost  Workday  Accidents:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRI  PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES: 


* 

Install  soil  borings  on  exceeding  lead  locations.  All  samples  delivered  to  ALS  in  Kelso,  Washington. 

PLANNED  ACTIVITIES  NEXT  WEEK: 

*  None,  ISM  resampling  now  complete. 


Comments: 

* 

Visitors:  None 

* 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  N/A 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  /demo'd  to-date:  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm 
APHE  unfired  /  MK  27  PD  Nose  Fuse  with  Booster  Cup/  1,  UXO,  M49  60mm  fuzed  and  fired. 

10/26/2018 


007319 


PIKA 

PARCADIS 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 


CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  June  13,  2016 

74 

Page  |  1 

CONTRACTOR: 

PIKA-ARCADISJV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0%  1  4%  1  8% 

suxus 

■ 

— m!~ 

Conducting  Field  Proiect  Oversite 

UXOSO/SSHO 

11.0 

Conducting  Safety  Oversite 

UXOQC 

10.0 

Conducting  OC  operations  on  site 

Data  Manager 

10.0 

MC  Soil  Sampling 

DGM  Team  Member 

10.0 

MC  Soil  Sampling 

UXO  II 

2.0 

9.0 

OC  Lot  8,  9,10  clean  up  and  demo  ops 

U)(5Ti 

2.0 

9.0 

OC  Lot  8,  9,10  clean  up  and  demo  ops 

UXO  1 

2.0 

7.0 

2.0 

Soil  Sample  escort  and  demo 

UXO  1 

2.0 

9.0 

OC  Lot  8,  9,10  clean  up  and  demo  ops 

NOTE:  lAVS:  4%/ANA:  8%/WAA:  8%/Grids  Anomaly  Investigation:  8%,  Grid  Vegetation  and 
Surface  Clearance:  4%,  DGM  Mapping  Grids:  4% 

Daily  Total 

61.0 

7.0 

29.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  DATE 

97.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

12331.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

12428.0 

10/26/2018 


007320 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACr/TO  NUMBERS 

T1 TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  June  13,  2016 

74 

Paqe  I  2 

PROJ  ECr  DESCRI PTI  ON: 

Remedial  Investigation 

GOVERNMENT  OVERSI GKT  PERSONNEL; 

Technical  Lead:  | 

Project  Correspondence  Log 

Status 

Deliverables 

Date  Submitted 

Weekly  Report:  29  February  -  4  March  2016 

3/15/2016 

Weekly  Report:  7  March  -  11  March  2016 

3/15/2016 

Weekly  Report:  14  March  -  18  March  2016 

3/23/2016 

Weekly  Report:  21  -  24  March  2016 

3/30/2016 

Weekly  Report:  28  March  to  1  April  2016 

4/6/2016 

Weekly  Report:  4  -  7  April  2016 

4/14/2016 

Weekly  Report:  11  -  15  April  2016 

4/19/2016 

Weekly  Report:  18  -  22  April  2016 

4/27/2016 

Weekly  Report:  25  -  29  April  2016 

5/5/2016 

Weekly  Report  :  2  -  6  May  2016 

5/12/2016 

Weekly  Report:  9  -  13  May  2016 

5/19/2016 

Weekly  Report:  16  -  20  May  2016 

5/27/2016 

Weekly  Report:  24  -  27  May  2016 

6/3/2016 

Weekly  Report  for  31-  3  J  une  2016 

6/17/2016 

Weekly  Report  for  6  -  10  J  une  2016 

6/17/2016 

10/26/2018 


007321 


PI  KA- ARCADI S  J  V  DAI  LY  REPORT 

CONTRACT/ TO  NUMBERS 

TI  TLE  AND  LOCATI  ON 

DAY/  DATE 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

Monday,  J  une  13,  2016 

74 

Page  |  3 

SAFETY  TOPI  CS  COVERED  TODAY: 

*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Hazards 

*  Weather  Hazards,  High  winds 

*  Rough  terrain  /walking  and  driving  UTV's 

*  Snakes 

WEATHER:  Sunny 

TEMPERATURE 

WEATHER  EFFECTS:  Winds  S  8  mph 

0600  :  71  1100  :  98  1500  :  98 

DAI  LY  SAFETY  1 NSPECR  ON  RESULTS: 

* 

♦ 

Lost  Workday  Accidents:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Lost  Workdays:  Today:  0  This  Week:  0  This  Month:  0  To  Date:  0 

* 

Property  Damage  Accidents  Exceeding  $2,000.00:  This  Week:  0  To  Date:  0 

DESCRI PTI  ON  OF  PROJ  ECT  ACTI VI TI ES: 

* 

Team  1  Completed  QC  resolution  and  final  demo  op 

* 

Soil  Sampling  Team  -  continue  ISM  Sampling 

* 

SUXOS  Final  Daily  Report  for  MEC  activities. 

COMPLETED  PROJ  ECT  TASKS: 

* 

ANA-Transects  complete 

* 

lAVS  Transects  complete 

* 

WAA  -  Lots  complete 

* 

DGM  Grids  complete 

* 

Additional  DGM  Grids  complete 

* 

Administrative  Activities:  Weekly  reporting  through  3  J  une  2016 

* 

Demolition  Procedures:  Final  demo  shot  to  destroy  MDEH  (fuze  parts,  tracer  elements  on  37mm  and  40mm  TP  rounds)  all  demo  material  has  been  destroyed  and  the  mags  are  empty. 

PLANNED  ACTIVITIES  NEXT  WEEK: 

* 

MC  soil  sampling  activities  /  3  UXO  II  escorts  will  be  onsite  until  soil  sampling  has  been  completed. 

* 

♦ 

♦ 

Comments: 

* 

Visitors:  None 

♦ 

Directives:  None 

* 

Donor  Explosive  Shipments:  None 

* 

MD/Metal  Scrap  Shipments:  None 

* 

Recyclables/C&D  Debris  Shipments:  None 

* 

Other: 

* 

MEC  Items  found  to-date  1,  UXO,  MKI  37mm  fuzed  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm  APHE  unfired  /  MK  27  PD 
Nose  Fuze  with  Booster  Cup  /  1,  UXO,  M49  60mm  fuzed  and  fired 

* 

Prepared  and  Reviewed  By: 

- 

10/26/2018 


007322 


WEEKLY  REPORT 


PIKA 

PARCAOIS 


PIKA-ARCADIS  JV 


CONTRACT/TO  NUMBERS 


TITLE  AND  LOCATION 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


WEEK 

29  August  to  2  September 


REPORT  NUMBER 

23 


Page  |  1 


PIKA-ARCADIS  JV 


CONTRACTOR: _ 

12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

MC  learn  Leader 

8.0 

Seep  Sampling 

MC  Team 

24.0 

Seep  Sampling 

UXO  II 

4.0 

28.0 

0.0 

MC  Escort 

Weekly  Total 

36.0 

28.0 

0.0 

TOTAL  WORK  HOURS  ON  JOB  SITE  THIS  WEEK 

64.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

13488.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJECT 

13552.0 

10/26/2018 
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PIKA-ARCADIS  JV  WEEKLY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

29  August  to  2  September 

23 

Page  I  2 

PROJECT  DESCRIPTION; 

Remedial  Investigation 

GOVERNMENT  OVERSIGHT  PERSONNEL; 

Technical  Lead: 

OESS: 

Project  Correspondence  Log 

Status 

Field  Change  Request  #1  (Movement  of  3  DGM  grids) 

Approved  22  March  2016 

Field  Change  Request  #2  (Anomaly  Resolution) 

Approved  29  April  2016 

Deliverables 

Date  Submitted 

Weekly  Report  for  29  February  to  4  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  7  March  to  11  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  14  March  to  18  March 

Submitted  for  review  23  March  2016 

Weekly  Report  for  21  March  to  25  March 

Submitted  for  review  30  March  2016 

Weekly  Report  for  28  March  to  1  April 

Submitted  for  review  6  April  2016 

Weekly  Report  for  4  April  to  8  April 

Submitted  for  review  13  April  2016 

Weekly  Report  for  11  April  to  15  April 

Submitted  for  review  19  April  2016 

Weekly  Report  for  18  April  to  22  April 

Submitted  for  review  27  April  2016 

Weekly  Report  for  25  to  29  April 

Submitted  for  reviews  May  201 6 

Weekly  Report  for  2  to  6  May 

Submitted  for  review  12  May  2016 

Weekly  Report  for  9  to  13  May 

Submitted  for  review  19  May  2016 

Weekly  Report  for  16  to  20  May 

Submitted  for  review  27  May  2016 

Weekly  Report  for  24  to  27  May 

Submitted  for  review  3  June  2016 

Weekly  Report  for  30  May  to  June  3 

Submitted  for  review  17  June  2016 

Weekly  Report  for  6  June  to  10  June 

Submitted  for  review  17  June  2016 

Weekly  Report  for  13  to  17  June 

Submitted  for  review  27  June  2016 

Weekly  Report  for  20  June  to  24  June 

Submitted  for  review  28  June  2016 

Weekly  Report  for  27  June  to  1  July 

Submitted  for  review  13  July  2016 

Weekly  Report  for  5  to  8  July 

Submitted  for  review  13  July  2016 

Weekly  Report  for  11  to  15  July 

Submitted  for  review  19  July  2016 

Weekly  Report  for  22  to  26  August 

Submitted  for  review  6  September  2016 

10/26/2018 


007324 


WEEKLY  REPORT 


PIKA 

MARCAOIS 


PIKA-ARCADIS  JV 


CONTRACT/TO  NUMBERS 

W912DY-10-D-0025/DS01 


TITLE  AND  LOCATION 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


WEEK 

29  August  to  2  September 


REPORT  NUMBER 

23 


Page  |  3 


SUMMARY  OF  WORK  COMPLETED  (Field  Sample  Collected  Only] 


ISM 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

%  Completed 

Sampled 

0 

149 

149 

0 

lOOo/o 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

%  Completed 

SciJiiiiciiLs 

Sampled 

0 

52 

52 

0 

100% 

Seeps^ 

Non-Rain  Event 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

%  Completed 

Suspected  Visited 

0 

47 

47 

0 

100% 

Observed  Water 
Sampled 

0 

2 

2 

0 

100% 

Rain  Event  Related 

Weekly 

Total  to  Date 

Total  in 
Proiect 

Remaining 

%  Completed 

Suspected  Visited 

37 

47 

47 

0 

100% 

Observed  Water 
Samnled 

3 

4 

4 

0 

100% 

Surface 

Water^ 

Non-Rain  Event 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

%  Completed 

Sampled  /  Documented^ 

0 

12 

12 

0 

100% 

Rain  Event  Related 

Weekly 

Total  to  Date 

Total  in 
Proiect 

Remaining 

%  Completed 

Sampled  /  Documented'* 

0 

12 

12 

0 

100% 

Backstop 

Berms 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

%  Completed 

Sampled 

0 

10 

10 

0 

100% 

Notes 

‘  9  Seep  areas  were  identified  with  1  seep  sampling  being  proposed  from  each  area.  Not  all  seeps  contained  water  during  dry  and  wet  season  events. 

^  Rain  events  tracked  by  rain  gauge  located  outside  of  Archeological  Museum 

^  Non-rain  event  weekly  number  represents  pre-selected  locations  for  surface  water  collection  -  no  sample  collected  due  to  lack  of  precipitation.  Photodocumented  as  dry. 
Rain  event  was  triggered  on  21  August.  No  water  was  observed  at  locations  on  24-26  August.  No  sample  collected.  Photodocumented  as  dry. 

ISM  -  Incremental  Sampling  Methodology 


10/26/2018 
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PIKA 

PARCADIS 

PIKA-ARCADIS  JV 

WEEKLY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

29  August  to  2  September 

23 

Page  |  4 

SAFETY  TOPICS  COVERED  FOR  WEEK: 


*  Slips,  Trips  and  Faiis,  Two  man  Ruie,  Site  Security,  Traffic  Fiazards,  generai  PPE,  UTV  safety  training 

*  Weather  Fiazards,  Fiigh  winds,  thunderstorms,  iightning 

*  Proper  Fiydration 

*  Snakes  and  rough  terrain 


ADVERSE  WEATHER  FOR  THE  WEEK: 


0600  : 


AVERAGE  WEEKLY  TEMPERATURE  “F 
67  1100  :  83  1500  :  83 


SAFETY  INSPECTION  RESULTS: 

*  Lost  Workday  Accidents:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRIPTION  OF  PROJECT  ACTIVITIES: 


* 

37  seep  locations  investigated  with  3  locations  being  sampled  (19,  24,  and  43).  All  samples  delivered  to  ALS  in  Kelso,  Washington. 

PLANNED  ACTIVITIES  NEXT  WEEK: _ 

*  None,  Phase  I  of  MC  investigation  now  complete. 


Comments: _ 

*  Visitors:  None _ 

*  Directives:  None _ 

*  Donor  Explosive  Shipments:  None _ 

*  MD/Metai  Scrap  Shipments:  N/A _ 

*  Recyclabies/C&D  Debris  Shipments:  None _ 

*  Other: 

^  MEC  Items  found  /demo'd  to-date:  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm 
APHE  unfired  /  MK  27  PD  Nose  Fuse  with  Booster  Cup/  1,  UXO,  M49  60mm  fuzed  and  fired. 


10/26/2018 
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_PIKA 

fkAROVOIS 


PIKA-ARCADIS  JV 


WEEKLY  REPORT 


CONTRACT/TO  NUMBERS 


TITLE  AND  LOCATION 


WEEK 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


18  July  to  22  July 


21 


Page 


CONTRACTOR: 


PIKA-ARCADIS  JV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

MC  learn  Leader 

5.0 

Removal  ot  site  equipment  and  conex 

MC  Team 

40.0 

ISM  and  Berm  Sampilinq 

MC  Team 

40.0 

ISM  and  Berm  Sampilinq 

UXO  II 

5.0 

42.0 

0.0 

MC  Escort 

Weekly  Total 

90.0 

42.0 

0.0 

TOTAL  WORK  HOURS  ON  JOB  SITE  THIS  WEEK 

132.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

13307.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJECT 

13439.0 

10/26/2018 
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PIKA-ARCADIS  JV  WEEKLY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

18  July  to  22  July 

21 

Page  I  2 

PROJECT  DESCRIPTION; 

Remedial  Investigation 

GOVERNMENT  OVERSIGHT  PERSONNEL; 

Technical  Lead: 

OESS: 

Project  Correspondence  Log 

Status 

Field  Change  Request  #1  (Movement  of  3  DGM  grids) 

Approved  22  March  2016 

Field  Change  Request  #2  (Anomaly  Resolution) 

Approved  29  April  2016 

Deliverables 

Date  Submitted 

Weekly  Report  for  29  February  to  4  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  7  March  to  11  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  14  March  to  18  March 

Submitted  for  review  23  March  2016 

Weekly  Report  for  21  March  to  25  March 

Submitted  for  review  30  March  2016 

Weekly  Report  for  28  March  to  1  April 

Submitted  for  review  6  April  2016 

Weekly  Report  for  4  April  to  8  April 

Submitted  for  review  13  April  2016 

Weekly  Report  for  11  April  to  15  April 

Submitted  for  review  19  April  2016 

Weekly  Report  for  18  April  to  22  April 

Submitted  for  review  27  April  2016 

Weekly  Report  for  25  to  29  April 

Submitted  for  reviews  May  201 6 

Weekly  Report  for  2  to  6  May 

Submitted  for  review  12  May  2016 

Weekly  Report  for  9  to  13  May 

Submitted  for  review  19  May  2016 

Weekly  Report  for  16  to  20  May 

Submitted  for  review  27  May  2016 

Weekly  Report  for  24  to  27  May 

Submitted  for  review  3  June  2016 

Weekly  Report  for  30  May  to  June  3 

Submitted  for  review  17  June  2016 

Weekly  Report  for  6  June  to  10  June 

Submitted  for  review  17  June  2016 

Weekly  Report  for  13  to  17  June 

Submitted  for  review  27  June  2016 

Weekly  Report  for  20  June  to  24  June 

Submitted  for  review  28  June  2016 

Weekly  Report  for  27  June  to  1  July 

Submitted  for  review  13  July  2016 

Weekly  Report  for  5  to  8  July 

Submitted  for  review  13  July  2016 

Weekly  Report  for  11  tO  15  July 

Submitted  for  review  19  July  2016 

10/26/2018 
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WEEKLY  REPORT 


PIKA 

MARCAOIS 


PIKA-ARCADIS  JV 


CONTRACT/TO  NUMBERS 

W912DY-10-D-0025/DS01 


TITLE  AND  LOCATION 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


WEEK 

18  July  to  22  July 


REPORT  NUMBER 

21 


Page  |  3 


SUMMARY  OF  WORK  COMPLETED  (Field  Sample  Collected  Only] 


ISM 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

%  Completed 

Sampled 

0 

149 

149 

0 

lOOo/o 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

%  Completed 

SciJiiiiciiLs 

Sampled 

0 

52 

52 

0 

100% 

Seeps^ 

Non-Rain  Event 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

%  Completed 

Suspected  Visited 

0 

47 

47 

0 

100% 

Observed  Water 
Sampled 

0 

2 

2 

0 

100% 

Rain  Event  Related 

Weekly 

Total  to  Date 

Total  in 
Proiect 

Remaining 

%  Completed 

Suspected  Visited 

0 

0 

47 

47 

0% 

Observed  Water 
Samoled 

0 

0 

9 

9 

0% 

Surface 

Water^ 

Non-Rain  Event 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

%  Completed 

Sampled  /  Documented^ 

0 

12 

12 

0 

100% 

Rain  Event  Related 

Weekly 

Total  to  Date 

Total  in 
Proiect 

Remaining 

%  Completed 

Sampled  /  Documented 

0 

0 

12 

12 

0% 

Backstop 

Berms 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

%  Completed 

Sampled 

9 

10 

10 

0 

100% 

Notes 

‘9  Seep  areas  were  identified  with  1  seep  sampling  being  proposed  from  each  area.  Not  all  seeps  contained  water  during  dry  season  event. 

^  Rain  events  tracked  by  rain  gauge  located  outside  of  Archeological  Museum 

^  Non-rain  event  weekly  number  represents  pre-selected  locations  for  surface  water  collection  -  no  sample  collected  due  to  lack  of  precipitation.  Photodocumented  as  dry. 


ISM  -  Incremental  Sampling  Methodology 


10/26/2018 
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PIKA 

PARCADIS 

PIKA-ARCADIS  JV 

WEEKLY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

18  July  to  22  July 

21 

Page  |  4 

SAFETY  TOPICS  COVERED  FOR  WEEK: 


*  Slips,  Trips  and  Faiis,  Two  man  Ruie,  Site  Security,  Traffic  Fiazards,  generai  PPE,  UTV  safety  training 

*  Weather  Fiazards,  Fiigh  winds 

*  Fieat  stress,  proper  hydration 


*  Snakes  and  rough  terrain 


ADVERSE  WEATHER  FOR  THE  WEEK: 

AVERAGE  WEEKLY  TEMPERATURE  “F 

High  UV  scale  all  week.  High  winds  possible. 

0600  : 

76  1100  :  76  1500  : 

101 

SAFETY  INSPECTION  RESULTS: 

*  Lost  Workday  Accidents:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRIPTION  OF  PROJECT  ACTIVITIES: 


* 

9  backstop  berms  sampled  and  shipped  to  ALS  Laboratory  in  Kelso,  Washington  for  analysis.  5  QA  berm  soil  samples  shipped  to  SGS  Accutest  in  Orlando,  Florida. 

PLANNED  ACTIVITIES  NEXT  WEEK: 


Comments: _ 

*  Visitors:  None _ 

*  Directives:  None _ 

*  Donor  Explosive  Shipments:  None _ 

*  MD/Metai  Scrap  Shipments:  N/A _ 

*  Recyclabies/C&D  Debris  Shipments:  None _ 

*  Other: 

^  MEC  Items  found  /demo'd  to-date:  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm 
APFIE  unfired  /  MK  27  PD  Nose  Fuse  with  Booster  Cup/  1,  UXO,  M49  60mm  fuzed  and  fired. 


10/26/2018 
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WEEKLY  REPORT 


PIKA-ARCADIS  JV 


CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

5  July  to  8  July 

19 

Page  I  1 

CONTRACTOR: 

PIKA-ARCADIS  JV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PRIME  CONTRACTOR/SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

MC  Team 

50.0 

ISM  Sampling 

MC  Team 

50.0 

SW  and  ISM  Sampling 

UXO  II 

4.0 

36.0 

0.0 

MC  Escort 

UXO  II 

4.0 

36.0 

0.0 

MC  Escort 

Weekly  Total 

108.0 

72.0 

0.0 

TOTAL  WORK  HOURS  ON  JOB  SITE  THIS  WEEK 

180.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

12949.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJECT 

13129.0 

10/26/2018 
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PIKA-ARCADIS  JV  WEEKLY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

5  July  to  8  July 

19 

Page  I  2 

PROJECT  DESCRIPTION; 

Remedial  Investigation 

GOVERNMENT  OVERSIGHT  PERSONNEL; 

Technical  Lead: 

OESS: 

Project  Correspondence  Log 

Status 

Field  Change  Request  #1  (Movement  of  3  DGM  grids) 

Approved  22  March  2016 

Field  Change  Request  #2  (Anomaly  Resolution) 

Approved  29  April  2016 

Deliverables 

Date  Submitted 

Weekly  Report  for  29  February  to  4  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  7  March  to  11  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  14  March  to  18  March 

Submitted  for  review  23  March  2016 

Weekly  Report  for  21  March  to  25  March 

Submitted  for  review  30  March  2016 

Weekly  Report  for  28  March  to  1  April 

Submitted  for  review  6  April  2016 

Weekly  Report  for  4  April  to  8  April 

Submitted  for  review  13  April  2016 

Weekly  Report  for  11  April  to  15  April 

Submitted  for  review  19  April  2016 

Weekly  Report  for  18  April  to  22  April 

Submitted  for  review  27  April  2016 

Weekly  Report  for  25  to  29  April 

Submitted  for  reviews  May  201 6 

Weekly  Report  for  2  to  6  May 

Submitted  for  review  12  May  2016 

Weekly  Report  for  9  to  13  May 

Submitted  for  review  19  May  2016 

Weekly  Report  for  16  to  20  May 

Submitted  for  review  27  May  2016 

Weekly  Report  for  24  to  27  May 

Submitted  for  review  3  June  2016 

Weekly  Report  for  30  May  to  June  3 

Submitted  for  review  17  June  2016 

Weekly  Report  for  6  June  to  10  June 

Submitted  for  review  17  June  2016 

Weekly  Report  for  13  to  17  June 

Submitted  for  review  27  June  2016 

Weekly  Report  for  20  June  to  24  June 

Submitted  for  review  12  July  2016 

Weekly  Report  for  27  June  to  1  July 

Submitted  for  review  12  July  2016 

10/26/2018 
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PIKA 

ftARCADIS 


WEEKLY  REPORT 


PIKA-ARCADIS  JV 


CONTRACT/TO  NUMBERS 

W912DY-10-D-0025/DS01 


TITLE  AND  LOCATION 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


WEEK 

5  July  to  8  July 


REPORT  NUMBER 

19 


Page  |  3 


SUMMARY  OF  WORK  COMPLETED  (Field  Sample  Collected  Only] 


ISM 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

%  Completed 

Sampled 

24 

138 

149 

11 

93<>/o 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

°/o  Completed 

SciJiiiiciiLs 

Sampled 

0 

52 

52 

0 

100% 

Seeps^ 

Non-Rain  Event 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

%  Completed 

Suspected  Visited 

0 

47 

47 

0 

100% 

Observed  Water 
Sampled 

0 

2 

2 

0 

100% 

Rain  Event  Related 

Weekly 

Total  to  Date 

Total  in 
Proiect 

Remaining 

%  Completed 

Suspected  Visited 

0 

0 

47 

47 

0% 

Observed  Water 
Samnled 

0 

0 

9 

9 

0% 

Surface 

Water^ 

Non-Rain  Event 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

%  Completed 

Sampled  /  Documented^ 

0 

0 

12 

12 

0% 

Rain  Event  Related 

Weekly 

Total  to  Date 

Total  in 
Proiect 

Remaining 

%  Completed 

Sampled  /  Documented 

0 

0 

12 

12 

0% 

Notes 

‘9  Seep  areas  were  identified  with  1  seep  sampling  being  proposed  from  each  area.  Not  all  seeps  contained  water  during  dry  season  event. 

^  Rain  events  tracked  by  rain  gauge  located  outside  of  Archeological  Museum 

^  Non-rain  event  weekly  number  represents  pre-selected  locations  for  surface  water  collection  -  no  sample  collected  due  to  lack  of  precipitation.  Photodocumented  as  dry. 


ISM  -  Incremental  Sampling  Methodology 


10/26/2018 
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PIKA-ARCADIS  JV  WEEKLY  REPORT 


CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

5  July  to  8  July 

19 

Page  |  4 

SAFETY  TOPICS  COVERED  FOR  WEEK: 


*  Slips,  Trips  and  Faiis,  Two  man  Ruie,  Site  Security,  Traffic  Fiazards,  generai  PPE,  UTV  safety  training 

*  Weather  Fiazards,  Fiigh  winds 

*  Fieat  stress,  proper  hydration 


*  Snakes  and  rough  terrain 


ADVERSE  WEATHER  FOR  THE  WEEK: 

AVERAGE  WEEKLY  TEMPERATURE  “F 

High  UV  scale  all  week.  High  winds  possible. 

0600  : 

79  1100  :  103  1500  : 

103 

SAFETY  INSPECTION  RESULTS: 

*  Lost  Workday  Accidents:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRIPTION  OF  PROJECT  ACTIVITIES: 


*  24  ISM  iocations  coiiected  and  shipped  to  ALS  Laboratory  in  Keiso,  Washington  for  analysis. 


PLANNED  ACTIVITIES  NEXT  WEEK: _ 

*  Complete  ISM  sampling  and  begin  berm  sampiing. 

* 


Comments: _ 

*  Visitors:  None _ 

*  Directives:  None _ 

*  Donor  Explosive  Shipments:  None _ 

*  MD/Metai  Scrap  Shipments:  N/A _ 

*  Recyclabies/C&D  Debris  Shipments:  None _ 

*  Other: 

^  MEC  Items  found  /demo'd  to-date:  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm 
APFIE  unfired  /  MK  27  PD  Nose  Fuse  with  Booster  Cup/  1,  UXO,  M49  60mm  fuzed  and  fired. 
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PIKA-ARCADISJV 


WEEKLY  REPORT 


CONTRACT/ TO  NUMBERS 


Tl  TLE  AND  LOCATI  ON 


WEEK 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


22  August  to  26  August 


22 
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CONTRACTOR: 


PIKA-ARCADISJV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRI  ME  CONTRACTOR/  SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

MC  I  earn  Leader 

1.0 

Surface  water  and  seep  sampling  prep 

MC  Team 

24.0 

Surface  water  and  seep  sampling  prep 

UXO  II 

3.0 

21.0 

0.0 

MC  Escort 

Weekly  Total 

28.0 

21.0 

0.0 

TOTAL  WORK  HOURS  ON  J  OB  SI  TE  THI S  WEEK 

49.0 

CUMULATI VE  TOTAL  OF  WORK  HOURS  FROM  PREVI OUS  REPORT 

13439.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJ  ECT 

13488.0 

10/26/2018 
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PI  KA-ARCADI S  J  V  WEEKLY  REPORT 

CONTRACT/ TO  NUMBERS 

Tl  TLE  AND  LOCATI  ON 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

22  August  to  26  August 

22 

Page  I  2 

PROJ  EOT  DESCRI PTI  ON; 

Remedial  Investigation 

GOVERNMENT  OVERSI GHT  PERSONNEL; 

Technical  Lead: 

Project  Correspondence  Log 

Status 

Field  Change  Request  #1  (Movement  of  3  DGM  grids) 

Approved  22  March  2016 

Field  Change  Request  #2  (Anomaly  Resolution) 

Approved  29  April  2016 

Deliverables 

Date  Submitted 

Weekly  Report  for  29  February  to  4  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  7  March  to  11  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  14  March  to  18  March 

Submitted  for  review  23  March  2016 

Weekly  Report  for  21  March  to  25  March 

Submitted  for  review  30  March  2016 

Weekly  Report  for  28  March  to  1  April 

Submitted  for  review  6  April  2016 

Weekly  Report  for  4  April  to  8  April 

Submitted  for  review  13  April  2016 

Weekly  Report  for  11  April  to  15  April 

Submitted  for  review  19  April  2016 

Weekly  Report  for  18  April  to  22  April 

Submitted  for  review  27  April  2016 

Weekly  Report  for  25  to  29  April 

Submitted  for  review  5  May  2016 

Weekly  Report  for  2  to  6  May 

Submitted  for  review  12  May  2016 

Weekly  Report  for  9  to  13  May 

Submitted  for  review  19  May  2016 

Weekly  Report  for  16  to  20  May 

Submitted  for  review  27  May  2016 

Weekly  Report  for  24  to  27  May 

Submitted  for  review  3  June  2016 

Weekly  Report  for  30  May  to  J  une  3 

Submitted  for  review  17  June  2016 

Weekly  Report  for  6  J  une  to  10  J  une 

Submitted  for  review  17  June  2016 

Weekly  Report  for  13  to  17  J  une 

Submitted  for  review  27  June  2016 

Weekly  Report  for  20  J  une  to  24  J  une 

Submitted  for  review  28  June  2016 

Weekly  Report  for  27  J  une  to  1 J  uly 

Submitted  for  review  13  July  2016 

Weekly  Report  for  5  to  8  J  uly 

Submitted  for  review  13  July  2016 

Weekly  Report  for  11  to  15  J  uly 

Submitted  for  review  19  July  2016 

10/26/2018 


007336 


P>KA 
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CONTRACT/ TO  NUMBERS 


Tl  TLE  AND  LOCATI  ON 


WEEK 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


22  August  to  26  August 


22 
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SUMMARY  OF  WORK  COMPLETED  (Field  Sample  Collected  Only) 


ISM 

Weekly 

Total  to  Date 

Total  in 
Project 

Remaining 

%  Completed 

Sampled 

0 

149 

149 

0 

100% 

Weekly 

Total  to  Date 

Total  in 
Project 

Remaining 

%  Completed 

Sampled 

0 

52 

52 

0 

100% 

Seeps^ 

Non-Rain  Event 

Weekly 

Total  to  Date 

Total  in 
Project 

Remaining 

%  Completed 

Suspected  Visited 

0 

47 

47 

0 

100% 

Observed  Water 
Sampled 

0 

2 

2 

0 

100% 

Rain  Event  Related 

Weekly 

Total  to  Date 

Total  in 
Project 

Remaining 

%  Completed 

Suspected  Visited 

10 

10 

47 

37 

21% 

Observed  Water 
Sampled 

1 

1 

9 

8 

11% 

Surface 

Watei^ 

Non-Rain  Event 

Weekly 

Total  to  Date 

Total  in 
Project 

Remaining 

%  Completed 

Sampled  /  Documented^ 

0 

12 

12 

0 

100% 

Rain  Event  Related 

Weekly 

Total  to  Date 

Total  in 
Project 

Remaining 

%  Completed 

Sampled  /  Documented'* 

12 

12 

12 

0 

100% 

Backstop 

Berms 

Weekly 

Total  to  Date 

Total  in 
Project 

Remaining 

%  Completed 

Sampled 

0 

10 

10 

0 

100% 

Notes 

'  9  Seep  areas  were  identified  with  1  seep  sampling  being  proposed  from  each  area.  Not  all  seeps  contained  water  during  dry  season  event. 

^  Rain  events  tracked  by  rain  gauge  located  outside  of  Archeological  Museum 

^  Non-rain  event  weekly  number  represents  pre-selected  locations  for  surface  water  collection  -  no  sample  collected  due  to  lack  of  precipitation.  Photodocumented  as  dry. 
*  Rain  event  was  triggered  on  21  August.  No  water  was  observed  at  locations  on  24-26  August.  No  sample  collected.  Photodocumented  as  dry. 

ISM  -  Incremental  Sampling  Methodology 
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CONTRACT/ TO  NUMBERS 


Tl  TLE  AND  LOCATI  ON 


WEEK 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


22  August  to  26  August 


22 
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SAFETY  TOPI  CS  COVERED  FOR  WEEK; 


Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Flazards,  general  PPE,  UTV  safety  training 


*  Weather  Flazards,  Fligh  winds,  thunderstorms,  lightning 


*  Proper  Flydration 


Snakes  and  rough  terrain 


ADVERSE  WEATHER  FOR  THE  WEEK: 


AVERAGE  WEEKLY  TEMPERATURE  “F 


0600  : 


67 


1100  : 


90 


1500  : 


90 


SAFETY  I NSPECTI  ON  RESULTS; 


Lost  Workday  Accidents: 


Today: 


This  Week: 


This  Month: 


To  Date: 


Lost  Workdays: 


Today: 


This  Week: 


This  Month: 


To  Date: 


Property  Damage  Accidents  Exceeding  $2,000.00: 


This  Week: 


To  Date: 


DESCRI  PTI  ON  OF  PROJ  ECT  ACTI VI  Tl  ES; 


12  surface  water  sample  locations  investigated  for  presence  or  absence  of  water.  No  samples  collected  due  to  lack  of  water  at  sample  locations.  Photodocumented  as  dry. 


10  seep  locations  investigated  for  presence  or  absence  of  water.  1  sample  was  collected  from  seep  location  #8.  No  other  seep  locations  has  water  present. 


PLANNED  ACTIVITIES  NEXT  WEEK; 


Investigate  the  remaining  37  seep  locations  for  presence  or  absence  of  water. 


Comments; 


*  Visitors:  None 


*  Directives:  None 


*  Donor  Explosive  Shipments:  None 


MD/Metal  Scrap  Shipments:  N/A 


Recyclables/C&D  Debris  Shipments:  None 


*  Other: 


MEC  Items  found  /demo'd  to-date:  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm 
APHE  unfired  /  MK  27  PD  Nose  Fuse  with  Booster  Cup/  1,  UXO,  M49  60mm  fuzed  and  fired. 


Prepared  and  Reviewed  By; 


10/26/2018 
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WEEKLY  REPORT 


PIKA-ARCADIS  JV 


CONTRACT/TO  NUMBERS 


TITLE  AND  LOCATION 


WEEK 


REPORT  NUMBER 


W912DY-10-D-0025/DS01 


Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


27  June  -  1  July 


18 


Page 


CONTRACTOR: 


PIKA-ARCADIS  JV 


12723  Capricorn  Dr.  Suite  500 
Stafford,  TX  77477 


PRIME  CONTRACTOR/SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

MC  learn  Leader 

3.0 

ISM  and  Seep  Support 

MC  Team 

50.0 

ISM  Sampling 

MC  Team 

50.0 

Seep  and  ISM  Sampling 

MC  Team 

20.0 

ISM  Sampling 

UXO  II 

2.0 

18.0 

0.0 

MC  Escort 

UXO  II 

5.0 

45.0 

0.0 

MC  Escort 

UXO  II 

5.0 

45.0 

0.0 

MC  Escort 

Weekly  Total 

135.0 

108.0 

0.0 

TOTAL  WORK  HOURS  ON  JOB  SITE  THIS  WEEK 

243.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

12706.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJECT 

12949.0 

10/26/2018 
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>»A^,s  PIKA-ARCADIS  JV  WEEKLY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

27  June  -  1  July 

18 

Page  I  2 

PROJECT  DESCRIPTION; 

Remedial  Investigation 

GOVERNMENT  OVERSIGHT  PERSONNEL; 

Technical  Lead: 

OESS: 

Project  Correspondence  Log 

Status 

Field  Change  Request  #1  (Movement  of  3  DGM  grids) 

Approved  22  March  2016 

Field  Change  Request  #2  (Anomaly  Resolution) 

Approved  29  April  2016 

Deliverables 

Date  Submitted 

Weekly  Report  for  29  February  to  4  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  7  March  to  11  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  14  March  to  18  March 

Submitted  for  review  23  March  2016 

Weekly  Report  for  21  March  to  25  March 

Submitted  for  review  30  March  2016 

Weekly  Report  for  28  March  to  1  April 

Submitted  for  review  6  April  2016 

Weekly  Report  for  4  April  to  8  April 

Submitted  for  review  13  April  2016 

Weekly  Report  for  11  April  to  15  April 

Submitted  for  review  19  April  2016 

Weekly  Report  for  18  April  to  22  April 

Submitted  for  review  27  April  2016 

Weekly  Report  for  25  to  29  April 

Submitted  for  reviews  May  201 6 

Weekly  Report  for  2  to  6  May 

Submitted  for  review  12  May  2016 

Weekly  Report  for  9  to  13  May 

Submitted  for  review  19  May  2016 

Weekly  Report  for  16  to  20  May 

Submitted  for  review  27  May  2016 

Weekly  Report  for  24  to  27  May 

Submitted  for  review  3  June  2016 

Weekly  Report  for  30  May  to  June  3 

Submitted  for  review  17  June  2016 

Weekly  Report  for  6  June  to  10  June 

Submitted  for  review  on  17  June  2016 

Weekly  Report  for  13  to  17  June 

Submitted  for  review  on  27  June  2016 

Weekly  Report  for  20  June  to  24  June 

Submitted  for  review  on  12  July  2016 

10/26/2018 
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WEEKLY  REPORT 


PIKA-ARCADIS  JV 


CONTRACT/TO  NUMBERS 

W912DY-10-D-0025/DS01 


TITLE  AND  LOCATION 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


WEEK 

27  June  -  1 


July 


REPORT  NUMBER 

18 


Page  |  3 


SUMMARY  OF  WORK  COMPLETED  (Field  Sample  Collected  Only] 


ISM 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

%  Completed 

Sampled 

27 

114 

149 

35 

23<>/o 

S 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

°/o  Completed 

siiiiiidiLb 

Sampled 

0 

52 

52 

0 

100% 

Seeps^ 

Non-Rain  Event 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

%  Completed 

Suspected  Visited 

0 

47 

47 

0 

100% 

Observed  Water 
Sampled 

0 

2 

2 

0 

100% 

Rain  Event  Related 

Weekly 

Total  to  Date 

Total  in 
Proiect 

Remaining 

%  Completed 

Suspected  Visited 

0 

0 

47 

47 

0% 

Observed  Water 
Samnled 

0 

0 

9 

9 

0% 

Surface 

Water^ 

Non-Rain  Event 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

%  Completed 

Sampled  /  Documented^ 

12 

12 

12 

0 

100% 

Rain  Event  Related 

Weekly 

Total  to  Date 

Total  in 
Proiect 

Remaining 

%  Completed 

Sampled  /  Documented 

0 

0 

12 

12 

0% 

Notes 

‘9  Seep  areas  were  identified  with  1  seep  sampling  being  proposed  from  each  area.  Not  all  seeps  contained  water  during  dry  season  event. 

^  Rain  events  tracked  by  rain  gauge  located  outside  of  Archeological  Museum 

^  Non-rain  event  weekly  number  represents  pre-selected  locations  for  surface  water  collection  -  no  sample  collected  due  to  lack  of  precipitation.  Photodocumented  as  dry. 
ISM  -  Incremental  Sampling  Methodology 


10/26/2018 
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WEEKLY  REPORT 


PIKA 

SARCADIS 

CONTRACT/TO  NUMBERS 

W912DY-10-D-0025/DS01 


SAFETY  TOPICS  COVERED  FOR  WEEK: 


PIKA-ARCADIS  JV 

TITLE  AND  LOCATION 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


*  Slips,  Trips  and  Falls,  Two  man  Rule,  Site  Security,  Traffic  Flazards,  general  PPE,  UTV  safety  training 

*  Weather  Flazards,  Fligh  winds 

*  Fleat  stress,  proper  hydration 

*  Snakes  and  rough  terrain 
ADVERSE  WEATHER  FOR  THE  WEEK: 

High  UV  scale  all  week.  High  winds  possible. 


0600  : 


WEEK 


REPORT  NUMBER 


27  June  -  1  July 


18 


Page 


AVERAGE  WEEKLY  TEMPERATURE  “F 
71  1100  :  92  1500  :  92 


SAFETY  INSPECTION  RESULTS: 

*  Lost  Workday  Accidents:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRIPTION  OF  PROJECT  ACTIVITIES: 


*  27  ISM  locations  collected  and  shipped  to  ALS  Laboratory  in  Kelso,  Washington  for  analysis. 


*  12  surface  water  sample  locations  investigated  as  part  of  dry  weather  event.  No  water  observed  within  100  feet  up  and  downstream  of  locations.  No  samples  collected. 


PLANNED  ACTIVITIES  NEXT  WEEK: _ 

*  Complete  ISM  sampling  north  of  Transmountain. 


Comments: _ 

*  Visitors:  None _ 

*  Directives:  None _ 

*  Donor  Explosive  Shipments:  None _ 

*  MD/Metal  Scrap  Shipments:  N/A _ 

*  Recyclables/C&D  Debris  Shipments:  None _ 

*  Other: _ 

^  MEC  Items  found  /demo'd  to-date:  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm 
APHE  unfired  /  MK  27  PD  Nose  Fuse  with  Booster  Cup/  1,  UXO,  M49  60mm  fuzed  and  fired. 
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WEEKLY  REPORT 


PIKA-ARCADIS  JV 


CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

11  July  to  15  July 

20 

Page  I  1 

CONTRACTOR: 

PIKA-ARCADIS  JV 

12723  Capricorn  Dr.  Suite  500 

Stafford,  TX  77477 

PRIME  CONTRACTOR/SUBCONTRACTOR  WORKFORCE 


Position 

Name 

HOURS 

SUMMARY  OF  WORK  PERFORMED 

0% 

4% 

8% 

MC  Team 

50.0 

ISM  and  Berm  Sampilinq 

MC  Team 

50.0 

ISM  and  Berm  Sampilinq 

UXO  II 

3.0 

27.0 

0.0 

MC  Escort 

UXO  II 

5.0 

43.0 

0.0 

MC  Escort 

Weekly  Total 

108.0 

70.0 

0.0 

TOTAL  WORK  HOURS  ON  JOB  SITE  THIS  WEEK 

178.0 

CUMULATIVE  TOTAL  OF  WORK  HOURS  FROM  PREVIOUS  REPORT 

13129.0 

TOTAL  WORK  HOURS  FROM  START  OF  PROJECT 

13307.0 

10/26/2018 
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pika-arcadis  jv  weekly  report 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

11  July  to  15  July 

20 

Page  I  2 

PROJECT  DESCRIPTION; 

Remedial  Investigation 

GOVERNMENT  OVERSIGHT  PERSONNEL; 

Technical  Lead: 

OESS: 

Project  Correspondence  Log 

Status 

Field  Change  Request  #1  (Movement  of  3  DGM  grids) 

Approved  22  March  2016 

Field  Change  Request  #2  (Anomaly  Resolution) 

Approved  29  April  2016 

Deliverables 

Date  Submitted 

Weekly  Report  for  29  February  to  4  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  7  March  to  11  March 

Submitted  for  review  16  March  2016 

Weekly  Report  for  14  March  to  18  March 

Submitted  for  review  23  March  2016 

Weekly  Report  for  21  March  to  25  March 

Submitted  for  review  30  March  2016 

Weekly  Report  for  28  March  to  1  April 

Submitted  for  review  6  April  2016 

Weekly  Report  for  4  April  to  8  April 

Submitted  for  review  13  April  2016 

Weekly  Report  for  11  April  to  15  April 

Submitted  for  review  19  April  2016 

Weekly  Report  for  18  April  to  22  April 

Submitted  for  review  27  April  2016 

Weekly  Report  for  25  to  29  April 

Submitted  for  reviews  May  201 6 

Weekly  Report  for  2  to  6  May 

Submitted  for  review  12  May  2016 

Weekly  Report  for  9  to  13  May 

Submitted  for  review  19  May  2016 

Weekly  Report  for  16  to  20  May 

Submitted  for  review  27  May  2016 

Weekly  Report  for  24  to  27  May 

Submitted  for  review  3  June  2016 

Weekly  Report  for  30  May  to  June  3 

Submitted  for  review  17  June  2016 

Weekly  Report  for  6  June  to  10  June 

Submitted  for  review  17  June  2016 

Weekly  Report  for  13  to  17  June 

Submitted  for  review  27  June  2016 

Weekly  Report  for  20  June  to  24  June 

Submitted  for  review  28  June  2016 

Weekly  Report  for  27  June  to  1  July 

Submitted  for  review  13  July  2016 

Weekly  Report  for  5  to  8  June 

Submitted  for  review  13  July  2016 

10/26/2018 
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WEEKLY  REPORT 


PIKA 

MARCAOIS 


PIKA-ARCADIS  JV 


CONTRACT/TO  NUMBERS 

W912DY-10-D-0025/DS01 


TITLE  AND  LOCATION 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 


WEEK 

11  July  to  15  July 


REPORT  NUMBER 

20 


Page  |  3 


SUMMARY  OF  WORK  COMPLETED  (Field  Sample  Collected  Only] 


ISM 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

%  Completed 

Sampled 

11 

149 

149 

0 

lOOo/o 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

%  Completed 

SciJiiiiciiLs 

Sampled 

0 

52 

52 

0 

100% 

Seeps^ 

Non-Rain  Event 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

%  Completed 

Suspected  Visited 

0 

47 

47 

0 

100% 

Observed  Water 
Sampled 

0 

2 

2 

0 

100% 

Rain  Event  Related 

Weekly 

Total  to  Date 

Total  in 
Proiect 

Remaining 

%  Completed 

Suspected  Visited 

0 

0 

47 

47 

0% 

Observed  Water 
Samoled 

0 

0 

9 

9 

0% 

Surface 

Water^ 

Non-Rain  Event 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

%  Completed 

Sampled  /  Documented^ 

0 

0 

12 

12 

0% 

Rain  Event  Related 

Weekly 

Total  to  Date 

Total  in 
Proiect 

Remaining 

%  Completed 

Sampled  /  Documented 

0 

0 

12 

12 

0% 

Backstop 

Berms 

Weekly 

Total  to  Date 

Total  in 

Proiect 

Remaining 

%  Completed 

Sampled 

1 

1 

10 

9 

10% 

Notes 

‘9  Seep  areas  were  identified  with  1  seep  sampling  being  proposed  from  each  area.  Not  all  seeps  contained  water  during  dry  season  event. 

^  Rain  events  tracked  by  rain  gauge  located  outside  of  Archeological  Museum 

^  Non-rain  event  weekly  number  represents  pre-selected  locations  for  surface  water  collection  -  no  sample  collected  due  to  lack  of  precipitation.  Photodocumented  as  dry. 


ISM  -  Incremental  Sampling  Methodology 


10/26/2018 


007345 


PIKA 

PARCADIS 

PIKA-ARCADIS  JV 

WEEKLY  REPORT 

CONTRACT/TO  NUMBERS 

TITLE  AND  LOCATION 

WEEK 

REPORT  NUMBER 

W912DY-10-D-0025/DS01 

Closed  Castner  Firing  Range,  Ft.  Bliss,  El  Paso,  TX 

11  July  to  15  July 

20 

Page  |  4 

SAFETY  TOPICS  COVERED  FOR  WEEK: 


*  Slips,  Trips  and  Faiis,  Two  man  Ruie,  Site  Security,  Traffic  Fiazards,  generai  PPE,  UTV  safety  training 

*  Weather  Fiazards,  Fiigh  winds 

*  Fieat  stress,  proper  hydration 

*  Snakes  and  rough  terrain 

ADVERSE  WEATHER  FOR  THE  WEEK:  AVERAGE  WEEKLY  TEMPERATURE  “F 

High  UV  scale  ali  week.  High  winds  possible.  0600:  78  1100:  106  1500:  106 


SAFETY  INSPECTION  RESULTS: 

*  Lost  Workday  Accidents:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Lost  Workdays:  Today: 

0 

This  Week: 

0  This  Month: 

0 

To  Date: 

0 

*  Property  Damage  Accidents  Exceeding  $2,000.00: 

This  Week: 

0 

To  Date: 

0 

DESCRIPTION  OF  PROJECT  ACTIVITIES: 


* 

11  ISM  locations  collected  and  shipped  to  ALS  Laboratory  in  Kelso,  Washington  for  analysis. 

* 

1  backstop  berm  sampled  and  shipped  to  ALS  Laboratory  in  Kelso,  Washington  for  analysis. 

PLANNED  ACTIVITIES  NEXT  WEEK: 

*  Continue  with  backstop  berm  sampiing 

* 


Comments: _ 

*  Visitors:  None _ 

*  Directives:  None _ 

*  Donor  Explosive  Shipments:  None _ 

*  MD/Metai  Scrap  Shipments:  N/A _ 

*  Recyclabies/C&D  Debris  Shipments:  None _ 

*  Other: 

^  MEC  Items  found  /demo'd  to-date:  1,  UXO,  MKI  37mm  fused  and  fired,  /  1,  DMM,  M19  WP  Rifle  Grenade  safety  pin  in  place  /  1,  DMM,  40mm  APT  M81A1  unfired  /  1,  37mm 
APHE  unfired  /  MK  27  PD  Nose  Fuse  with  Booster  Cup/  1,  UXO,  M49  60mm  fuzed  and  fired. 
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IVIIlC  sop  I;  V^etalion  Removal 


PIKy\-PlRNIE  JV,  LLC 


Three  Phase  Quality  Control  Checklist 
Vegetation  Removal  (SOP^I) 


Team.TWO 


Personnel  Present: 


y  Location:Castner  Range 


Date:3/7/2016 


Phase  of  Inspection  (Circle):  PREPARATORY  (P):  fNITIALO);  FOLLOW-UP  (F) 


Checklist 


Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

1 

MEC 

QAPP 

Have  all  team  members  reviewed  the  current 
SOP-1  ?  Check  Dates/Record  of  training. 

Is 

{P) 

SOP 

Are  personnel  performing  vegetation 
removal  qualified  in  accordance  virith  project 
documents? 

i 

1 

1 

<P)M(F) 

3 

SOP 

Has  the  PM  ensured  the  required 
manpovi/er  and  equipment  is  available  to 
safely  and  properly  execute  this  SOP? 

1 

■ 

(P) 

■ 

SOP 

Are  the  PPE  items  required  for  vegetation 
removal  present  and  serviceable? 

■ 

■ 

(P)M(F) 

5 

SOP 

Is  the  SUXOS  ensuring  the  SOP  is  enforced 
and  the  vegetation  removal  is  being 
corxturfod  prop^fy? 

(P).0).(F) 

6 

SOP 

Is  a  current  copy  of  t  h  e  vegetation 
removal  SOP,  aid  ai  project tietidocurnerts 
available  to  the  Team  when  conducting  sie 
ooerations? 

(P).(IUF) 

7 

SOP 

Have  sufficient  communications  been 
established  to  enable  team/fidd  personnel  to 
communicate  with  the  Site  Field  Office  and 
emergency  response  agencies  prior  to 
conducting  ve^^imrerTcvalon  site? 

p 

(P)M(F)  1 

j 

6 

SOP 

Are  there  sufficient  range  vehicles  available, 
with  appropriate  safety  devices  installed,  to 
conduct  vegetation  removal? 

(P).(I).(F)  1 

9 

SOP 

Are  daily  Tailgate  Safety  briefings 
conducted  before  vegetation  removal  begins 
to  rrcixle  the  perscm^  beng  escorted? 

p 

(P)M(F) 

May  20 1 3 
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PIKA-PIRME  .rV,  LLC 


MEC  SOP  I;  Vegetatioo  Removal 


Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

1 

SOP 

Has  all  the  equipment/vehicles  to  be  utilized  for 
ccnductng  vegetation  removal  been  functionally 
inspected,  certified  operational,  and  on  site  during 
removal  operations? 

P 

(P),  Oh  (F) 

■ 

SOP 

Is  a  copy  of  the  Vegetation  Removal  SOPI 
maintained  in  the  Team  vehide? 

(P).  Oh  <F) 

12 

SOP 

Are  all  vegetation  removal  personnel  wearing  the 
proper  PPE  for  the  equipment  and  tasks  being 
pei formed  lAW  the  SOP? 

(Ph  Oh  (F) 

13 

SOP 

Is  vegetation  being  removed  for  the  purpose  of 
conducting  hand  held  and  /or  DGM  operations 
briefed  to  be  and  cut  to  a  level  of  6’  or  less? 

P 

(Ph  Oh  (F) 

14 

SOP 

Are  individuals  conducting  vegetation  removal 
with  fuel-powered  brush  cutters  spaced  at  least 
50  feet  apart  while  the  brush  cutters  are  in 
operation? 

P 

(Ph  (fh  (F) 

15 

SOP 

Are  Gas-powered  brush  cutters/trimmers  being 
operated  lAW  the  manufacturer's  Owner 

Manual  and  this  SOP. 

1 .  Fueling 

2.  Starting 

3.  Operating  and 

4.  Shut  Down 

P 

(Ph  Oh  (F) 

16 

SOP 

Is  all  equipment  being  used  for  vegetation 
removal  being  inspected  and  maintained  lAW 
manufacture’s  Owner  Manual's  and  this  SOP? 

P 

(Ph  (0.  (F) 

May  2013 
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PIKA-PIRNI E  JV,  LLC  MEC  SOP  1 :  Vegetation  Removal 


Three  Phase  Quality  Control  Checklist 

Vegetation  Removal  (SOP-1) 

Team:ONE 

Location;  Castner  Range 

Date:3/7/2016 

Personnel  Present:  ^  ^  „ 

Phase  of  Inspection  (Circle);  PREPARATORY  (P);  INITIAL  (1); 

FOLLOW-UP  (F) 

Checklist 

Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

1 

MEC 

QAPP 

Have  ail  team  members  reviewed  the  current 

SOP- 1  ?  Check  Dates/Record  of  tfaining. 

B 

(P) 

2 

SOP 

Are  personnel  performing  vegetation 
removal  qualified  in  accordance  with  project 
documents? 

S 

(P).(I).(F) 

3 

SOP 

Has  the  PM  ensured  the  required 
manpower  and  equipment  is  available  to 
safely  and  property  execute  this  SOP? 

B 

1 

1 

(P) 

4 

SOP 

Are  the  PPE  items  required  for  vegetation 
removal  pxesent  and  serviceable? 

B 

1 

5 

SOP 

Is  the  SUXOS  ensuring  the  SOP  is  enforced 
and  the  vegetation  removal  Is  being 
conducted  property? 

P 

(P).(I).(F) 

6 

SOP 

Is  a  current  copy  of  t  h  e  vegetation 
removal  SOP.  aifoal  project feUduoinaTts 
available  to  the  Team  when  conducting  site 

fvwatinns?  Ch.ftnk  Hfitfif; 

P 

(P).O).(F) 

7 

SOP 

Have  sufficient  communications  been 
established  to  enable  team/field  personnel  to 
communicate  with  the  Site  Field  Office  and 
emergency  response  agencies  prior  to 
conducting  removal  on  site? 

P 

(P),mF) 

S 

SOP 

Are  there  sufficient  range  vehicies  available, 
with  appropriate  safety  devices  installed,  to 
conduct  vegetation  removal? 

P 

(Pm(F) 

9 

SOP 

P 

(P).(I).(F) 

May  201 3 
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Pllv.\-PIKN1E  JV,  LLC 


MEC  SOP  I:  Vegetation  Removal 


Item 

Ref. 

10 

SOP 

11 

SOP 

12 

SOP 

13 

SOP 

14 

SOP 

15 

SOP 

16 

SOP 

Inspection  Point 


Has  all  the  equipmentA/ehides  to  be  utilized  for 
cixTl»ding  vegefaticfi  rEfrov^l  been  functionally 
inspected,  certified  operational,  and  on  site  during 
removal  operations? 


Is  a  copy  of  the  Vegetation  Removal  SOP1 
maintained  in  the  Team  vehicle? 


Are  all  vegetation  removal  personnel  wearing  the 
proper  PPE  for  the  equipment  arxi  tasks  being 
performed  lAW  the  SOP? 


Is  vegetation  being  removed  for  the  purpose  of 
conducting  hand  held  and  /or  DGM  operations 
bnefed  to  be  and  cut  to  a  level  of  6’  or  less? 


Are  individuals  conducting  vegetation  removal 
with  fuel-powered  brush  cutters  spaced  at  least 
50  feet  apart  while  the  brush  cutters  are  in 
operation? 


Are  Gas-powered  brush  cutters/trimmers  being 
operated  lAW  the  manufacturer's  Owner 
Manual  and  this  SOP. 

1.  Fueling 

2.  Starting 

3.  Operating  and 

4.  Shut  Down 


Is  all  equipment  being  used  for  vegetation 
removal  being  inspected  and  maintained  lAW 
manufacture's  Owner  Manual's  and  this  SOP? 


No  N/A  Comments 


(P).  (I),  (F) 


(P).  (0.  (F) 


May  2013 
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SIGN  IN  VEGETATION  REMOVAL  CLASS 
Castner  Range 


Date;  i  "7  / 
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PIKA-PIRN1E  .IV,  LLC 


MEC  SOP  1:  Ves^tatioii  Removal 


Three  Phase  Quality  Control  Checklist 

Vegetation  Removal  (SOP-1) 

Team  TWO  Location:Castner  Range 

Date;3/22/2016 

Personnel  Present 

Phase  of  Inspection  (Circle)-  PREPARA  TORY  (P);  ^ITIALJ^  FOLLOW-UP  (F) 

ChecI 

Item 

(list 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

1 

Have  all  team  members  reviewed  the  current 

SO  P- 1  ?  Check  DatesiRecord  of  training 

{P) 

2 

SOP 

Are  personnel  performing  vegetation 
removal  qualified  in  accordance  with  project 
documents? 

■ 

■ 

■ 

(PlUl(F) 

3 

SOP 

Has  the  PM  ensured  the  required 
manpower  and  equipment  is  available  to 
safely  and  properly  execute  this  SOP? 

(P) 

■ 

SOP 

Are  the  PPE  items  required  for  vegetation 
removal  present  and  serviceable? 

1 

(P).(I).(F) 

5 

SOP 

Is  the  SUXOS  ensuring  the  SOP  is  enforced 
and  the  vegetation  removal  is  being 
cmducted  property? 

j 

(P).0).(P) 

6 

SOP 

Is  a  current  copy  of  the  vegetation 
removal  SOP.  axj  al  ppiect  field  documents 
available  to  the  Team  when  conducting  sHe 
nnwrntinns'?  Check  detefi 

1 

(P).O).(F) 

I 

7 

SOP 

Have  sufficient  communications  been 
established  to  enable  team/field  personnel  to 
communicate  with  the  Site  Field  Of^  and 
emergency  response  agencies  pnor  to 
conducting  vu^etatuiremos/alon  site? 

1 

(P),(I).(F) 

I 

I 

8 

SOP 

Are  there  sufficient  range  vehicles  available, 
with  appropriate  safety  devices  installed,  to 
conduct  vegetation  removal? 

1 

(P)M(F) 

9 

SOP 

Are  daily  Tailgate  Safety  briefings 
conducted  before  vegetation  removal  begro 
k)  ndbde  the  being  fficorfod? 

f 

fP)M(F) 

May  2013  14  Revisions 
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PIKA-PIRMEJVa.LC 


MEC  SOP  1:  Vegetation  Removal 


Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

10 

SOP 

Has  all  the  equipmentA/ehicles  to  be  utilized  for 
oonduding  v^gebtir  remove  been  functionally 
inspected,  certified  operational,  and  on  site  during 
removal  ooerabons? 

I 

{P),  oy  (F) 

11 

SOP 

Is  a  copy  of  the  Vegetation  Removal  SOPi 
maintained  in  the  Team  vehicle? 

1 

(P),  oy  (F) 

12 

SOP 

Are  all  vegetation  rerrxjvai  prersonnel  wearing  the 
proper  PPE  for  the  equipment  and  tasks  being 
performed  lAW  the  SOP? 

1 

(P).  0).  (F) 

1 

13 

SOP 

is  vegetation  being  removed  for  the  purpose  of 
conducting  hand  held  and  /or  DGM  operations 
bnefed  to  be  and  cut  to  a  level  of  6"  or  less? 

1 

(py  0).  (F) 

14 

SOP 

Are  individuals  conducting  vegetation  removal 
with  fuel-powered  brush  cutters  spaced  at  least 
50  feet  apart  while  the  brush  cutters  are  in 
operation? 

) 

(py  0).  (F)  1 

15 

SOP 

Are  Gas-powered  brush  cutters/trimmers  being 
operated  lAW  the  manufacturer’s  Owner 

Manual  and  this  SOP. 

1 .  Fueling 

2.  Starting 

3.  Operating  and 

4.  Shut  Down 

1 

(py  (0,  (F) 

16 

SOP 

Is  all  equipment  being  used  for  vegetation 
removal  being  inspected  and  maintained  lAW 
manufacture’s  Owner  Manual's  and  this  SOP? 

1 

(py  oy  (F) 

1 
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PIKi\-PlRNIE  JV,  LLC 


MEC  SOP  1:  Vegetation  Removal 


Three  Phase  Quality  Control  Checklist 
Vegetation  Removal  (SOP~1) 


Team:  Two 


Location;  Casiner  Range 


Date;4/8/2016 


Pereonne!  Present  Team  Two 


Phase  of  Inspection  (Ciroie):  PREPARATORY  (P);  INITIAL  (1);  FOLLOW-UP  (F) 


ChecI 

Item 

(list 

Ref. 

Irtspection  Point 

Yes 

No 

N/A 

Comments 

1 

MEC 

QAPP 

Have  all  team  members  reviewed  the  current 

SOP- 1  ?  Check  DatesIRecoid  of  training 

(P) 

2 

SOP 

F 

(P)M(P) 

3 

SOP 

Has  the  PM  ensured  the  required 
manpower  and  equipment  is  available  to 
safely  and  property  execute  this  SOP? 

(P) 

4 

SOP 

Are  the  PPE  items  required  for  vegetation 
removal  present  and  serviceable? 

F 

{PUW 

5 

SOP 

Is  the  SUXOS  ensuring  the  SOP  is  enforced 
and  the  vegetation  removal  is  being 
conducted  property? 

F 

(P).(I).(F) 

6 

SOP 

Is  a  current  copy  of  t  h  e  vegetation 
removal  SOP,  aid  al  project  field  danfnerfs 
available  to  the  Team  when  conducting  site 
nn»ratinns?  Chsck  dates 

F 

(P),0).(F) 

7 

SOP 

Have  sufficient  communications  been 
established  to  enable  team/field  per^nnel  to 
communicate  with  the  Site  Field  Office  and 
emergency  response  agencies  pnor  to 
conducting  veg^^cnianovai on  site? 

F 

(P)M(F) 

8 

SOP 

Are  there  sufficient  range  vehicles  available, 
with  appropriate  safety  devices  installed,  to 
conduct  vegetation  removal? 

F 

(P)M(F) 

9 

SOP 

Are  daily  Tailgate  Safety  briefings 
conducted  before  vegetation  removal  begins 
to  indude  the  psannel  being  eazited? 

F 

(P)M(F) 

May  20 1 3 
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PIKA-PIRME  JV,  LLC 


MEC  SOP  1:  Vegetation  Removal 


Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

1 - ! 

Comments 

1 

10 

SOP 

Has  all  the  equipmentA/ehides  to  be  utilized  lor 
cDOdudrig  removai  been  functionally 

inspected,  certified  operationat,  and  on  site  during 

removal  operations? 

F 

(P)  0),  (p) 

11 

SOP 

Is  a  copy  of  the  Vegetation  Removal  SOP1 
maintained  in  the  Team  vehide? 

F 

(P),  (1).  (p) 

12 

SOP 

Are  all  vegetation  rerroval  personnel  wearing  the 
propier  PPE  for  the  equipment  and  tasks  be'ng 
performed  lAW  the  SOP*^ 

F 

(P).  (1).  (F) 

13 

SOP 

Is  vegetation  being  removed  for  the  purpose  of 
conducting  hand  held  and  /or  DGM  operations 
briefod  to  be  and  cut  to  a  level  of  6*  or  less? 

F 

(P),  0),  <F) 

14 

SOP 

Are  individuals  conducting  vegetation  removal 
with  foel-powered  brush  cutters  spaced  at  least 
50  feet  apai1  while  the  brush  cutters  are  in 
operation? 

F 

(P).  0).  (F) 

15 

SOP 

Are  Gas-powered  brush  cutters/trimmers  being 
operated  lAW  the  manufacturer's  Owviner 

Manual  and  this  SOP 

1 .  Fueling 

2.  Starting 

3.  Operating  and 

4.  Shut  Down 

F 

(P).  OX  (F) 

16 

SOP 

Is  all  equipment  being  used  for  vegetation 
removal  being  inspected  and  maintained  lAW 
manufacture's  Owner  Manual's  and  this  SOP? 

F 

(P).  OX  (F) 
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Three  Phase  Quality  Contrei  Checklist 

MEC  Transportation  of  Explosives  (MEC  SOP  6) 

Team:  . _ _  Location^  N 

3hl)u 

Personnel  Present:  ^ 

Phase  of  Inspection  (Circle):  PREPARATOfi¥'(P).^  INITIAL  (1):  FOLLOW-UP (F) 

ChecI 

Kern 

klist 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

MEC 

PROJECT 

PLAN 

Have  all  team  members  reviewed  the  current 

MEC  SOP  6?  Check  Detes/Record  of  tfBining. 

(p; 

2 

SOP 

Are  personnel  performing  Toisportefcnof 

Expksvs  qualified  in  accordance  with 
project  documents? 

P 

(P).(I).(F) 

3 

SOP 

Has  the  PM  ensured  the  required 
manpower  and  equipment  is  available  to 
safely  and  properly  execute  this  SOP? 

P 

(P) 

4 

SOP 

Has  the  Project  Manager  or  his  representative 
completed  the  mandatory  notifications  prior  to 
conducting  TrargynrtAx-i  of  Fjcfirg^g;  nn  sia?  (i.e., 
Medical,  Fire,  Security,) 

P 

(P).(I).(F) 

5 

SOP 

Did  the  SUXOS  ensure  the  SOP  Is  enforced 
and  the  proper  forms  have  been  filled  out  and 
are  in  the  vehicle?  (J\/203A,  J\/203B,  and 

DD  626) 

P 

(P).(I).(F) 

6 

SOP 

Did  the  UXOSO  ensure  that  the  MSDSs  for 
corresponding  explosives  are  on  site  and 
available? 

(P).  (1),  (F) 

7 

SOP. 

Is  appropriate  personal  and  perfonnance  related 
equipment  available  for  the  proper  conduct  of 
Transpoitation  of  Explosives? 

(P).  (1).  (F) 

Revised  June  2012 
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Kern 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

8 

SOP 

Did  the  UXOQC  ensure  that  all  site  deliverables 
pertaining  to  Transportation  of  Expbsives  meet 
the  requirements  of  the  PWS,  and  SOP 
references? 

? 

(P).  0).  (F> 

9 

SOP 

Is  a  current  copy  of  T  r  a  n  s p  o  r  t-a  t  i o  n  of 
Explosives  SOP.  and  alpqed  field 
dccunaits  available  to  the  Team  when 
conducting  sie operations?  Check  dates. 

f 

{P).(I).(F) 

10 

SOP 

Have  sufficient  communications  been  established 
to  enable  team/field  personnel  to  communicate  i 
with  the  Site  Field  Office  and  emergency 
response  agencies  prior  the  Transport  of 
explosives  on  site? 

(P),  0).  (F) 

11 

SOP 

Are  there  sufficient  range  vehicles  available,  with 
appropriate  safety  devices  installed,  to  transport 
explosives?  I 

p 

(P).  (0.  (F) 

12 

SOP 

1 

Is  the  pn^>er  placarding  available  for  the 
explosives  being  transported  and  is  it  being 
utilized? 

P 

(P).  0).  (F) 

13 

SOP 

Do  individuals  assigned  to  trar^port  explosives  meet 
all  the  site  driver  requirements? 

P 

(P).  0).  <F) 

( - 

14 

SOP 

Are  the  PPE  items  required  for  Transport  of 
Explosives  present  and  serviceable?  i 

<P).  0).  !F) 

il5 

1 

SOP 

Are  daily  Tailgate  Safety  briefings  conducted  1 

before  transport  of  expIcEKecpB^krsbe^?  I 

P 

(P).  oy  (F) 

16 

SOP 

Has  all  general  and  site  specific  training  been  1 

conducted  prior  to  transporting  explosives  on  the 
project  site? 

P 

<P).  (I),  <F) 

'17 

1 

SOP 

Has  all  the  equipment/vehicles  to  be  utilized  forthe 
tran^xilattn  of  expfcsvss  on  sife  been  functionally 
inspected  arxJ  certified  operational? 

P 

(p).  (ly  (F) 

'18 

1 

1 

SOP 

Is  a  copy  of  the  BATF  License/Employee 

Possess  Form  maintained  in  the  project  office  , 
and  available  in  the  vehicle  transporfing 
explosives? 

P 

(py  0).  (F) 

19 

SOP 

Is  a  copy  of  the  Transportation  of  Explosives  SOP, 
completed  JV  forms  203A/  203B.  and  JV  form  542 
Safety  Audit  Checklist  section  14.0  -  14.14 
maintained  in  the  transport  vehicle  while 
explosives  are  being  transported? 

p 

(py  (ly  (F) 

Revised  June  2012 
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Punch  List  items 

NO. 

Revised  June  2012 


10/26/2018 


007358 


Three  Phase  Quality  Control  Checklist 

MEC  Transportation  of  Explosives  (MEC  SOP  6) 

1  1C, 

I  Personnel  Present;  '  j 

Phase  of  Inspection  (Circle):  PREPARATORY^P).\  INITIALO);  FOLLOW-UP (P) 

\  ChecI 

1 

1 

!ltem 

kitst 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

1 

MEC 

PROJECT 

PLAN 

Have  all  team  members  reviewed  the  current 

MEC  SOP  6?  Check  DatesiRecord  of  training. 

(P) 

2 

SOP 

Are  personnel  performing  Transport^ioncf 
Exptcstvs  qualified  in  accordance  with 
project  documents? 

(P).(I).(F) 

3 

SOP 

Has  the  PM  ensured  the  required 
manpower  and  equipment  is  available  to 
safely  and  properly  execute  this  SOP? 

p 

(P) 

4 

SOP 

Has  the  Project  Manager  or  his  representative 
completed  the  mandatory  notifications  prior  to 
conducting  Tra^pcrt^knofExplosvsonsie?  (i.e., 
Medical.  Fire,  Security,) 

f 

(P).(I).(P) 

5 

SOP 

Did  the  SUXOS  ensure  the  SOP  is  enforoed 
and  the  proper  forms  have  been  filled  out  and 
are  in  the  vehicte?  (JV203A,  JV203B,  and 

DD  626) 

p 

(P)M(F) 

6 

SOP 

Did  the  UXOSO  ensure  that  the  MSDSs  for 
cO(Tes|X)nding  explosives  are  on  site  and 
available? 

(Ph  (1).  (F) 

7 

SOP. 

Is  appropriate  personal  arxj  performance  related 
equipment  available  for  the  proper  conduct  of 
Transportation  of  Explosives? 

(P).  (1).  (F) 
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Item 

Ref. 

Inspection  Point 

Yes 

No 

NfA 

Comments 

B 

SOP 

Did  the  UXOQC  ensure  that  all  site  deliverables 
pertaining  to  Transportation  of  Explosives  meet 
the  requirements  of  the  PWS,  and  SOP 
references? 

P 

_ I 

(Pk  (1),  (F) 

9 

SOP 

is  a  current  copy  of  Transportation  of 
Explosives  SOP,  and  all  prqect  field 
docm^rfe  available  to  the  Team  when 
conducting  site  operations?  Check  dates. 

9 

{P).(I).(F) 

10 

SOP 

Have  sufftclent  communications  been  established 
to  enable  team/field  personnel  to  communicate 
with  the  Site  Field  Office  and  emergency 
response  agencies  fxior  the  Transport  of 
explosives  on  site? 

P 

(P).  0),  (F) 

11 

SOP 

Are  there  sufficient  range  vehicles  available,  vMith 
appropriate  safety  devices  installed,  to  transport 
explosives? 

P 

(P),  (1).  (F) 

12 

SOP 

Is  the  proper  placarding  available  for  the 
explosives  being  transported  and  is  it  being 
utilized? 

(P).  0).  (FI 

13 

SOP 

Do  individuals  assigned  to  transport  explosives  meet 
aH  the  srte  dnver  requirements? 

P 

<P).  (I).  IF) 

14 

SOP 

Are  the  PPE  items  required  for  Transport  of 
Explosives  present  and  serviceable? 

9 

(Pi.  (1).  (F) 

15 

SOP 

Are  daily  Tailgate  Safety  briefings  conducted 
befom  tr^^portof  exptasive  oper^KTS  be^? 

(P).  (1).  (F) 

16 

SOP 

Has  ail  general  and  site  specific  training  been 
conducted  prior  to  transporting  explosives  on  the 
project  site? 

P 

(P).  (0.  (F) 

17 

SOP 

Has  all  the  equipment/vehides  to  be  utilized  for  the 
tr^spcrtettn  of  expbsivs  on  site  been  functionally 
insoected  and  certified  operational? 

P 

(P),  (0,  (F) 

18 

SOP 

Is  a  copy  of  the  BATF  License/Employee 

Possessor  Form  maintained  in  the  project  office 
and  available  in  the  i^hida  transporting 
explosives? 

p 

(Pk  (1).  (F) 

19 

SOP 

Is  a  copy  of  the  Transportation  of  Explosives  SOP. 
completed  JV  forms  203A/  203B,  and  JV  form  542 
Safety  Audit  Checklist  s^ion  14.-0  - 14.14 
maintained  in  the  transport  vehide  while 
explosives  are  being  transported? 

(P),  (0.  (F) 

Revised  June  2012 


10/26/2018 


007360 


Punch  List  items 

No. 
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SIGN  IN  TRANSPERTATION  of  EXPLOSIVES 
MEC  STANDARD  OPERATING  PROCEDURES 


CLASS  Castner  Range 
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Three  Phase  Quality  Control  Checklist 
MEC  Transportation  of  Explosives  (MEC  SOP  6) 


Team:  Driver  Shipper  Carrier 


Locaton:  Castner  Range 


Date:  03/22/2016 


Personnel  Present;  Demo  Team  and  CDL  Driver 

_ _ 

Phase  of  Inspection  (Circle):  PREPARATORY  (P):  ^l^lAL(iy^  FOLLOW-UP (F) 

Checklist 

Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

1 

MEC 

PROJECT 

PLAN 

Have  all  team  members  reviewed  the  current 

MEC  SOP  6?  Check  Dates/ Record  oftrainmg. 

{P) 

2 

SOP 

Are  personnel  performing  Transportetian  of 

ExplGsves qualified  in  accordance  with 
project  documents? 

I 

(PM(F) 

3 

SOP 

Has  the  PM  ensured  the  required 
manpower  and  equipment  is  available  to 
safely  and  properly  execute  this  SOP? 

(P) 

4 

SOP 

Has  the  Project  Manager  or  his  representative 
completed  the  mandatory  notifications  prior  to 
conducting  Tn=¥Tqpfrta<>fYirrfFy^^r^^  (i.e., 

Medical.  Fire.  Security.) 

I 

(P).(I),(F) 

5 

SOP 

Did  the  SUXOS  ensure  the  SOP  is  enforced 
and  the  proper  forms  have  been  filled  out  and 
are  in  the  vehicle?  (JV203A.  JV203B.  and 

DD  626) 

I 

(P).(I).(F) 

6 

SOP 

Did  the  UXOSO  ensure  that  the  MSDSs  for 
corresponding  explosives  are  on  site  and 
available? 

I 

(P).  (1).  (F) 

7 

SOP. 

Is  appropriate  personal  and  performance  related 
equipment  available  for  the  proper  conduct  of 
Transportation  of  Explosives? 

I 

(P).  (1).  (F) 
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Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

8 

SOP 

Did  the  UXOQC  ensure  that  all  site  deliverables 
pertaining  to  Transportation  of  Explosives  meet 
the  requirements  of  the  PWS,  and  SOP 
references? 

I 

(P),  (0.  (F) 

9 

SOP 

Is  a  current  copy  of  Transportation  of 
Explosives  SOP,  and  ail  prqed  field 
doomenls  available  to  the  Team  when 
conducting  site  operations?  Check  dates. 

I 

10 

SOP 

Have  sufficient  communications  been  established 
to  enable  team/field  personnel  to  communicate 
with  the  Site  Field  Office  and  emergency 
response  agencies  pirior  the  Transport  of 
explosives  on  site? 

I 

(P).  (1).  (F) 

11 

SOP 

Are  there  sufficient  range  vehicles  available,  with 
appropriate  safety  devices  installed,  to  transport 
explosives? 

I 

(P).  (1).  (F) 

12 

SOP 

Is  the  proper  placarding  available  for  the 
explosives  being  transported  and  is  it  being 
utilized? 

I 

(P).  (1).  (F) 

13 

SOP 

Do  individuals  assigned  to  transport  explosives  meet 
all  the  site  driver  requirements? 

I 

(P),  (1).  (F) 

14 

SOP 

Are  the  PPE  items  required  for  Transport  of 
ExplosTyes  present  and  serviceable? 

I 

(P).  (0.  (F) 

15 

SOP 

Are  daily  Tailgate  Safety  briefings  conducted 
before  transport  of  expicsive  operations  begin? 

I 

(P).  0).  (F) 

16 

SOP 

Has  all  general  and  site  specific  training  been 
conducted  prior  to  transporting  explosives  on  the 
project  site? 

I 

(P).  (ly  <F) 

17 

SOP 

Has  all  the  equipment/vehicles  to  be  utilized  fbrthe 
transportatian  of  explosives  on  site  been  functionally 
inspected  and  certrfied  operational? 

I 

(py  oy  (F) 

18 

SOP 

Is  a  copy  of  the  BATF  License/Employee 
Possessor  Form  maintained  in  the  project  office 
and  available  in  the  vehicle  transporting 
explosives? 

I 

(py  (ly  (F) 

19 

SOP 

Is  a  copy  of  the  Transportation  of  Explosives  SOP, 
completed  JV  forms  203A/  203B.  and  JV  form  542 
Safety  Audit  Checklist  section  14.0-14.14 
maintained  in  the  transport  vehicle  while 
explosives  are  being  transported? 

I 

(py  (ly  (F) 
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Punch  List  Items 

No. 
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Three  Phase  Quality  Control  Checklist 

MEC  Transportation  of  Explosives  (MEC  SOP  6) 

Team:  Demo  Team  ^  Location:  Castner  Range 

Date:  3/29/2016 

Personnel  Present:  Demo  Team 

^ ^ 

Phase  of  Inspection  (Circle):  PREPARATORY  (P):  INITIAL  (1);  FOl^OW-UP 

ChecI 

Item 

(list 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

1 

MEC 

PROJECT 

PLAN 

Have  all  team  members  reviewed  the  cument 

MEC  SOP  6?  Check  DatesIRecord  of  training. 

(P) 

2 

SOP 

Are  personnel  performing  Transporfatit/iof 

Expksiv®  qualified  in  accordance  with 
project  documents? 

F 

(P)M(F) 

1 

SOP 

Has  the  PM  ensured  the  required 
manpower  and  equipment  is  available  to 
safely  and  properly  execute  this  SOP? 

(P) 

1 

SOP 

Has  the  Project  Manager  or  his  representative 
completed  the  mandatory  notifications  prior  to 
conducting  TianspoilalionQfExptaEivesonsile?  (i.e., 
Medical,  Fire,  Security,) 

F 

(P).(I),(F) 

5 

SOP 

Did  the  SUXOS  ensure  the  SOP  is  enforced 
and  the  proper  forms  have  been  filled  out  and 
are  in  the  vehicle?  (JV203A,  JV203B,  and 

DD  626) 

F 

(P).(I).(F) 

6 

SOP 

Did  the  UXOSO  ensure  that  the  MSDSs  for 
corresponding  explosives  are  on  site  and 
available? 

F 

(P).  0).  (F) 

7 

SOP, 

Is  appropriate  personal  and  performance  related 
equipment  available  for  the  proper  conduct  of 
Transportation  of  Explosives? 

F 

(P).  0).  (F) 
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Item 

Inspection  Point 

Yes 

No 

N/A 

Comments 

8 

SOP 

Did  the  UXOQC  ensure  that  all  site  deliverables 
pertaining  to  Transportation  of  Explosives  meet 
the  requirements  of  the  PWS,  and  SOP 
references? 

F 

(P).  (1).  (F) 

9 

SOP 

Is  a  current  copy  of  Transportation  of 
Explosives  SOP,  andallprpjectfield 
documents  available  to  the  T earn  when 
conducting  ste  operations?  Check  dates. 

F 

(P).(I).(F) 

10 

SOP 

Have  sufficient  communications  been  established 
to  enable  team/field  personnel  to  communicate 
with  the  Site  Field  Office  and  emergency 
response  agencies  prior  the  Transport  of 
explosives  on  site? 

F 

(P).  (1).  (F) 

11 

SOP 

Are  there  sufficient  range  vehicles  available,  with 
appropriate  safety  devices  installed,  to  transport 
explosives? 

F 

(P).  (1),  (F) 

12 

SOP 

Is  the  proper  placarding  available  for  the 
explosives  being  transported  and  is  it  being 
utilized? 

F 

(P).  (1).  (F) 

13 

SOP 

Do  individuals  assigned  to  transport  expbsives  meet 
all  the  site  driver  requirements? 

F 

(P),  (I).  (F) 

14 

SOP 

Are  the  PPE  items  required  for  Transport  of 
Explosives  present  and  serviceable? 

F 

(Ph  (1).  (F) 

15 

SOP 

Are  daily  Tailgate  Safety  briefings  conducted 
before  transport  of  explosive  operations  begin? 

F 

(P).  (I).  (F) 

16 

SOP 

Has  all  general  and  site  specific  training  been 
conducted  prior  to  transporting  explosives  on  the 
project  site? 

F 

(P).  (1).  (F) 

17 

SOP 

Has  all  the  equipment/vehicles  to  be  utilized  fbrthe 
transportation  of  explosives  on  site  been  functionally 
inspected  and  certified  operational? 

F 

(P).  (1),  (F) 

18 

SOP 

Is  a  copy  of  the  BATF  License/Employee 
Possessor  Form  maintained  in  the  project  office 
and  available  in  the  vehicle  transporting 
explosives? 

F 

(P).  (1).  (F) 

19 

SOP 

Is  a  copy  of  the  Transportation  of  Explosives  SOP, 
completed  JV  forms  203 A/  203B,  and  JV  form  542 
Safety  Audit  Checklist  section  14.0  - 14.14 
maintained  in  the  transport  vehicle  while 
explosives  are  being  transported? 

F 

(P).  (I).  (F) 
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Punch  List  Items 

No. 
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Three  Phase  Quality  Control  Checklist 

Target  Reacquisition  (MEC  SOP  6) 

_ _ _ 1 

Team;  tuj  O 

Location;  ^  «  r,  ^ 

n  )  !(- 

Personnel  Present; 

'T'evww  i-O  Hi'T  _ - - — - 

_ _ _ _ X  V  ......  V 

Phase  of  Inspection  (circle)rPreparaton^^))  Initial  (I);  Follow-up  (F) _ j 


Checklist  _ _  _ 

Item 

Ref. 

Inspection  Point 

yes 

No 

N/A 

Comments 

_ 

1 

MEC  SOP  6 

Sect.  2 

Has  MEC  SOP  6  been  reviewed  and 
approved  by  a  Qualified  Geophysicist? 

■ 

■ 

2 

QAPP 

Have  all  team  members  reviewed  the  current 

MEC  SOP  4?  Check  Dates/Record  of  training. 

1 

1 

(P) 

3 

QAPP 

Are  personnel  performing  target 
reacquisition  qualified  in  accordance  with  the 
QAPP? 

1 

(PMiUF) 

{ 

4 

SOP  Sect.  4 

Have  target  reacquisition  team  members,  in 
addition  to  initial  site-specific  training, 
received  training  in  the  use  of  survey  and 
detection  instruments  required  for 
reacquisition  operations,  and  have  they  been 
cerlified  with  the  instrument.*!  jn  the  fVS9 

P 

(PUl),(F) 

5 

SOP  Sect.  4 

Have  target  reacquisition  team  members 
received  training  on  reacquisition 
methodology,  data  requirements,  and  field 
documentation  protocol,  and  have  they  been 
provided  an  overview  of  the  project 
approach  and  how  the  reacquisition  tasks 
integrate  into  the  overall  program? 

! 

6 

I 

<\PP/SSHP 

_ ^ 

Are  the  reacquisition  field  team  members 
wearing  the  appropriate  personal  protective 
equipment  and  have  removed  all  metallic 

sbjects  from  their  person? 

- - 

9 

(PUI),(F) 
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Checklist 

Item 

Ref. 

Inspection  Point 

Ves 

No 

N/A 

Comments 

7 

SOP  Sec  5.1 

Are  the  required  equipment  items  and 
associated  components  required  for  target 
reacquisition  present  on  site  and  serviceable? 

P 

(pUIMF) 

8 

QAPP 

Is  a  current  copy  of  the  QAPP,  MEC  SOP  6, 
and  APP/SSHP  available  to  the  Team  when 
conducting  field  operations?  Check  dates. 

(PMIMF) 

9 

APP/SSHP 

Are  daily  briefings  conducted  covering 
health  and  safety  and  reacquisition  topics? 

(1),  (F) 

10 

SOP 

Sec  6.0 

_ 

Are  QC  checks,  to  include  ensuring 

positioning  information  and  sensor 
responses,  valid  and  repeatable,  performed 
and  documented? 

Ck  (F) 

r-“ - 

Punch 

List  Items 

No. 

_ 

Conducted 


Acknowledged  by: 
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Three  Phase  Quality  Control  Checklist 

Target  Reacquisition  (MEC  SOP  6) 

Team; 

Location: 

Date:  ^  j 

Personnel  Present:  - - 

.>v  _  - - - — - - - 

Phase  of  Inspection  (circle):  Preparator(  Initial  (I);  Follow-up  (P) 

Checklist 

1 - -I 

Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

1 

MEC  SOP  6 
Sect.  2 

Has  MEC  SOP  6  been  reviewed  and 
approved  by  a  Qualified  Geophysicist? 

P 

(P) 

1 

_ _  ■  -1 

2 

QAPP 

Have  all  team  members  reviewed  the  current 
MEC  SOP  4?  Check  Dates/Record  of  training. 

P 

(P) 

1 

3 

QAPP 

Are  personnel  performing  target 
reacquisition  qualified  in  accordance  with  the 
QAPP? 

P 

(P),(I),(F) 

4 

SOP  Sect.  4 

Have  target  reacquisitioiiteam  members,  in 
addition  to  initial  site-specific  training, 
received  training  in  the  use  of  survey  and 
detection  instruments  required  for 
reacquisition  operations,  and  have  they  been 

P 

(P),(I),(F) 

5 

SOP  Sect.  4 

Have  target  reacquisition  team  members 
received  training  on  reacquisition 
methodology,  data  requirements,  and  field 
documentation  protocol,  and  have  they  been 
provided  an  overview  of  the  project 
approach  and  how  the  reacquisition  tasks 
integrate  into  the  overall  program? 

P 

1 

6 

APP/SSHP 

Are  the  reacquisition  field  team  members 
wearing  the  appropriate  personal  protective 
equipment  and  have  removed  all  metallic 
objects  from  their  person? 

(P),(I),(F) 

7 

SOP  Sec  5.1 

Are  the  required  equipment  items  and 
associated  components  required  for  target 
reacquisition  present  on  site  and  serviceable? 

f 

_ L 

(P),  a),  (F) 
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Checklist 

Item 

Ref; 

Inspection  Point 

Yes 

No 

N/A 

Comments 

8 

QAPP 

Is  a  current  copy  of  the  QAPP,  MEC  SOP  6, 
and  APP/SSHP  available  to  the  Team  when 
conducting  field  operations?  Check  dates. 

P 

(P),(I),(F) 

9 

APP/SSHP 

Are  daily  briefings  conducted  covering 
health  and  safety  and  reacquisition  topics? 

tI),(F) 

10 

SOP 

Sec  6.0 

Are  QC  checks,  to  include  ensuring 
positioning  information  and  sensor 
responses,  valid  and  repeatable,  performed 
and  documented? 

(D,(F) 

1 - 

Punch 

Jst  Items 

No. 

— 

Conducted  by: 
Acknowledged  by: 
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SIGN  IN  TARGET  REACQUISITION  MEC 
STANDARD  OPERATING  PROCEDURES  CLASS 

Castner  Range 
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I  Three  Phase  Quality  Control  Checklist 
Target  Reacquisition  (MEC  SOP  6) 


Team:  Team  One,  Two 

Location:  Castner  Range 

Date:  3/15/2016 

Personnel  Present:  ^  Ll^ 

^ \ 

Phase  of  Inspection  (circle):  Preparatory  (F^;  InitiaJ^^}>^ 

-ollow-up  (F) 

Checklist 

Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

] 

MEC  SOP  6 
Sect.  2 

Has  MEC  SOP  6  been  reviewed  and 
approved  by  a  Qualified  Geophysicist? 

(P) 

QAPP 

Have  all  team  members  reviewed  the  current 
MEC  SOP  4?  Check  Dates/Record  ol 
training. 

(P) 

3 

QAPP 

Are  personnel  performing  target 
reacquisition  qualified  in  accordance  with  the 
QAPP? 

I 

(P),(I),(F) 

4 

SOP  Sect.  4 

Have  target  reacquisition  team  members,  in 
addition  to  initial  site-specific  training, 
received  training  in  the  use  of  survey  and 
detection  instruments  required  for 
reacquisition  operations,  and  have  they  been 
rertifif^d  with  the  instrument*?  in  the  IVS? 

I 

(P),(I),(F) 

5 

SOP  Sect.  4 

Have  target  reacquisition  team  members 
received  training  on  reacquisition 
methodology,  data  requirements,  and  field 
documentation  protocol,  and  have  they  been 
provided  an  overview  of  the  project 
approach  and  how  the  reacquisition  tasks 
integrate  into  the  overall  program? 

I 

6 

APP/SSHP 

Are  the  reacquisition  field  team  members 
wearing  the  appropriate  personal  protective 
equipment  and  have  removed  all  metallic 
objects  from  their  person? 

I 

(P),(I),(F) 

7 

SOP  Sec  5.1 

Are  the  required  equipment  items  and 
associated  components  required  for  target 
reacquisition  present  on  site  and  serviceable? 

I 

(P),  (I),(F) 
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Checklist 

Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

8 

QAPP 

Is  a  current  copy  of  the  QAPP,  MEC  SOP  6, 
and  APP/SSHP  available  to  the  Team  when 
conducting  field  operations?  Check  dates. 

I 

(P),(I),(F) 

9 

APP/SSHP 

Are  daily  briefings  conducted  covering 
health  and  safety  and  reacquisition  topics? 

I 

(I),  (F) 

10 

SOP 

Sec  6.0 

Are  QC  checks,  to  include  ensuring 
positioning  information  and  sensor 
responses,  valid  and  repeatable,  performed 
and  documented? 

I 

(I),(F) 

Punch ] 

^ist  Items 

No. 

Conducted  by: 


Acknowledged  by: 
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Three  Phase  Quality  Control  Checklist 
Target  Reacquisilion  (MEC  SOP  6) 


Team:  Team  One,  Two 


Location:  Castner  Range 


Date:  3/21/2016 


Personnel  Present:  ALL 


Phase  of  Inspection  (circle):  Preparatory  (P);  Initial  (I);  follow-up  (F)J 


Checklist 

Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

1 

MEC  SOP  6 
Sect.  2 

Has  MEC  SOP  6  been  reviewed  and 
approved  by  a  Qualified  Geophysicist? 

(P) 

2 

QAPP 

Have  all  team  members  reviewed  the  current 
MEC  SOP  4?  Check  Dates/Record  ol 
training. 

(P) 

3 

QAPP 

Are  personnel  performing  target 
reacquisition  qualified  in  accordance  with  the 
QAPP? 

F 

(P),(IX(F) 

4 

SOP  Sect.  4 

Have  target  reacquisition  team  members,  in 
addition  to  initial  site-specific  training, 
received  training  in  the  use  of  survey  and 
detection  instruments  required  for 
reacquisition  operations,  and  have  they  been 

nertifipH  with  the  instruments  in  the  TVS'? 

F 

(p),a),(F) 

5 

SOP  Sect.  4 

Have  target  reacquisition  team  members 
received  training  on  reacquisition 
methodology,  data  requirements,  and  field 
documentation  protocol,  and  have  they  been 
provided  an  overview  of  the  project 
approach  and  how  the  reacquisition  tasks 
integrate  into  the  overall  program? 

F 

6 

APP/SSHP 

Are  the  reacquisition  field  team  members 
wearing  the  appropriate  personal  protective 
equipment  and  have  removed  all  metallic 
objects  from  their  person? 

F 

(P),(I),(F) 

7 

SOP  Sec  5.1 

Are  the  required  equipment  items  and 
associated  components  required  for  target 
reacquisition  present  on  site  and  serviceable? 

F 

(P),  (I),  (F) 
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llnspection  Point 

[Is  a  current  copy  of  the  QAPP,  MEC  SOP  6, 
land  APP/SSHP  available  to  the  Team  when 
iconducting  field  operations?  Check  dates. 


INo 


APP/SSHP  Are  daily  briefings  conducted  covering 

health  and  safety  and  reacquisition  topics? 


^/A  [Comments 

(PWW 


(I),  (F) 


SOP 
Sec  6.0 


Are  QC  checks,  to  include  ensuring 

positioning  information  and  sensor 
responses,  valid  and  repeatable,  performed 
and  documented? 


(I),  (F) 


Punch  List  Items 

No. 

Conducted  by 
Acknowledged  by: 


10/26/2018 
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Three  Phase  Quality  Control  Checklist 

Inspection/Disposal  of  MD  Operations  (MEC  SOP  8) 

Team:  Team  One,  Two  Location:  Castner  Range 

Date:  9  March  2016 

Personnel  Present:  ALL 

_ _ 

Phase  of  Inspection  (Circle):  PREPARATOSYJ^  INITIAL  (I);  FOLLOW-UP  (F) 

ChecI 

Kern 

(list 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

1 

MEC 

PROJECT 

PLAN 

Have  all  team  members  reviewed  the  current 

MEC  SOP  8?  Check  DatesIRecord  of  training. 

P 

[P) 

2 

SOP 

Are  personnel  performing  inspection  and 
disposal  of  MD  qualified  in  accordance  with 
project  documents? 

■ 

1 

(P).O).(F) 

3 

SOP 

Has  the  PM  ensured  the  required 
manpower  and  equipment  is  available  to 
safely  and  properly  execute  this  SOP? 

1 

(P) 

4 

SOP 

Containers  appropriate  for  the  type  and 
amount  of  MD  being  processed  on  site,  that 
will  secure  the  material  after  it  has  been 
inspected  and  can  the  container  be  locked 
and  sealed  lAW  the  SOP? 

1 

1 

1 

5 

SOP 

Is  the  SUXOS  ensuring  the  SOP  is  enforced 
and  the  inspection  and  disposal  of  MD  is 
being  conducted  lAW  project  documents  and 
the  Inspection/Disposal  of  MD  SOP? 

1 

1 

(P).(I).(F) 

6 

SOP 

Did  the  UXOSO  conduct  surveillance  of  the 
process  IWA  the  SOP? 

H 

(P).  (1).  (F) 

7 

SOP 

Did  the  SUXOS  conduct  random  checks  of  the 
100%  inspection  process  and  verify  on  form 

DD 1348-1 A  that  the  material  is  free  of  hazards 

lAW  the  SOP?? 

1 

1 

(P).  0).  (F) 

8 

SOP 

Did  the  UXOQC  ensure  that  all  site  deliverables 
pertaining  to  inspection  and  disposal  of  MD 
demolition  operations  meet  the  requirements  of 
□roieci  documents  and  the  SOP? 

P 

(P).  (1).  (F) 
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g 

SOP 

Is  a  current  copy  of  the  inspection  and  disposal 
of  MD  demolition  operations  SOP,  and  all 
project  field  documents  available  to  the  Team 
when  conducting  site  operations?  Check  dates. 

P 

{P),(I).(F) 

10 

SOP 

Have  sufficient  communications  been  established 
to  enable  team/field  personnel  to  communicate 
with  the  Site  Field  Office  and  emergency  response 
aqencies  prior  to  conducting  demolition  operations 

P 

(P).  (1).  (F) 

11 

SOP 

Are  there  sufficient  range  vehicles  available,  with 
appropriate  safety  devices  installed,  to  conduct 
inspection  and  disposal  of  MD? 

P 

(P).  (I).  (F) 

12 

SOP 

Does  the  UXOSO  ensure  the  handling  of 
material  being  inspected  is  conducted  with 
care  and  attention  to  the  hazards  involved 

with  the  operation? 

P 

(P),  0).  (F) 

13 

SOP 

Does  the  UXOSO  ensure  the  proper  PPE  is 
available  to  the  team  and  that  it  is  being 
properly  utilized? 

■ 

■ 

1 

(P).  (1).  (F) 

14 

SOP 

Are  the  PPE  items  required  for  inspection  and 
disposal  of  MD  present  and  serviceable? 

P 

■ 

■ 

(P).  (1).  (F) 

15 

SOP 

Are  daily  Tailgate  Safety  briefings  conducted 
before  inspection  and  disposal  of  MD  operations 
begin? 

P 

(PI  (1).  (F) 

16 

Has  all  general  and  site  specific  training  been 
conducted  prior  to  inspection  and  disposal  of  MD 
on  the  project  site? 

P 

1 

1 

(P).  (1).  (F) 

17 

SOP 

Has  all  the  equipment/vehicles  to  be  utilized  for 
conducting  inspection  and  disposal  of  MD  been 
functionally  inspected  and  certified  operational? 

1 

1 

1 

(P),  (1).  (F) 

SOP 

Is  form  DD1348-1A  available  and  is  it  being  used 
to  transfer  MDAS  off  site  after  the  material  has 

been  Verified  and  Certified  lAW  the  SOP? 

1 

1 

1 

(P).  (I).  (F) 

SOP 

Is  a  copy  of  the  Inspection  /Disposal  of  MD  SOP 
maintained  in  the  Team  vehicle? 

■ 

1 

1 

(P).  (I).  (F) 

Punch  List  Items 


No. 
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Punch  List  Items 

Conducted  by: 


Acknowledged  by: 


10/26/2018 
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Three  Phase  Quality  Control  Checklist 

Inspection/Disposal  ofMD  Operations  (MEC  SOP  8) 

Team:  Team  One,  Two  Location:  Castner  Range 

Date:  22  March  2016 

Personnel  Present:  ALL 

Phase  of  Inspection  (Circle):  PREPARATORY  (P);  INITIAL  (1)^  FOLLOW-UP  (F) 

ChecI 

Item 

dist 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

1 

MEC 

PROJECT 

PLAN 

Have  all  team  members  reviewed  the  current 

MEC  SOP  8?  Check  Dates! Record  of  training. 

(p; 

2 

SOP 

Are  personnel  performing  inspection  and 
disposal  of  MD  qualified  in  accordance  with 
project  documents? 

I 

(Piom 

Has  the  PM  ensured  the  required 
manpower  and  equipment  is  available  to 
safely  and  properly  execute  this  SOP? 

(p) 

4 

SOP 

Containers  appropriate  for  the  type  and 
amount  of  MD  being  processed  on  site,  that 
will  secure  the  material  after  it  has  been 
inspected  and  can  the  container  be  locked 
and  sealed  I  AW  the  SOP? 

I 

5 

SOP 

Is  the  SUXOS  ensuring  the  SOP  is  enforced 
and  the  inspection  and  disposal  of  MD  is 
being  conducted  lAW  project  documents  and 
the  Inspection/Disposal  of  MD  SOP? 

I 

(P)M(F) 

6 

SOP 

Did  the  UXOSO  conduct  surveillance  of  the 
process  IWA  the  SOP? 

I 

(P).  (1).  (F) 

7 

SOP 

Did  the  SUXOS  conduct  random  checks  of  the 
100%  inspection  process  and  verify  on  form 

DD1 348-1 A  that  the  material  is  free  of  hazards 
lAW  the  SOP?? 

I 

(P).  Oh  (F) 

8 

SOP 

Did  the  UXOQC  ensure  that  all  site  deliverables 
pertaining  to  inspection  and  disposal  of  MD 
demolition  operations  meet  the  requirements  of 
oroiect  documents  and  the  SOP? 

I 

(P).  Oh  (F) 
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9 

SOP 

Is  a  current  copy  of  the  inspection  and  disposal 
of  MD  demolition  operations  SOP,  and  all 
project  field  documents  available  to  the  Team 
when  conducting  site  operations?  Check  dates. 

I 

1 

{p).(m 

10 

SOP 

Have  sufficient  communications  been  established 
to  enable  team/field  personnel  to  communicate 
with  the  Site  Field  Office  and  emergency  response 
agencies  prior  to  conducting  demolition  operations 

I 

(P).  (1).  (F) 

Are  there  sufficient  range  vehicles  available,  with 
appropriate  safety  devices  installed,  to  conduct 
inspection  and  disposal  of  MD? 

I 

(P).  0).  (F) 

12 

SOP 

Does  the  UXOSO  ensure  the  handling  of 
material  being  inspected  is  conducted  with 
care  and  attention  to  the  hazards  involved 
with  the  operation? 

I 

(P).  (1).  (F) 

13 

SOP 

Does  the  UXOSO  ensure  the  proper  PPE  is 
available  to  the  team  and  that  it  is  being 
properly  utilized? 

I 

(P).  (1),  (F) 

14 

SOP 

Are  the  PPE  items  required  for  inspection  and 
disposal  of  MD  present  and  serviceable? 

I 

(P),  (1).  (F) 

15 

SOP 

Are  daily  Tailgate  Safety  briefings  conducted 
before  inspection  and  disposal  of  MD  operations 
begin? 

I 

(P).  Oh  (F) 

16 

SOP 

Has  all  general  and  site  specific  training  been 
conducted  prior  to  inspection  and  disposal  of  MD 
on  the  project  site? 

I 

(P).  Oh  (F) 

17 

SOP 

Has  all  the  equipment/vehicles  to  be  utilized  for 
conducting  inspection  and  disposal  of  MD  been 
functionally  inspected  and  certified  operational? 

I 

(Ph  Oh  (F) 

18 

SOP 

Is  form  DD1348-1A  available  and  is  it  being  used 
to  transfer  MDAS  off  site  after  the  material  has 

been  Verified  and  Certified  lAW  the  SOP? 

I 

(Ph  Oh  (F) 

19 

SOP 

Is  a  copy  of  the  Inspection  /Disposal  of  MD  SOP 
maintained  in  the  Team  vehicle? 

I 

(Ph  Oh  (F) 

Punch  List  Items 


No. 
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Punch  List  Items 

Conducted  by: 


Acknowledged  by: 


10/26/2018 
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Three  Phase  Quality  Control  Checklist 

Inspection/Disposal  of  MD  Operations  (MEC  SOP  8) 

Team:  Team  One,  Two  Location:  Castner  Range 

Date:  05  April  2016 

Personnel  Present:  ALL 

Phase  of  Inspection  (Circle):  PREPARATORY  (P);  INITIAL  (t);  FOLLOW-UP  (F^ 

ChecI 

Item 

klist 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

1 

MEC 

PROJECl 

PLAN 

Have  all  team  members  reviewed  the  current 

MEC  SOP  8?  Check  Dates/Record  of  training. 

{P) 

2 

SOP 

Are  personnel  performing  inspection  and 
disposal  of  MD  qualified  in  accordance  with 
project  documents? 

F 

(P),(I).(F) 

3 

SOP 

Has  the  PM  ensured  the  required 
manpower  and  equipment  is  available  to 
safely  and  properly  execute  this  SOP? 

(P) 

4 

SOP 

Containers  appropriate  for  the  type  and 
amount  of  MD  being  processed  on  site,  that 
will  secure  the  material  after  it  has  been 
inspected  and  can  the  container  be  locked 
and  sealed  lAW  the  SOP? 

F 

5 

SOP 

Is  the  SUXOS  ensuring  the  SOP  is  enforced 
and  the  inspection  and  disposal  of  MD  is 
being  conducted  I  AW  project  documents  and 
the  Inspection/Disposal  of  MD  SOP? 

F 

(P)M(F) 

6 

SOP 

Did  the  UXOSO  conduct  surveillance  of  the 
process  IWA  the  SOP? 

F 

(P).  (1).  (F) 

7 

SOP 

Did  the  SUXOS  conduct  random  checks  of  the 
100%  inspection  process  and  verify  on  form 
DD1348-1 A  that  the  material  is  free  of  hazards 

lAW  the  SOP?? 

F 

(P).  (I).  (F) 

8 

SOP 

_ 

Did  the  UXOQC  ensure  that  all  site  deliverables 
pertaining  to  inspection  and  disposal  of  MD 
demolition  operations  meet  the  requirements  of 
nroiect  documents  and  the  SQP? 

F 

(P).  (1).  (F) 
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g 

SOP 

Is  a  current  copy  of  the  inspection  and  disposal 
of  MD  demolition  operations  SOP,  and  all 
project  field  documents  available  to  the  Team 
when  conducting  site  operations?  Check  dates. 

F 

{P)M(F) 

10 

SOP 

Have  sufficient  communications  been  established 
to  enable  team/field  personnel  to  communicate 
with  the  Site  Field  Office  and  emergency  response 
agencies  oriorto  conducting  demolition  operations 

F 

(P).  (1).  (F) 

11 

SOP 

Are  there  sufficient  range  vehicles  available,  with 
appropriate  safety  devices  installed,  to  conduct 
inspection  and  disposal  of  MD? 

F 

(P),  (1).  (F) 

12 

SOP 

Does  the  UXOSO  ensure  the  handling  of 
material  being  inspected  is  conducted  with 
care  and  attention  to  the  hazards  involved 

with  the  operation? 

F 

(P),  (1).  (F) 

13 

SOP 

Does  the  UXOSO  ensure  the  proper  PPE  is 
available  to  the  team  and  that  it  is  being 
properly  utilized? 

F 

(P),  (1).  (F) 

14 

SOP 

Are  the  PPE  items  required  for  inspection  and 
disposal  of  MD  present  and  serviceable? 

F 

(P),  (1),  (F) 

15 

SOP 

Are  daily  Tailgate  Safety  briefings  conducted 
before  inspection  and  disposal  of  MD  operations 
begin? 

F 

(P).  (1),  (F) 

16 

SOP 

Has  all  general  and  site  specific  training  been 
conducted  prior  to  inspection  and  disposal  of  MD 
on  the  project  site? 

F 

(P),  0).  (F) 

17 

SOP 

Has  all  the  equipment/vehicles  to  be  utilized  for 
conducting  inspection  and  disposal  of  MD  been 
functionally  inspected  and  certified  operational? 

F 

(P).  (I).  (F) 

18 

SOP 

Is  form  DD1348-1A  available  and  is  it  being  used 
to  transfer  MDAS  off  site  after  the  material  has 

been  Verified  and  Certified  lAW  the  SOP? 

F 

(P).  (1).  (F) 

19 

SOP 

Is  a  copy  of  the  Inspection  /Disposal  of  MD  SOP 
maintained  in  the  Team  vehicle? 

F 

(P).  (1).  (F) 

Punch  List  Items 


No. 
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Punch  List  Items 

Conducted  by: 


I  Acknowledged  by: 
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SIGN  IN  FOR  Inspection/Disposition  OF 
MPPEH/MD 


CASTNER  RANGE 
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Three  Phase  Quality  Control  Checklist 

Demolition/Disposal  of  MEC  Operations  (MEC  SOP  7) 

Team:  Demo  Team,  SUXOS,  Location;  Castner  Range 

UXOSO,  UXOQCS 

Date:  16  March  2016 

Personnel  Present:  :  Demo  Team,  SUXOS,  UXOSO,  UXOQCS 

Phase  of  Inspection  (Circle);  PREPARATORY  (P):  INITIAL  (1);  FOLLOW-UP  (F) 

ChecI 

Kern 

clist 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

1 

1 

MEC 

PROJECT 

PI  AN 

Have  all  team  members  reviewed  the  current 

MEC  SOP  7?  Check  DatesIRecord  of  training. 

P 

(P) 

2 

SOP 

Are  personnel  perfonning  demolition 
operations  qualified  in  accordance  with 
project  documents? 

P 

(P).(I).(F) 

3 

SOP 

Has  the  PM  ensured  the  required  manpower 
and  equipment  is  available  to  safely  and 
properly  execute  this  SOP? 

1 

■ 

(P) 

4 

SOP 

Has  the  SUXOS  completed  the  mandatory 
notifications  prior  to  conducting  T  demolition 
operations  on  site  lAW  project  documents?  (i.e.. 
Medical,  Fire,  Security,) 

1 

(P)M(F) 

5 

SOP 

Did  the  SUXOS  ensure  the  SOP  is  enforced 
and  the  proper  forms  have  been  filled  out  and 
are  in  the  explosive  transport  vehicle? 

(JV203A,  JV203B,  and  DD  626  if  required) 

1 

(P).(I).(F) 

6 

SOP 

Did  the  UXOSO  ensure  that  the  MSDSs  for 
corresponding  explosives  are  on  site  and 
available? 

■ 

(P).  0).  (F) 

1 

SOP 

Is  appropriate  personal  and  performance  related 
equipment  available  for  the  proper  conduct  of 
demolition  operations? 

1 

(P).  (1).  (F) 

Revised  June  2012 


10/26/2018 


007388 


Item 

Ref. 

Inspection  Point 

Yes 

No 

8 

SOP 

Did  the  UXOQC  ensure  that  alt  site  deliverables 
pertaining  to  demolition  operations  meet  the 
requirements  of  project  document  and  the  SOP? 

P 

(P).  (1),  (F) 

9 

SOP 

Is  a  current  copy  of  demolition  operations  SOP, 
and  all  project  field  documents  available  to  the 
Team  when  conducting  site  operations?  Check 
dates. 

1 

1 

{P)M(F) 

10 

SOP 

Have  sufficient  communications  been  established 
to  enable  team/field  personnel  to  communicate 
with  the  Site  Field  Office  and  emergency  response 
agencies  prior  to  conducting  demolition  operations 
on  site? 

P 

(P).  (1).  (F) 

11 

SOP 

Are  there  sufficient  range  vehicles  available,  with 
appropriate  safety  devices  installed,  to  conduct 
demolition  operations? 

P 

(P),  (1),  (F) 

12 

SOP 

Is  the  proper  placarding  available  for  the 
explosives  being  transported  and  is  it  being 
utilized? 

P 

(P).  (1),  (F) 

13 

SOP 

Do  individuals  assigned  to  conduct  demolition 
operations  meet  all  the  requirements  of  project 
documents  and  the  site  demolition  SOP? 

P 

(P).  (1).  (F) 

14 

SOP 

Are  the  PPE  items  required  for  demolition 
operations  present  and  serviceable? 

P 

(P).  (1).  (F) 

15 

SOP 

Are  daily  Tailgate  Safety  briefings  conducted 
before  demolition  operations  begin? 

P 

(P),  (1),  (F) 

16 

SOP 

Has  all  general  and  site  specific  training  been 
conducted  prior  to  demolition  operations  on  the 
proiect  site? 

P 

(P).  Oh  (F) 

17 

SOP 

Has  all  the  equipment/vehicles  to  be  utilized  for 
conducting  demolition  operations  on  site  been 
functionally  inspected  and  certified  operational? 

P 

(P),  Oh  (F) 

18 

SOP 

Is  a  copy  of  the  BATF  License/Employee 
Possessor  Form  maintained  in  the  project  office 
and  available  in  the  vehicle  transporting 
explosives  to  the  demolition  site? 

P 

(P),  Oh  (F) 

19 

SOP 

Is  a  copy  of  the  Demolition/disposal  of  MEG  SOP, 

and  JV  form  &42  Safety  Audit  Checklist  section 

17.0-17.8  maintained  in  the  Demolition  Team 

vehicle? 

P 

(Ph  Oh  (F) 

Revised  June  2012 


10/26/2018 


007389 


Punch  List  Items 

No. 

Conducted  by: 


Acknowledged  by: 


10/26/2018 


007390 


Throe  Phase  Quality  Control  Checklist 

Demolition/Disposal  of  MEC  Operations  (MEC  SOP  7) 

Team:  Demo  Team,  SUXOS,  Location;  Castner  Range 

UXOSO,  UXOQCS 

Date:  22  March  2016 

Personnel  Present:  :  Demo  Team,  SUXOS,  UXOSO,  UXOQCS 

Phase  of  Inspection  (Circle);  PREPARATORY  (P);  INITIAL  (1);  FOLLOW-UP  (F) 

ChecI 

Item 

itlist 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

1 

MEC 

PROJECT 
PI  ANI 

Have  all  team  members  reviewed  the  current 

MEC  SOP  7?  Check  DatesI Record  of  training. 

(P) 

2 

SOP 

Are  personnel  performing  demolition 
operations  qualified  in  accordance  with 
project  documents? 

I 

(P).(I).(F) 

3 

SOP 

Has  the  PM  ensured  the  required  manpower 
and  equipment  is  available  to  safely  and 
properly  execute  this  SOP? 

(P) 

1 

SOP 

Has  the  SUXOS  completed  the  mandatory 
notifications  prior  to  conducting  T  demolition 
operations  on  site  lAW  project  documents?  (i.e., 
Medical,  Fire,  Security,) 

I 

(P)M(F) 

5 

SOP 

Did  the  SUXOS  ensure  the  SOP  is  enforced 
and  the  proper  forms  have  been  filled  out  and 
are  in  the  explosive  transport  vehicle? 

(JV203A,  JV203B,  and  DD  626  if  required) 

I 

(P).(I).(F) 

6 

SOP 

Did  the  UXOSO  ensure  that  the  MSDSs  for 
corresponding  explosives  are  on  site  and 
available? 

I 

(P).  (1),  (F) 

1 

SOP 

Is  appropriate  personal  and  performance  related 
equipment  available  for  the  proper  conduct  of 
demolition  operations? 

I 

(P).  (1).  (F) 

Revised  June  2012 


10/26/2018 


007391 


Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

8 

SOP 

Did  the  UXOQC  ensure  that  all  site  deliverables 
pertaining  to  demolition  operations  meet  the 
requirements  of  project  document  and  the  SOP? 

I 

(P),  (1).  (F) 

g 

SOP 

Is  a  current  copy  of  demolition  operations  SOP, 
and  all  project  field  documents  available  to  the 
Team  when  conducting  site  operations?  Check 
dates. 

I 

{P),(I).(F) 

10 

SOP 

Have  sufficient  communications  been  established 
to  enable  team/field  personnel  to  communicate 
with  the  Site  Field  Office  and  emergency  response 
agencies  prior  to  conducting  demolition  operations 
on  site? 

I 

(P).  (1).  (F) 

SOP 

Are  there  sufficient  range  vehicles  available,  with 
appropriate  safety  devices  installed,  to  conduct 
demolition  operations? 

I 

(P).  (1).  (F) 

12 

SOP 

Is  the  proper  placarding  available  for  the 
explosives  being  transported  and  is  it  being 
utilized? 

I 

(P),  (1),  (F) 

13 

SOP 

Do  individuals  assigned  to  conduct  demolition 
operations  meet  all  the  requirements  of  project 
documents  and  the  site  demolition  SOP? 

I 

(P).  (1).  (F) 

14 

SOP 

Are  the  PPE  items  required  for  demolition 
operations  present  and  serviceable? 

I 

(P).  (1),  (F) 

SOP 

Are  daily  Tailgate  Safety  briefings  conducted 
before  demolition  operations  begin? 

I 

(P),  (1),  (F) 

16 

SOP 

Has  all  general  and  site  specific  training  been 
conducted  prior  to  demolition  operations  on  the 
oroiect  site? 

I 

(P).  (1).  (F) 

17 

SOP 

Has  all  the  equipment/vehicles  to  be  utilized  for 
conducting  demolition  operations  on  site  been 
functionally  inspected  and  certified  operational? 

I 

(P).  (1).  (F) 

18 

SOP 

Is  a  copy  of  the  BATF  License/Employee 

Possessor  Form  maintained  in  the  project  office 
and  available  in  the  vehicle  transporting 
explosives  to  the  demolition  site? 

I 

(P),  (1),  (F) 

19 

SOP 

Is  a  copy  of  the  Demolition/disposal  of  MEC  SOP, 
and  JV  form  &42  Safety  Audit  Checklist  section 

17.0-17,8  maintained  in  the  Demolition  Team 

vehicle? 

1 

1 

(P),  0),  (F) 

Revised  June  2012 


10/26/2018 


007392 


Punch  List  Items 

No. 

Conducted  by: 


Acknowledged  by: 


10/26/2018 


007393 


SIGN  IN  DEMOLITION  of  EXPLOSIVES 

MEC  STANDARD  OPERATING  PROCEDURES 
CLASS  Castner  Range 


10/26/2018 


007394 


Three  Phase  Quality  Control  Checklist 
Demolition/Disposal  ofMEC  Operations  (MEC  SOP  7) 


Team;  Demo  Team,  SUXOS,  Location:  Castner  Range 

UXOSO,  UXOQCS _ 

Personnel  Present:  :  Demo  Team,  SUXOS,  UXOSO,  UXOQCS 


Date:  04  April  2016 


Phase  of  Inspection  (Circle);  PREPARATORY  (P);  INITIAL  (I);  FOLLOW-UP  (F) 


Checklist 


Ref.  Inspection  Point 

MEC  Have  all  team  members  reviewed  the  current 

PROJECT  M EC  SOP  7?  Check  DatesI Record  of  training. 

_  PI  AN _ 

SOP  Are  personnel  performing  demolition 

operations  qualified  in  accordance  with 

project  documents? 

Has  the  PM  ensured  the  required  manpower 
and  equipment  is  available  to  safely  and 
properly  execute  this  SOP? 


Has  the  SUXOS  completed  the  mandatory 
notifications  prior  to  conducting  T  demolition 
operations  on  site  lAW  project  documents?  (i.e. 
Medical,  Fire,  Security,) 


Did  the  SUXOS  ensure  the  SOP  is  enforced 
and  the  proper  forms  have  been  filled  out  and 
are  in  the  explosive  transport  vehicle? 
(JV203A,  J\/203B,  and  DD  626  if  required) 


SOP  Did  the  UXOSO  ensure  that  the  MSDSs  for 
corresponding  explosives  are  on  site  and 
available? 

SOP  Is  appropriate  personal  and  performance  related 
equipment  available  for  the  proper  conduct  of 
demolition  operations? 


Yes  No  N/A  Comments 


\(P).(I).(F) 


(p),mF) 


(P).(I).(F) 


(P),  (I).  (F) 


\(P).  (I).  (F) 


Revised  June  2012 


10/26/2018 
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Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

8 

SOP 

Did  the  UXOQC  ensure  that  all  site  deliverables 
pertaining  to  demolition  operations  meet  the 
requirements  of  project  document  and  the  SOP? 

F 

(P),  (1).  (F) 

9 

SOP 

Is  a  current  copy  of  demolition  operations  SOP, 
and  all  project  field  documents  available  to  the 
Team  when  conducting  site  operations?  Check 
dates. 

F 

{P),(I).(F) 

10 

SOP 

Have  sufficient  communications  been  established 
to  enable  team/field  personnel  to  communicate 
with  the  Site  Field  Office  and  emergency  response 
agencies  prior  to  conducting  demolition  operations 
on  site? 

F 

(P).  (1).  (F) 

11 

SOP 

Are  there  sufficient  range  vehicles  available,  with 
appropriate  safety  devices  installed,  to  conduct 
demolition  operations? 

F 

(P).  (1).  (F) 

12 

SOP 

Is  the  proper  placarding  available  for  the 
explosives  being  transported  and  is  it  being 
utilized? 

F 

(P).  (1).  (F) 

13 

SOP 

Do  individuals  assigned  to  conduct  demolition 
operations  meet  all  the  requirements  of  project 
documents  and  the  site  demolition  SOP? 

F 

(P).  (1).  (F) 

14 

SOP 

Are  the  PPE  items  required  for  demolition 
operations  present  and  serviceable? 

F 

(P).  (1).  (F) 

15 

SOP 

Are  daily  Tailgate  Safety  briefings  conducted 
before  demolition  operations  begin? 

F 

(P).  (1).  (F) 

16 

SOP 

Has  all  general  and  site  specific  training  been 
conducted  prior  to  demolition  operations  on  the 
project  site? 

F 

(P).  (1).  (F) 

17 

SOP 

Has  all  the  equipmentyvehicles  to  be  utilized  for 
conducting  demolition  operations  on  site  been 
functionally  inspected  and  certified  operational? 

F 

(P).  (1),  (F) 

18 

SOP 

Is  a  copy  of  the  BATF  License/Employee 
Possessor  Form  maintained  in  the  project  office 
and  available  in  the  vehicle  transporting 
explosives  to  the  demolition  site? 

F 

(P).  (1).  (F) 

19 

SOP 

Is  a  copy  of  the  Demolition/disposal  of  MEC  SOP, 
and  JV  form  542  Safety  Audit  Checklist  section 

17.0-17,8  maintained  in  the  Demolition  Team 

vehicle? 

F 

(P).  (1).  (F) 

Revised  June  2012 


10/26/2018 
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Punch  List  Items 

No. 

Conducted  by; 


Acknowledged  by: 


10/26/2018 


007397 


INITIAL  (1);  FOLLOW-UP  (F) 


Checklist 
Item  IRef. 


Sec  2.0 


Inspection  Point  Ves  Vo 

Has  MEC  SOP  1 1  been  reviewed  and  approved  P 
by  a  Qualified  Geophysicist? 


‘(/A  Comments 


2  SOP  Do  reacquisition  team  members  meet  thef 

Sec  3.0  minimum  qualification  standards  required  for 
their  position  within  the  anomaly  resolution 
team? 


I 

3  SOP  Is  a  copy  of  an  approved  and  current  MEC  SOP 

Sec  4.0  available  and  have  all  anomaly  resolution 

team  members  reviewed  the  SOP? 

_ Check  dates/Record  of  training. _ 

4  SOP  Have  anomaly  resolution  team  members,  in 

Sec  4.0  addition  to  initial  site-specific  training, 

received  training  in  the  use  of  survey  and 
detection  instruments  required  for  anomaly 
resolution  operations,  and  have  they  been 
certified  with  the  instruments  in  the  IVS? 

5  SOP  Have  anomaly  resolution  team  members 

Sec  4.0  received  training  on  methodology,  data 

requirements,  and  field  documentation 
protocol,  and  have  they  been  provided  an 
overview  of  the  project  approach  and  how  the 
their  tasks  integrate  into  the  overall  program? 


\(P),(I),(F) 


(P).mF) 


(Pl(I)/F) 


m,(i),(F) 


10/26/2018 


007398 


Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

6 

SOP 

Sec  4.0 

Have  the  Project  Geophysicist  and  Data 
Manager  (DM)  provided  reacquisition  team 
members  an  overview  of  the  internal  quality 
control  (QC)  procedures  required  for  this 
task  and  project  reporting  requirements? 

P 

(P),  am 

7 

SOP 

Sec  5. 1 

Are  the  required  equipment  items  and 
associated  components  required  for  anomaly 
resolution  present  on  site  and  serviceable? 

P 

(P),(J),(F) 

8 

SOP 

Sec  5.2 

Are  anomaly  resolution  teams  knowledgeable 
and  proficient  in  the  general  procedures 
required  for  anomaly  resolution? 

dUF) 

9 

SOP 

Sec  6.0 

Are  QC  checks,  to  include  ensuring  positioning 
information  and  sensor  responses,  valid  and 
repeatable,  performed  and  documented? 

m.cF) 

Punch  List  Items 

No. 

Conducted  by: 


,cknowledged  by: 


10/26/2018 


007399 


Three  Phase  Quality  Control  Checklist 

Anomaly  Resolution  (MEC  SOP  11) 

Team :  Team  One,  Two  Location;  Castner  Range 

Date:  16  March  2016 

Personnel  Present:  ALL 

Phase  of  Inspection  (Circle):  PREPARATORY  (P):  JI^JlIAL(l):  tULLurv-ui' (tj 

LheckI 

Item 

ist 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

SOP 

Sec  2.0 

Has  MEC  SOP  1 1  been  reviewed  and  approved 
by  a  Qualified  Geophysicist? 

{P) 

2 

SOP 

Sec  3 .0 

Do  reacquisition  team  members  meet  the 
minimum  qualification  standards  required  for 
their  position  within  the  anomaly  resolution 
team? 

I 

(P)MrF’) 

3 

SOP 

Sec  4.0 

Is  a  copy  of  an  approved  and  current  MEC  SOP 
1 1  available  and  have  all  anomaly  resolution 
team  members  reviewed  the  SOP? 

Check  dates/ Record  of  trainins. 

I 

(P),(1},(F) 

4 

SOP 

Sec  4.0 

Have  anomaly  resolution  team  members,  in 
addition  to  initial  site-specific  training, 
received  training  in  the  use  of  survey  and 
detection  instruments  required  for  anomaly 
resolution  operations,  and  have  they  been 
certified  with  the  instruments  in  the  IVS? 

I 

(P)M(F) 

5 

SOP 

Sec  4.0 

Have  anomaly  resolution  team  members 
received  training  on  methodology,  data 
requirements,  and  field  documentation 
protocol,  and  have  they  been  provided  an 
overview  of  the  project  approach  and  how  the 
their  tasks  integrate  into  the  overall  program? 

I 

1 

1 

(P),(I).(F) 

10/26/2018 


007400 


Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

6 

SOP 

Sec  4.0 

Have  the  Project  Geophysicist  and  Data 
Manager  (DM)  provided  reacquisition  team 
members  an  overview  of  the  internal  quality 
control  (QC)  procedures  required  for  this 
task  and  project  reporting  requirements? 

I 

fP),  (11(F) 

7 

SOP 

Sec  5. 1 

Are  the  required  equipment  items  and 
associated  components  required  for  anomaly 
resolution  present  on  site  and  serviceable? 

I 

(P).(I),(F) 

8 

SOP 

Sec  5.2 

Are  anomaly  resolution  teams  knowledgeable 
and  proficient  in  the  general  procedures 
required  for  anomaly  resolution? 

I 

fJ),(F) 

9 

SOP 

Sec  6.0 

Are  QC  checks,  to  include  ensuring  positioning 
information  and  sensor  responses,  valid  and 
repeatable,  performed  and  documented? 

I 

(d.(F) 

Punch  L 

ist  Items 

No. 

Conducted  by: 


Acknowledged  by: 


10/26/2018 


007401 


Three  Phase  Quality  Control  Checklist 

Anomaly  Resolution  (MEC  SOP  11) 

Team;  Team  One,  Two  Location:  Castner  Range 

Date:  01  April  2016 

Personnel  Present;  ALL 

Phase  of  Inspection  (Circle);  PREPARATORY  (P);  INITIAL  (I);  tULLUW-UP  (E) 

Checkl 

Item 

ist 

Ref. 

Inspection  Point 

Yes 

Vo 

N/A 

Comments 

1 

SOP 

Sec  2.0 

Has  MEC  SOP  1 1  been  reviewed  and  approved 
by  a  Qualified  Geophysicist? 

[P) 

2 

SOP 

Sec  3 .0 

Do  reacquisition  team  members  meet  the 
minimum  qualification  standards  required  for 
their  position  within  the  anomaly  resolution 
team? 

■ 

(P)M(F) 

3 

SOP 

Sec  4.0 

Is  a  copy  of  an  approved  and  current  MEC  SOP 
1 1  available  and  have  all  anomaly  resolution 
team  members  reviewed  the  SOP? 

Check  dates/Record  of  training. 

(P).(1),(F) 

4 

SOP 

Sec  4.0 

Have  anomaly  resolution  team  members,  in 
addition  to  initial  site-specific  training, 
received  training  in  the  use  of  survey  and 
detection  instruments  required  for  anomaly 
resolution  operations,  and  have  they  been 
certified  with  the  instruments  in  the  IVS? 

F 

(P)M(F) 

5 

SOP 

Sec  4.0 

Have  anomaly  resolution  team  members 
received  training  on  methodology,  data 
requirements,  and  field  documentation 
protocol,  and  have  they  been  provided  an 
overview  of  the  project  approach  and  how  the 
their  tasks  integrate  into  the  overall  program? 

F 

(P),(I),(F) 

10/26/2018 


007402 


Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

6 

SOP 

Sec  4.0 

Have  the  Project  Geophysicist  and  Data 
Manager  (DM)  provided  reacquisition  team 
members  an  overview  of  the  internal  quality 
control  (QC)  procedures  required  for  this 
task  and  project  reporting  requirements? 

F 

(P),  (I),(F) 

7 

SOP 

Sec  5. 1 

Are  the  required  equipment  items  and 
associated  components  required  for  anomaly 
resolution  present  on  site  and  serviceable? 

F 

(P),(I),(F) 

8 

SOP 

Sec  5.2 

Are  anomaly  resolution  teams  knowledgeable 
and  proficient  in  the  general  procedures 
required  for  anomaly  resolution? 

F 

auF) 

9 

SOP 

Sec  6.0 

Are  QC  checks,  to  include  ensuring  positioning 
information  and  sensor  responses,  valid  and 
repeatable,  performed  and  documented? 

F 

(D,(F) 

Punch  L 

ist  Items 

No. 

10/26/2018 


007403 


SIGN  IN  FOR  ANOMALY  RESOLUTION 


CASTNER  RANGE 


Class  given  by: 


Date:  loj 


10/26/2018 


007404 


Three  Phase  Quality  Control  Checklist 

Anomaly  Avoidance  (MEC  SOP  2) 

T  eam:T  wo  Location;  Castner  Range 

Date;  _  ,  ^ 

3  1  ^  1  1  Lts 

Personnel  Present; 

Phase  of  Inspection  (Circle);  PREPARATOR)(^(P^  INITIAL  (I):  FOLLOW-UP  (F) 

Checklist 

Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

1 

MEC 

QAPP 

Have  all  team  members  reviewed  the  current  MEC  SOP2? 
Check  Dates/ Record  of  training. 

P 

(.P) 

2 

SOP 

Are  personnel  performing  anomaly  avoidance  qualified  in 
accordance  with  project  documents? 

P 

(P).(I).(F) 

3 

SOP 

Has  the  PM  ensured  the  required  manpower  and 
equipment  is  available  to  safely  and  properly  execute  this 
SOP? 

P 

(P) 

■ 

SOP 

Are  the  PPE  items  required  for  anomaly  avoidance  present 
and  serviceable? 

P 

(P).(I)-(P) 

5 

SOP 

Is  the  SUXOS  ensuring  the  SOP  is  enforced  and  the 
anomaly  avoidance  upaatjorsaie  being  conducted  projjciiy? 

_£ 

■ 

(P).(n.(p) 

6 

SOP 

Is  a  current  copy  of  the  anomaly  avoidance  SOP,  and  all 
pitject  field  documents  available  to  the  Team  when  conducting 
ske  operations?  Check  dates. 

P 

1 

(P)M).(F) 

7 

SOP 

Have  sufficient  communications  been  established  to  enable 
team/field  personnel  to  communicate  with  the  Site  Field 
Office  and  emergency  response  agencies  prior  to 
conducting  anomaly  avoidance  on  site? 

P 

1 

(P)M(F) 

8 

SOP 

Are  there  sufficient  range  vehicles  available,  with 
appropriate  safety  devices  installed,  to  conduct  anomaly 
avoidance? 

1 

(P.K(I).(F) 

9 

SOP 

Are  daily  Tailgate  Safety  briefings  conducted  before 
anomaly  avoidance  begins  to  include  the  personnel  being 
eaxxled? 

P 

(P).(I),(F) 

10 

SOP 

Has  all  the  equipment/vehicles  to  be  utilized  for  conducting 
inspection  and  disposal  of  MD  been  functionally  inspected 
and  certified  operational? 

1 

1 

(P).O).(F) 

1 1 

SOP 

Is  a  copy  of  the  Anomaly  Avoidance  SOP  maintained  in  the 
Team  vehicle? 

9 

(P).(I),(FI 

10/26/2018 


007405 


Punch  List  Items 

No. 

Conducted 


10/26/2018 


007406 


Three  Phase  Quality  Control  Checklist 

Anomaly  Avoidance  (MEC  SOP  2) 

TeamiOne  Location:  Castner  Range 

Date:  ^  . 

3  ]&/ 

Personnel  Present:  _ 

LIST 

Phase  of  Inspection  (Circle):  PREPARATORY^^  INITIAL  (1):  FOLLOW-UP  (F) 

Checklist 

Item 

Ref. 

Inspection  Point 

Ves 

No 

N/A 

Comments 

i 

MEC 

QAPP 

Have  all  team  members  reviewed  the  current  MEC  SOP2? 
Check  DatesI  Record  of  training. 

f 

(/’; 

2 

SOP 

Are  personnel  perfonning  anomaly  avoidance  qualified  in 
accordance  with  project  documents? 

P 

(P)M),(F) 

3 

SOP 

Has  the  PM  ensured  the  required  manpower  and 
equipment  is  available  to  safely  and  properly  execute  this 
SOP? 

(P) 

■ 

SOP 

Are  the  PPE  items  required  for  anomaly  avoidance  present 
and  serviceable? 

(P),0).(F) 

5 

Is  the  SUXOS  ensuring  the  SOP  is  enforced  and  the 
anomaly  avoidance  opaalions  are  being  conducted  properV? 

(P).(I).(F) 

6 

SOP 

Is  a  current  copy  of  the  anomaly  avoidance  SOP.andall 
piqect  field doQimenls available  to  the  Team  when  conducting 
steoperations?  Check  dates. 

P 

(P).mF) 

7 

SOP 

Have  sufficient  communications  been  established  to  enable 
team/field  personnel  to  communicate  with  the  Site  Field 
Office  and  emergency  response  agencies  prior  to 
conducting  anomaly  avoidance  on  site? 

P 

(P).(IJ.(F) 

8 

SOP 

Are  there  sufficient  range  vehicles  available,  with 
appropriate  safety  devices  installed,  to  conduct  anomaly 
avoidance? 

P 

(P).(I).(F) 

9 

SOP 

Are  daily  Tailgate  Safety  briefings  conducted  before 
anomaly  avoidance  begins  to  include  the  personnel  being 
escorted? 

P 

(P).OUF) 

10 

SOP 

Has  all  the  equipment/vehicles  to  be  utilized  for  conducting 
inspection  and  disposal  of  MD  been  functionally  inspected 
and  certified  operational? 

P 

(P).(l).(F) 

1 1 

SOP 

Is  a  copy  of  llie  Anomaly  Avoidance  SOP  maintained  in  the 

Team  vehicle? 

P 

(p).m,<F) 

10/26/2018 


007407 


Punch  List  Items 

No. 

Conducted 


Acknowledged  by: 


10/26/2018 


007408 


SIGN  IN  ANOMALY  AVOIDANCE  CLASS 
Castner  Range 


10/26/2018 


007409 


Three  Phase  Quality  Control  Checklist 
Anomaly  Avoidance  (MEC  SOP  2) 


Team:  ONE.  TWO 
Personnel  Present;  ALL 


Location;  Castner  Range 


Date;  03/22/2016 


Phase  of  Inspection  (Circle):  PREPARATORY  (P): 


’Initial  (ij^  follow-vp  (F) 


Checklist 
Item  Ref. 


Inspection  Point 


Have  all  team  members  reviewed  the  current  MEC  SOP2? 
QAPP  Dates!  Record  of  training. 

gQp  Are  personnel  performing  anomaly  avoidance  qualified  in 

accordance  with  project  documents? _ _ 

SOP  Has  the  PM  ensured  the  required  manpower  and 

equipment  is  available  to  safely  and  properly  execute  this 
SOP? 


SOP  Are  the  PPE  items  required  for  anomaly  avoidance  present 
and  serviceable? 


SOP  Is  the  SUXOS  ensuring  the  SOP  is  enforced  and  the 


SOP 

Is  a  current  copy  of  the  anomaly  avoidance  SOP,andall 
prqect  field  doarmenls  available  to  the  Team  when  conducting 
site  operations?  Check  dates. 

SOP 

Have  sufficient  communications  been  established  to  enable 
team/field  personnel  to  communicate  with  the  Site  Field 
Office  and  emergency  response  agencies  prior  to 
conducting  anomaly  avoidance  on  site? 

SOP 

Are  there  sufficient  range  vehicles  available,  with 
appropriate  safety  devices  installed,  to  conduct  anomaly 
avoidance? 

SOP 

Are  daily  Tailgate  Safety  briefings  conducted  befixe 
anomaly  avoidance  begins  to  include  the  personnel  being 
escorted? 

SOP 

Has  all  the  equipment/vehicles  to  be  utilized  for  conducting 
inspection  and  disposal  of  MD  been  fiinctionally  inspected 
and  certified  operational? 

N/A 

Comments 

(P) 

(P)MUF) 

(P) 

(P).(I).(P) 

(P)M(F) 

(P).(f).(F) 

(P).(I),(F) 

(P)M(F) 

SOP  Is  a  copy  of  the  Anomaly  Avoidance  SOP  maintained  in  the 
Team  vehicle? 


\(P).m.(F) 


10/26/2018 


007410 


Punch  List  Items 

No. 

Conducted 


Acknowledged  by; 


10/26/2018 


007411 


Three  Phase  Quality  Control  Checklist 

Anomaly  Avoidance  (MEC  SOP  2) 

Team:  ONE  TWO  Location;  Castner  Range 

Date;  1 1  April  2016 

Personnel  Present:  ALL 

- ^ 

Phaseof  Inspection  (Circle);  PREPARATORY  (Pj;  INn'IALfl};  hOLLLj^-UPJF)^^ 

Checklist 

Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

1 

MEC 

QAPP 

Have  all  team  members  reviewed  the  current  MEC  SOP2? 
Check  Dales!  Record  of  training. 

iP) 

2 

SOP 

Are  personnel  performing  anomaly  avoidance  qualified  in 
accordance  with  project  documents? 

F 

(PJ.dKF) 

3 

SOP 

Has  the  PM  ensured  the  required  manpower  and 
equipment  is  available  to  safely  and  properly  execute  this 

SOP? 

(P) 

4 

SOP 

Are  the  PPE  items  required  for  anomaly  avoidance  present 
and  serviceable? 

F 

(P)M).(P) 

5 

SOP 

Is  the  SUXOS  ensuring  the  SOP  is  enforced  and  the 
anomaly  avoidance  opoationsaie  being  conducted  pioperly? 

F 

(P).(!).(F) 

6 

SOP 

Is  a  current  copy  of  the  anomaly  avoidance  SOP,  and  all 
project fielddooimenisavailable  to  the  Team  when  conducting 
sie  operations?  Check  dates. 

F 

(Pj.d).(F) 

7 

SOP 

Have  sufficient  communications  been  established  to  enable 
team/field  personnel  to  communicate  with  the  Site  Field 
Office  and  emergency  response  agencies  prior  to 
conducting  anomaly  avoidance  on  site? 

F 

(Pm.(F) 

8 

SOP 

Are  there  sufficient  range  vehicles  available,  with 
appropriate  safety  devices  installed,  to  conduct  anomaly 
avoidance? 

F 

(P).(I).(F) 

9 

SOP 

Are  daily  Tailgate  Safety  briefings  conducted  before 
anomaly  avoidance  b^'ns  to  include  the  po^jnnel  being 
^Mrted? 

F 

(P).WfF) 

10 

SOP 

Has  all  the  equipment/vehicles  to  be  utilized  for  conducting 
inspection  and  disposal  of  MD  been  functionally  inspected 
and  certified  operational? 

F 

(P).(I).(F) 

1 1 

SOP 

Is  a  copy  of  the  Anomaly  Avoidance  SOP  maintained  in  the 

Team  vehicle? 

F 

10/26/2018 
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Punch  List  Items 

No. 

Conducted  by; 


10/26/2018 


007413 


Tnree  Phase  Quality  Control  Checklist 
Analog  Transect  Operations  (MEC  SOP  3) 


Pereonnel  Present; 


Location. 


CprSW&iL 


Phase  of  Inspection  (Circle):  PREPARATORY^)^  INITIAL  (f);  FOLLOW-UP (F) 


Checklist 

em  I  T 


Ref. 

TMP 


Inspection  Point 

Have  all  team  members  reviewed  the  current 
MEC  SOP  3?  Check  DatesIRecofd  of  training. 


MEC  SOP  3  Are  personnel  performing  Aralog  Transed 
Sec  3  1  Operations  qualified  in  accordance  with  the 
QAPP? 

Was  the  Coordination  Meeting  held  prior  to 
commencing  Anatog  Transect  Operations? 


I 

MEC  SOP  3  jWas  a  Public  Meeting  held  prior  to  commencing 
Sec  3.2  Anateig  Tf^Tsad  Operations? 


5 

MEC  SOP  3 

Sec  3-3 

Has  the  Project  Mar^ger  or  his  representative 
completed  the  mandatory  notifications  prior  to 
conducting  field  operations?  (i.e..  Medical.  Fire, 
Security,  City  Council) 

6 

MEC  SOP  3 

Sec  3.4 

Was  an  Exclusion  Zone  determined  and 
established  by  the  SUXOS  priorto  conducting 
Anateig  Transact  Operations? 

7 

MEC  SOP  3 

Sec  3.4 

Are  proper  visita  access  and  control  procedures 
known  and  followed? 

8 

MEC  SOP  3 

Sec  3.4 

Are  Team  Separation  Distances  observed  in 
accordance  with  ESS  requirements? 

9 

MEC  SOP  3 

3.5 

Do  the  UXO  Teams  meet  the  Analog  Tra^a 
personnel  requirements? 

No  N/A  Comments 

{P) 


(PIOUF) 


(P) 


(P) 


(P).(I).(F) 


if] 


(P).  (I).  (F) 


(P).(I).(F) 


(P).O).(F) 


(P).  0).  (F) 


(P),  0).  (F) 


10/26/2018 


007414 


Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

11 

TMP.  MEC 
SOP  3 

Sec  3,6.2 

Have  all  personnel  assigned  to  the  AnatogTransed 
team  shown  proficiency  with  detection  equipment 
by  passing  detection  heads  over  one  or  more 
metal  items  on  the  ground  surface  or  buned  in  the 
instrument  test  area  prior  to  the  start  of  surface 
clearance  operations? 

(P),  (0.  (F) 

12 

TMP,  MEC 
SOP  3 

Sec  3,6.3 

Is  a  current  copy  of  the  Project  Ran.  MEC  SOP  3, 
TMP,  Explosive  Saf^y  Submission,  AP/SSHP, 
and  ordnance  identification  publications  available 
to  the  Team  when  conducting  field  operations? 

{P)M(F) 

13 

MEC  SOP  3 

Sec  3,7 

Have  sufficient  communications  been  established 
to  enable  team/field  personnel  to  communicate 
with  the  Site  Field  Office  and  emergency  response 
agencies  prior  to  the  conduct  of  operations? 

IP).  (1).  (p) 

f 

14 

MEC  SOP  3 
Sec  3.12 

Have  all  members  of  the  Analog  Transect  Team 
attended  site-specific  orientation? 

(P).  (1).  (p) 

15 

MEC  SOP  3 
Sec  3.10 

Are  emergertcy  medical  support  administrative, 
notification,  training,  and  equipment  requirements 
observed  for  Analog  Transect  Operations  in 
accordance  with  MEC  SOP  3? 

(P).  Oh  (F) 

10/26/2018 


007415 


flsL 

insnect^on  Pumi 

M/A 

Cammeiifti 

16 

MEC  SOP  3 
Sec  3.12 

Are  the  PPE  items  required  for  Analog  Transect 
Operations  present  and  serviceable  in  accordance 
with  MEC  SOP  3? 

P 

(P).  0).  (F) 

17 

MEC  SOP  3 
Sec  3. 1 3 

Was  a  site-specific  orientation  provided  to  all 
personnel  assigned  to  the  Analog  Transed  teams 
covering,  at  a  minimum,  the  topics  specified  in 

MEC  SOP  3  and  documented  on  a  Course 

Attendance  Sheet? 

(P).  (0.  (F) 

18 

MEC  SOP  3 

Sec  3.13 

Are  daily  briefings  conducted  covering  the  topics 
specified  in  MEC  SOP  3? 

? 

(P).  (0,  (F) 

19 

MEC  SOP  3 
Sec  3.13 

Mas  all  general  and  site  specific  training  been 
conducted  prior  to  the  perfbrmarKe  of  Analog 
Transect  operations? 

e 

(P).  0).  (F) 

20 

MEC  SOP  3 

Sec  3  13 

Has  all  the  equipmenWehicles  utilized  by  the 
Analog  Transect  team  been  functionally  inspected 
and  certified? 

(PI  0),  (F) 

21 

MEC  SOP  3 

Sec  3.14 

Was  an  Exclusion  Zone  (EZ]  determined  and 
established  prior  to  the  conduct  of  Analog  transect 
operations? 

(P).  (I).  (F) 

22 

MEC  SOP  3 

Sec  3  .14 

Does  the  Analog  Transact  Team  composition  meet 
personnel  work  requirements? 

p 

(P).  <l).  (F) 

23 

MEC  SOP  3 
Sec  3.15 

Has  the  UXO  Team  Leader  contacted  the  SUXOS 
prior  to  analog  transect  operations  and  recevec 
approval  to  commence? 

(1).  (F) 

24 

MEC  SOP  3 

Sec  3.15 

Did  the  Team  Leader  ensure  conduct  of  analog 
transect  operations  in  accordance  with  SOP 
provisions  (data  collection,  MRS  boundaries  and 
anomaly  marking  etc.)? 

(0.  (F) 

10/26/2018 


007416 


lUyr> 

>W1 

Ccmmsms 

25 

MEC  SOP  3 
Sec  3.15 

Did  only  UXO  qualified  personnel  investigate 
surface/pardatiy  buried  anomalies  to  determine 
status  (MEC,  MPPEH,  Non-Munitions  Debris)? 

(1).  (f=) 

26 

TMP,  MEC 
SOP  3 

Sec  3.15 

Were  approved  procedures  for  located 
MEC/MPPEH  items  followed  (data  collection,  data 
reporting,  item  storage,  item  disposition)*? 

(I),  (F) 

27 

MEC  SOP  3 

Sec  3  .16 

Were  approved  procedures  for  munitions  vi/ith 
unknown  fillers  followed  (work  cessation,  area 
evacuation,  area  security  necessary  coordination, 
site  turnover)? 

(1),  (F) 

28 

MEC  SOP  3 

Sec  3.17 

Were  appropriate  processing  procedures  followed 
for  hazardous  and  non- hazardous  material  other 
than  MPPEH  (MetaJ  Debris,  Chemicals,  Other 
Hazards)? 

0).  (F) 

29 

MEC  SOP  3 

Sec  3.19 

When  required  by  the  MC  PROJECT  PLAN,  are 
soil  samples  taken  in  accordance  with  SOP 
provisions  (UXO  escort,  mag rietometer  check  of 
sampling  location,  movement  to  alternate  location 
as  necessary)? 

0).  (F) 

30 

— 

MEC  SOP  3 

ATT  1 

_ 

Did  the  SUXOS  perform  pre-clearance 
requirements  identified  on  and  properly  fill  out 
his/her  portion  of  the  MEC  Daily  Activities 

Checklist  (briefing,  utility  and  danger  notification, 
work  assignment)? 

0).  (F) 

31 

MEC  SOP  3 

ATT1 

Did  the  Team  Leader  perform  pre-  and  post¬ 
clearance  requirements  identified  on  and  properly 
fill  out  his/her  poilion  of  the  MEC  Daily  Activities 
Checklist  (work  data,  vehicle/equipment 
inspection,  tailgate  safety  briefing,  work  start/stop 
notifications,  site  restoration,  etc.)? 

(0,  (F) 

32 

MEC  SOP  3 
ATT  2 

Did  the  Team  Leader  ensure  all  equipment  was 
available  prior  to  deployment  to  the  field  site  in 
accordance  with  the  MEC  Equipment  Checklist? 

01  (F) 

33 

MEC  SOP  3 

ATT  1 

Dd  the  Team  Leader  ensure  vehicle  inspection 
activities  included  the  utilization  and  completion  of 
the  Vehicle/Heavy  Equipment  Inspection 

Checklist? 

0).  (F) 

10/26/2018 
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Punch  List  Items 

No 

Conducted  by; 


Acknowledged  by: 


10/26/2018 


007418 


Thr&e  Phase  Quality  Control  Checklist 

Analog  Transect  Operations  (MEC  SOP  3) 

Team: 

Perso 

-n^  n  Location^ 

nnel  Present: 

- 

Phase  of  Inspection  (Circle):  PREPARATOR'^J^  INITIAL  (1):  FOLLOW-UP  (F) 

_  ■ 

ChecI 

Item 

(list 

Ref. 

Inspection  Point 

Yes 

No 

UIA. 

Comments 

1 

TMP 

Have  ail  team  members  reviewed  the  ctjrrent 

MEC  SOP  3?  Check  DatesJRecoixi  of  brining. 

P 

{P) 

2 

MEC  SOP  3 
Sec  3.1 

Are  personnel  performing  ArelogTf^i^d 
Operations  qualified  in  accordance  with  the 
QAPP? 

P 

(pm(F) 

3 

MEC  SOP  3 
Sec  3  2 

Was  the  Coordination  Meeting  held  prior  to 
commencing  Anabg  Tra^d  Operations? 

P 

(p) 

4 

MEC  SOP  3 
Sec  3.2 

Was  a  Public  Meeting  held  prior  to  commencing 
Analog  Transect  Operations? 

□ 

(p) 

5 

MEC  SOP  3 

Sec  3.3 

Has  the  Project  Manager  or  his  representative 
completed  the  mandatory  notifications  prior  to 
conducing  field  operations?  (i.e.,  Medical,  Fire, 
Security.  City  Council) 

(P)M(F) 

6 

MEC  SOP  3 
S^3.4 

Was  an  Exclusion  Zone  detennined  and 
established  by  the  SUXOS  prior  to  conducting 
Arelog  Traisal  Operations? 

P 

(P).  (f).  (F) 

7 

MEC  SOP  3 

Sec  3.4 

Are  proper  visitor  access  and  control  procedures 
knovi/n  and  followed? 

P 

(P)M(F) 

a 

MEC  SOP  3 

Sec  3.4 

Are  Team  Separation  Distances  observed  in 
accordance  with  ESS  requirements? 

P 

(P),(I).(F) 

9 

MEC  SOP  3 

3.5 

Do  the  UXO  Teams  meet  the  Analqg Transect 
personnel  requirements? 

a 

■ 

■ 

(P).  (0.  (F) 

10 

MEC  SOP  3 

Sec  3.6, 

ATT  2, 

Is  appropriate  personal  and  performance  related 
equipment  available  for  the  prc^per  conduct  of 
MEC/MPPEH  SAo^ogTra^ct  Operations? 

P 

(P).  (0.  (F) 

10/26/2018 
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Item 

— 

Ref. 

Inspection  Point 

N/A 

Comments 

11 

TMP,  MEC 
SOP  3 

Sec  3.6.2 

Have  all  personnel  assigned  to  the  Arotog  IrTsect 
team  shown  proficiency  with  detection  equipment 
by  passing  detection  heads  over  one  or  more 
metal  items  on  the  ground  surface  or  buried  in  the 
instrument  test  area  prior  to  the  start  of  surface 
clearance  operations? 

(PI  01  (P) 

12 

TMP.  MEC 
SOP  3 

Sec  3. 6. 3 

{P)M(F) 

13 

MEC  SOP  3 
Sec  3.7 

Have  suf^ient  communications  been  established 
to  enable  teamffield  personnel  to  communicate 
with  the  Site  Field  Office  and  emergency  response 
agertcies  prior  to  the  conduct  of  operations? 

(P).  (1),  (P) 

14 

MEC  SOP  3 

Sec  3  12 

Have  ail  members  of  the  Analog  Transect  Team 
attended  site-specific  orientation? 

P 

(P).  (1),  (P) 

15 

MEC  SOP  3 
Sec  3.10 

Are  emergerrcy  medical  support  administrative, 
notification,  training,  and  equipment  requirements 
observed  for  Analog  Transed  Operations  in 
aocortfar>ce  with  MEC  SOP  3? 

J _ 

(Py  0).  (P) 

10/26/2018 


007420 


1»J£? 

BH 

lr«fO0Clian  Potn  t 

hJ/A 

16 

MEC  SOP  3 
Sec  3.12 

Are  the  PPE  items  required  for  Analog  Transect 
Operations  present  and  serviceable  in  accordance 
with  MEC  SOP  3? 

(P),  0).  (F) 

17 

MEC  SOP  3 
Sec  3  . 13 

Was  a  site-specific  orientation  provided  to  all 
personnel  assigned  to  the  Analog  Transect  teams 
covering,  at  a  minimum,  the  topics  specified  in 

MEC  SOP  3  and  documented  on  a  Course 
Attendance  Sheet? 

(PI  (0.  (F) 

18 

MEC  SOP  3 
Sec  3.13 

Are  daily  briefings  conducted  covering  the  topics 
specified  in  MEC  SOP  3? 

(P).  (1).  (F) 

19 

MEC  SOP  3 
Sec  3  13 

Has  all  general  and  site  spedfic  training  been 
conducted  prior  to  the  performance  of  Analog 
Transect  operations? 

e 

(P).  (1).  (F) 

20 

MEC  SOP  3 

Sec  3  13 

Has  all  the  equipment/vehides  utilized  by  the 
Analog  Transect  team  been  functionally  inspected 
and  certified? 

? 

(P),  (f).  (F) 

21 

MEC  SOP  3 

Sec  3.14 

Was  an  Exclusion  Zone  (EZ)  determined  and 
established  prior  to  the  conduct  of  Analog  transect 
operations? 

(P),  (0.  (F) 

22 

MEC  SOP  3 
Sec  3.14 

Does  the  Anakig  Transect  Team  composition  meet 
personnel  work  requirements? 

(P),  (0.  (F) 

23 

MEC  SOP  3 
Sec  3  15 

Has  the  UXO  Team  Leader  contacted  the  SUXOS 
prior  to  analog  transect  operations  and  received 
approval  to  commence? 

(1).  (F) 

24 

MEC  SOP  3 
Sec  3  15 

Did  the  Team  Leader  ensure  conduct  of  analog 
transect  operations  in  accordance  with  SOP 
provisions  (data  collection.  MRS  boundaries  and 
anomaly  marking  etc )? 

(0.  (F) 

10/26/2018 


007421 


lism 

SjL 

m 

25 

MEC  SOP  3 
Sec  3.15 

Did  only  UXO  qualified  personnel  investigate 
surfaceypartially  buried  anomalies  to  determine 
status  (MEC,  MPPEH,  Non-Munitions  Debris)? 

(F) 

26 

IMP.  MEC 
SOP  3 

Sec  3.15 

Were  approved  procedures  for  located 
MEC/MPPEH  items  followed  (data  collection,  data 
reporting,  item  storage,  item  disposition)? 

(0,  (F) 

27 

MEC  SOP  3 

Sec  3.16 

Were  approved  procedures  for  munitions  with 
unknown  fillers  followed  (work  cessation,  area 
evacuation,  area  security  necessary  coordination, 
site  turnover)? 

(1),  (F) 

28 

MEC  SOP  3 

Sec  3.17 

Were  appropriate  processing  procedures  followed 
for  hazardous  and  non-hazardous  material  other 
than  MPPEH  (Metal  Debris.  Chemicals,  Other 
Hazards)? 

(1).  (F) 

29 

MEC  SOP  3 

Sec  3.19 

When  required  by  the  MC  PROJECT  PLAN,  are 
soil  samples  taken  in  accordance  with  SOP 
provisions  (UXO  escort,  magnetometer  check  of 
sampling  location,  movement  to  alternate  location 
as  necessary)? 

0).  (F) 

30 

MEC  SOP  3 
ATT  1 

Did  the  SUXOS  perform  pre-dearance 
requirements  identified  on  and  properly  fill  out 
his/her  portion  of  the  MEC  Daily  Activities 

Checklist  (briefing,  utility  and  danger  notification, 
work  assignment)? 

(1),  (F) 

31 

MEC  SOP  3 

ATT1 

Did  the  Team  Leader  perform  pre-  and  post¬ 
clearance  requirements  identified  on  and  properly 
fill  out  his/her  portion  of  the  MEC  Daily  Activities 
Checklist  (work  data,  vehicle/equipment 
inspection,  tailgate  safety  briefing,  work  start/stop 
notifications,  site  restoration,  etc.)? 

(1).  (F) 

32 

_ 

MEC  SOP  3 

ATT  2 

Did  the  Team  Leader  ensure  all  equipment  was 
available  prior  to  deployment  to  the  field  site  in 
accordance  with  the  MEC  Equipment  Checklist? 

(1),  (F) 

33  ' 

MEC  SOP  3 
ATT1 

Did  the  Team  Leader  ensure  vehicle  inspection 
activities  included  the  utilization  and  completion  of 
the  Vehicle/Heavy  Equipment  Inspection 

Checklist? 

(0,  (F) 

10/26/2018 
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Punch  List  Items 


No. 

Conducted  by: 


Acknowledged  by; 


10/26/2018 


007423 


SIGN  IN  ANALOG  TRANSECTS  MEC  STANDARD 
OPERATING  PROCEDURES  CLASS 

CASTNER  RANGE 


Class  given  by 


Pate:  3 1  loj  t  fo 


10/26/2018 


007424 


Three  Phase  Quality  Control  Checklist 

Analog  Transect  Operations  (MEC  SOP  3) 

Team;  QNE  |  Location:  Castner  Ranoe 

Date:  21  Marrrli  2016 

Personnel  Present;  TEAM  ONE 

Phase  of  Inspection  (Circle)'  PREPARA  TORY  (P).  (  INmAL FOLLOW-UP  (F) 

ChecI 

Item 

klist 

Ref. 

Inspection  Point 

Yes 

No 

WA 

Comments 

1 

TMP 

Have  all  team  members  reviewed  the  current 

MEC  SOP  3?  Check  DateslReconj  of  training 

A 

iP) 

2 

MEC  SOP  3 

Sec  3  1 

Are  personnel  performing  Analog  TrarBetS 
Operations  qualified  in  accordance  with  the 
QAPP? 

\ 

(P).mn 

3 

MEC  SOP  3 

Sec  3  2 

Was  tt>e  Coordination  Meeting  held  prior  to 
commencing  Analog  TrvEed  Operations? 

«■ 

(P) 

4 

MEC  SOP  3 

Sec  3.2 

Was  a  Public  Meeting  held  prior  to  commencing 
Analog  Transect  Operations? 

« 

(P) 

5 

MEC  SOP  3 
Sec  3.3 

Has  the  Project  Manager  or  his  representative 
completed  the  mandatory  notifications  pnor  to 
conducting  field  operations?  (i  e..  Medical.  Fire, 
Security,  City  Counci!) 

1 

(P).O).(F) 

6 

MEC  SOP  3 

Sec  3  4 

Was  an  Exclusion  Zone  determined  and 
established  by  the  SUXOS  pnor  to  conducting 
Analog  Trarsed  Operations? 

1 

(P).  (1).  (F) 

7 

MEC  SOP  3 
Sec  3.4 

Are  proper  visitor  acc^ess  and  control  procedures 
known  and  followed? 

\ 

(P)M(F) 

8 

MEC  SOP  3 

Sec  3  4 

Are  Team  Separation  Distances  observed  in 
accordance  with  ESS  requirements? 

1 

(P).(I),(F) 

9 

MEC  SOP  3 

3.5 

Do  the  UXO  T earns  meet  the  Anstog  Tranaaa 
personnel  requirements? 

\ 

«« 

(P).  (0.  (F) 

10 

1 

MEC  SOP  3 
Sec  3.6, 

ATT  2. 

Is  appropriate  personal  and  performance  related 
equipment  available  for  the  proper  conduct  of 
MEC/MPPEH  S  Analog  Traeed  Operations? 

1 

(P).  (1).  (F) 
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Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

11 

TMP,  MEC 
SOP  3 

Sec  3.6  2 

Have  all  personnel  assigned  to  the  Anaiug  Transect 
team  shown  proficiency  with  detection  equipment 
by  passing  detection  heads  over  one  or  more 
metal  items  on  the  ground  stjrface  or  buried  in  the 
instalment  test  area  prior  to  the  start  of  surface 
clearance  operations? 

(P),  0).  (F) 

12 

TMP.  MEC 

SOP  3 

Sec  3.6  3 

Is  a  current  copy  of  the  Project  Plan.  MEC  SOP  3. 
TMP,  Explosive  Safety  Submission,  AP/SSHP, 
and  ordnance  identification  publications  available 
to  the  Team  when  conducting  field  operations? 

1 

{P}M(F) 

13 

MEC  SOP  3 

Sec  3.7 

Have  sufficient  communications  been  established 
to  enable  team/field  personnel  to  communicate 
with  tfie  Site  Field  Office  and  emergency  response 
agencies  prior  to  the  conduct  of  operations? 

1 

(P).  (I).  (F) 

14 

MEC  SOP  3 

Sec  3  12 

Have  all  members  of  the  Analog  Transect  Team 
attended  site-specific  orientation? 

1 

(P)  0).  (F) 

15 

MEC  SOP  3 
Sec  3.10 

Are  emergency  medical  support  administrative, 
notification,  training,  and  equipment  requirements 
observed  for  Analog  Transect  Operations  in 
accordance  with  MEC  SOP  3? 

I 

(P).  0).  (F) 
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(I'gm 

Rpf, 

InsDectior;  Pom'i 

Yes 

N/A 

Comments 

16 

MEC  SOP  3 
Sec  3  12 

Are  the  PPE  items  required  for  Analog  Transect 
Operations  present  and  serviceable  in  accordartce 
with  MEC  SOP  3? 

1 

(P).  0).  (F) 

17 

MEC  SOP  3 
Sec  3.13 

Was  a  site-specific  orientation  provided  to  all 
personnel  assigned  to  the  Anafog  Transect  teams 
covenng.  at  a  minimum,  the  topics  specified  in 

MEC  SOP  3  and  documented  on  a  Course 
Attendance  Sheet? 

1 

(P).  0).  (F) 

18 

MEC  SOP  3 
Sec  3  13 

Are  daily  briefings  conducted  covering  the  topics 
specified  in  MEC  SOP  3? 

I 

(P).  (1),  (F) 

19 

MEC  SOP  3 

Sec  3.13 

Has  all  general  and  site  specific  training  been 
conducted  prior  to  the  performance  of  Analog 
Transect  operatior^? 

I 

(P).  0).  (F) 

20 

MEC  SOP  3 
Sec  3  13 

Has  all  theequipment/vehides  utilized  by  the 
Analog  Transectteam  been  functionally  inspected 
and  certified? 

I 

(P).  (I>.  (F) 

21 

MEC  SOP  3 

Sec  3.14 

Was  an  Exclusion  Zone  (EZ)  determined  and 
established  pnor  to  the  conduct  of  Analog  transect 
operations? 

I 

(P),  0).  (F) 

22 

MEC  SOP  3 
Sec  3.14 

Does  the  Analog  Transect  Team  composition  meet 
personnel  virork  requirements? 

(P).  0).  (F) 

23 

MEC  SOP  3 
Sec  3.15 

Has  the  UXO  Team  Leader  contacted  the  SUXOS 
prior  to  analog  transect  operations  and  received 
approval  to  commence9 

1 

t 

0).  (F) 

24 

MEC  SOP  3 
Sec  3. 1 5 

Did  the  Team  Leader  ensure  conduct  of  analog 
transect  operations  in  accordance  with  SOP 
provisions  (data  collection  MRS  boundaries  and 
anomaly  marking  etc.)? 

1 

0).  (F) 

10/26/2018 


007427 


Item 

Ref. 

Insoeclion  Point 

Ves 

No 

N/A 

Comments 

25 

MEC  SOP  3 
Sec  3.15 

Did  only  UXO  qualified  personnel  investigate 
surfacei/partially  buried  anomalies  to  determine 
status  (MEC,  MPPEH,  Non-Munitions  Debns)? 

1 

0).  (F) 

26 

TMP.  MEC 
SOP  3 

Sec  3.15 

Were  approved  procedures  for  located 
MEC/MPPEH  items  followed  (data  collection,  data 
reporting,  item  storage,  item  disposition)? 

I 

(1).  (F) 

27 

MEC  SOP  3 
Sec  3,16 

Were  approved  procedures  for  munitions  with 
unknown  fillers  follcMed  (work  cessation,  area 
evacuation,  area  security  necessary  coordination, 
site  turnover)? 

1 

0).  (F) 

28 

MEC  SOP  3 
Sec  3  17 

Were  appropriate  processing  procedures  followed 
for  hazardous  and  norvhazanjous  matenal  other 
than  MPPEH  (Metal  Debris,  Chemicals,  Other 
Hazards)? 

1 

0),  (F) 

29 

MEC  SOP  3 

Sec  3.19 

When  required  by  the  MC  PROJECT  PLAN,  are 
soil  samples  taken  in  accordance  with  SOP 
provisions  (UXO  escort,  magnetometer  ched<  of 
sampling  location,  movement  to  alternate  tocation 
as  necessary)? 

1 

-• 

(I).  (F) 

30 

MEC  SOP  3 

ATT  1 

Did  the  SUXOS  peiform  pre-clearance 
requirements  identified  on  and  properly  fill  out 
his/her  portion  of  the  MEC  Daily  Activities 

Checklist  (bnefing,  utility  and  danger  notification, 
work  assignment)? 

1 

0).  (F) 

31 

MEC  SOP  3 

ATT1 

Did  the  Team  Leader  perform  pre-  and  post¬ 
clearance  requirements  identified  on  and  properly 
fill  out  his/her  portion  of  the  MEC  Daily  Activities 
Checklist  (work  data,  vehicte/equipment 
inspection,  tailgate  safety  briefing,  work  start/stop 
notifications,  site  restoration,  etc.)? 

1 

0),  (F) 

32 

MEC  SOP  3 
ATT  2 

Did  the  Team  Leader  ensure  all  equipment  was 
available  phorto  deployment  to  the  field  site  in 
accordance  with  the  MEC  EquipmentChecklist? 

1 

(I).  (F) 

33 

MEC  SOP  3 
ATT1 

Did  the  Team  Leader  ensure  vehicle  inspection 
activities  included  the  utilization  and  completion  of 
the  Vehicle/Heavy  Equipment  Inspection 

Checklist? 

j. 

0).  (F) 
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Punch  List  Items 

No. 

10/26/2018 
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Three  Phase  Quality  Control  Checklist 

Analog  Transect  Operations  (MEC  SOP  3) 

Team;  ONE 

Locaion:  C^Stny  Ranflg 

Date:  4  Aonl  2016 

Personnel  Present  TEAl^A  ONE 

Phase  of  Inspection  (Circle);  PREPARATORY  (P),  INITIAL(I),  FOLLOW-UP (F) 

ChecI 

Item 

(list 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

1 

TMP 

Have  all  team  members  reviewed  the  current 

MEC  SOP  3?  Check  DatesIRecotd  of  training . 

i 

{P) 

2 

MEC  SOP  3 

Sec  3.1 

Are  personnel  performing  AnalogTransad 
Operations  qualified  in  accordance  with  the 
QAPP? 

F 

(Pm,(F) 

3 

■ 

MEC  SOP  3 

Sec  3.2 

Was  the  Coordination  Meeting  held  prior  to 
commend  ng  Analog  Operations? 

• 

(P) 

4 

MEC  SOP  3 

Sec  3.2 

Was  a  Public  Meeting  held  pnor  to  commenang 
Analog  Transect  Operations? 

(P) 

5 

MEC  SOP  3 
Sec  3.3 

Has  the  Project  Manager  or  he  representative 
completed  the  mandatory  notifications  prior  to 
conducting  field  operations?  (i.e ,  Medical.  Fire, 
Security,  City  Council) 

F 

(p},mp) 

'6 

MEC  SOP  3 

Sec  3.4 

Was  an  Exclusion  Zone  determined  and 
established  by  the  SUXOS  pnor  to  conducting 
Analog  Trasod  Operations? 

F 

(P).  (1).  (F) 

7 

MEC  SOP  3 
Sec  3.4 

Are  proper  visitor  access  and  control  procedures 
known  and  followed? 

F 

(P).(I).(F) 

8 

MEC  SOP  3 

Sec  34 

Are  Team  Separation  Distances  observed  in 

accordance  with  ESS  requirements? 
— 

F 

(P).(0.(F) 

9 

MEC  SOP  3 

3.5 

Do  the  UXO  T  earns  meet  the  Analog  Transect 
personnel  requirements? 

F 

(P).  0),  (F) 

10 

MEC  SOP  3 
Sec  3  6, 
^TT2. 

Is  appropriate  personal  and  performance  related 
equipment  available  for  the  proper  conduct  of 
MEC/MPPEH  S  Analog  Trasect  Operations? 

F 

(P),  (1).  (F) 
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Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

11 

TMP,  MEC 
SOP  3 

Sec  3.6.2 

Have  all  personnel  assigned  to  the  Analog  Trarsed 
team  shown  proficiency  with  detection  equipment 
by  passing  detection  heads  over  one  or  more 
metal  items  on  the,  ground  surface  or  buried  in  the 
instrument  test  area  prior  to  the  start  of  surface 
Clearance  operations'? 

F 

(P).  (f).  (F) 

12 

TMP.  MEC 
SOP  3 

Sec  3  6.3 

Is  a  cument  copy  of  the  Project  Plan,  MEC  SOP  3. 
TMP.  Explosive  Safety  SubmisSKDn.  AP/SSHP. 
and  ordnance  identification  publications  available 
to  the  Team  when  conducting  field  operations? 

F 

{Pm.(F) 

13 

MEC  SOP  3 

Sec  3.7 

Have  sufficient  communications  been  established 
to  enable  team/field  personnel  to  communicate 
virith  the  Site  Field  Office  and  emergency  response 
agencies  prior  to  the  conduct  of  operations? 

F 

(P).  (1).  (F) 

14 

MEC  SOP  3 

Sec  3  12 

Have  all  members  of  the  Analog  Transect  Team 
attended  site-speciftc  orientation? 

F 

(P).  Oh  (F) 

15 

MEC  SOP  3 
Sec  3.10 

Are  emergency  medical  support  administrative, 
rxitification,  training,  and  equipment  requirements 
observed  for  Analog  Transect  Operations  in 
accordance  with  MEC  SOP  3? 

F 

(P).  Oh  (F) 
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iltem 

Ref 

•nsDection  Poim: 

Yes 

No 

N/A 

Commente 

16 

MEC  SOP  3 
Sec  3. 12 

Are  the  PPE  items  required  for  Analog  Transect 
Operations  present  and  serviceable  in  accordance 
with  MEC  SOP  3? 

F 

(P).  (0.  (F) 

17 

MEC  SOP  3 

Sec  3.13 

Was  a  site-specific  orientation  provided  to  all 
personnel  assigned  fo  the  Analog  Transect  teams 
covenng,  at  a  minimum,  the  topics  specified  in 

MEC  SOP  3  and  documented  on  a  Course 

Attendance  Sheet? 

£ 

(P),  0).  (F) 

18 

MEC  SOP  3 

Sec  3.13 

Are  daily  briefings  conducted  covenng  the  topics 
specified  in  MEC  SOP  3? 

F. 

(P).  OK  (F) 

19 

MEC  SOP  3 

Sec  3.13 

Has  all  general  and  site  specific  training  been 
conducted  prior  to  the  performance  of  Analog 
Transect  operations? 

F 

-  « 

(PK  0).  (F) 

20 

MEC  SOP  3 

Sec  3. 1 3 

Has  all  the  equipmentA/ehictes  utilized  by  the 
Analog  Transect  team  been  functionally  inspected 
and  certified? 

F 

(P).  OK  (F) 

|21 

1 

MEC  SOP  3 

Sec  3.14 

Was  an  Exclusion  Zone  (EZ)  d^ermined  and 
established  prior  to  the  conduct  of  Analog  transect 
operations? 

F 

(PK  (IK  (F) 

22 

MEC  SOP  3 
Sec314 

Does  the  Analog  Tran^ctTeam  composition  meet 
personnel  wor1<  requirements? 

F 

(P).  (IK  (F) 

23 

MEC  SOP  3 
Sec  3. 15 

Has  the  UXO  Team  Leader  contacted  the  SUXOS 
prior  to  analog  transect  operations  and  received 
approval  to  commence? 

F 

OK  (F) 

■ 

24 

MEC  SOP  3 

Sec  3. 1 5 

Did  the  Team  Leader  ensure  conduct  df  analog 
transect  operations  in  accordance  with  SOP 
provisions  (data  collection,  MRS  boundanesand 
anomaly  marking  etc.)? 

F 

(1),  (F) 
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Hem 

Rel 

Insoection  Po»rit 

Yes 

No 

m 

Comments 

25 

MEC  SOP  3 

Sec  3.15 

Did  only  UXO  qualified  personnel  investigate 
surfaoe/parlially  buried  anomalies  to  determine 
status  (MEC.  MPPEH.  Non-Munitions  Debris)'? 

F 

(1),  (F) 

26 

TMP,  MEC 
SOP  3 

Sec3  15 

Were  approved  procedures  for  located 
MEC/MPPEH  items  followed  (data  collection,  data 
reporting,  item  storage,  item  disposition)? 

(1).  (F) 

27 

MEC  SOP  3 

Sec  3.16 

Were  approved  procedures  for  munitions  with 
unknown  fitters  followed  (work  cessation,  area 
evacuation,  area  security  necessary  coordination, 
site  turnover)? 

F 

01  (F) 

28 

MEC  SOP  3 

Sec  3.17 

Were  appropnate  processing  procedures  followed 
for  hazardous  and  norvhazaidous  material  other 
than  MPPEH  (Metal  Debris,  Chemicals,  Other 
Hazards)? 

F 

01  (F) 

29 

MEC  SOP  3 

Sec  3.19 

When  required  by  the  MC  PROJECT  PLAN,  are 
soil  samples  taken  in  accordance  with  SOP 
provisions  (UXO  escort,  magnetometer  check  of 
sampling  location,  movement  to  alternate  location 
as  necessary)? 

F 

0).  (F) 

30 

MEC  SOP  3 
ATT  1 

Did  the  SUXOS  perform  pre-dearance 
requirements  identified  on  and  properly  fill  out 
his/her  portion  of  the  MEC  Daily  Activities 

Checklist  (briefing,  utility  and  danger  notification, 
work  assignment)? 

F 

0).  (F) 

31 

MEC  SOP  3 

ATT1 

Did  the  Team  Leader  perform  pre-  and  post- 
clearance  requirements  identified  on  and  properly 
fill  out  his/her  portion  of  the  MEC  Daily  /Vctivities 
Checklist  (work  data,  vehicle/equipment 
inspection,  tailgate  safety  briefing,  work  start/stop 
notifications,  site  restoration,  etc.)? 

F 

01  (F) 

32 

MEC  SOP  3 

ATT  2 

Did  the  Team  Leader  ensure  all  equipment  was 
available  poor  to  deployment  to  the  field  site  in 
accordance  with  the  MEC  Equipment  Checklist? 

F 

0).  (F) 

33 

MEC  SOP  3 

ATT1 

Did  the  Team  Leader  ensure  vehicle  inspection 
activities  included  the  utilization  and  completion  of 
the  Vehicle/Heavy  Equipment  Inspection 
Checklist? 

Oh  (F) 

10/26/2018 
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Three  Phase  Quality  Control  Checklist 

Anomaly  Investigations  (MEC  SOP  5) 

Personnel  Present: 

Phase  of  Inspection  (Circle):  PREPARATORJQ^  INITIAL  (1);  FOLLOW-UP  (F) 

1 - - - - - - - - 

IChecklist 

Item 

Ref. 

Inspection  Point 

iNo 

_ 

WA 

Comments 

1 

TMP 

Have  all  intrusive  operations  team  members 
reviewed  the  current  SOP  S? 

n 

■ 

{P) 

2 

MEC 

SOPS 

Have  client  authorization,  approved  Project 
Plans,  approved  Explosives  Safety  Submission 
(ESS),  approved  SOPs,  and  all  required  forms 
and  documentation  been  provided/received  prioi 
to  the  investigation,  handling,  storage, 
processing,  and  disposition  of  MEC/MPPEH? 

(P) 

MEC 

SOPS 

Are  all  personnel  engaged  in  intrusive  operations 
thoroughly  trained  in  explosive  safety,  capable  oi 
recognizing  hazardous  situations,  and  in  taking 
prompt  corrective  action  following  hazardous 
situation  recognition? 

9 

(P)M),(F) 

4 

TMP 

Is  a  current  copy  of  SOP-06  available  to  the  Team 
when  conducting  field  operations?  Check  date. 

P 

(P),(I)dF) 

5 

TMP 

When  site  conditions  warrant  a  deviation  from 
procedures  in  SOP-06  to  safely  conduct  intrusive 
operations  at  a  certain  location,  is  concurrence  by 
;he  Senior  UXO  Supervisor  (SUXOS),  Project 
Vlanager,  Project  Manager  (PM),  and  federal  and 
state  regulators  (as  required)  obtained? 

P 

(P).(I).(F) 

6 

V1EC 

SOPS 

Tas  the  SUXOS  completed  the  mandatory 
lotifications  prior  to  conducting  intrusive 
operations?  (i.e..  Medical,  Fire,  Village  Patrol, 
Community) 

n  (I),(F) 

10/26/2018 


007434 


Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

7 

MEC 

SOPS 

Has  the  community  been  informed  of  the 
project  schedule  and  the  expected  impacts  of 
intrusive  operations  in  accordance  with  the 
oroject  Work  Plan? 

P 

— 

(P)M).(F) 

8 

MEG 

SOPS 

Are  all  UXO  technicians  assigned  to  this 
project  qualified  in  accordance  with 
Department  of  Defense  Explosives  Safety 
Board  (DDESB)  Technical  Paper  18  (TP- 

(P),(1),(F) 

9 

MEC 

SOPS 

Do  all  field  personnel  meet  the  training 
requirements  presented  in  the  TMP  and 
SSHP  with  attendance  sheets  containing 
attached  curriculum  available  to  document 
completion  of  each  orientation  or  training 
session? 

•  Project  summary 

•  SSHP  review 

•  SOP  review 

•  Documentation  training  (Log  books, 
Field  Forms,  Photographs) 

•  Equipment  training  (Detectors,  DGPS, 
ATVs,  Heavy  Equipment  if  required, 
etc.) 

•  Safety  (Notification  procedures. 

Ordnance  specific,  Review  of  emergency 
response  equipment.  Talk/walk-through 
of  emergency  procedures,  Emergency 
drill,  Daily  health  and  safety  briefings  to 
include  tailgate  briefings.  Weekly  site- 
snecific  munitions  training) 

P 

(P).  mF) 

10 

MEC 

SOPS 

Does  the  Senior  UXO  Supervisor  (or  his/her 
designee)  hold  a  daily  briefing  at  the  beginning 
of  each  workday,  in  accordance  with  the 
requirements  of  the  approved  TMP  covering, 
at  a  minimum,  the  following  topics? 

•  Work  assignments  (map  and  dig  package 
provided) 

•  Emergency  procedure  review 

•  Munitions  safety  review 

•  Communications  procedures  and 

equipment  review 

•  SiiC’Spctific  liaziuU  review  and  iiicasurcs 
used  to  mitigate  those  hazards 

Procedures  for  coordination  of  intrusive 

P 

(px  mF) 
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Item 

Ref. 

Inspection  Point 

m 

■ 

IN/A 

Comments 

11 

MEC 

SOPS 

Does  the  Senior  UXO  Supervisor  document 
the  daily  briefings  in  his/Tier  logbook  and 
obtain  the  signatures  of  those  attending  on 
the  daily  briefmg  attendance  sheet? 

(l).(F) 

12 

MEC 

SOPS 

Is  an  MEC  Daily  Activities  Checklist 
prepared  daily  by  the  SUXOS  and  transferred 
to  each  UXO  Team  Leader  with  the  assigned 
dig  package(s)? 

1 

1 

am 

13 

MEC 

SOPS 

Is  the  MEC  Daily  Activities  Checklist 
completed  by  the  TL  on  site  following  daily 
tailgate  safety  meeting  coverage  of  potential 
hazards  in  the  work  area,  work  assignments, 
equipment  inspections,  and  other  routine 
daily  activities? 

QQB 

(J).  (F) 

14 

MEC 

SOPS 

Does  the  SUXOS,  supported  by  the 
Geophysical  FTL  and  DM,  ensure  that  all 
equipment  and  instrumentation  required  for 
intrusive  operations  is  present  on  site  and 
checked  out  daily  to  ensure  serviceability 
and  proper  function? 

Geonics  EM61  MK2  electromagnetic  all- 
metal  detector 

•  Vallon  all-metal  detector 

•  Whites  all-metal  locator 

Trimble  differential  global  positioning 
system  (DGPS) 

Transport  Vehicles  and  Mechanical 
Equipment  (trucks,  ARGOs,  Backhoe,  etc.) 

•  Communication  Devices  (Radios  and 
Cellular  Phones) 

•  Dig  packages 

Non-Metallic  Pin  flags  and  Non¬ 
sparking  fiberglass  probe  to  guide  pin  flags 

•  Digging  Tools 

•  Logbooks  and  field  forms 

•  Digital  cameras 

•  Safety  and  other  equipment  on  the 
MEC  Equipment  Checklist 

_ 

(P),  (I).  (F) 
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Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

15 

MEC 

SOPS 

Do  intrusive  investigation  teams  meet 
SOP  personnel  composition  requirements  (up 
to  7  members  consisting  of  a  UXO  Team 
leader,  two  2-person  dig  teams  and  one  2- 
person  reacquisition/dig  team)? 

P 

fPJ,  (?) 

16 

DDESB 

TP 

16,SOP- 

07 

Did  the  SUXOS  ensure  that  an  Exclusion  Zone 
(EZ)  was  determined,  established,  and  clearly 
delineated/marked,  based  upon  the  munition 
with  the  greatest  fragmentation  distance 
(MGFD)  identified  for  each  work  site  and  the 
hazardous  fragment  distance  (HFD)  for  that 
munition,  prior  to  the  conduct  of  MEC 
intrusive  operations? 

? 

r?),  a)>  (F) 

17 

MEC 

SOPS 

Are  only  authorized  and  essential  personnel, 
possessing  the  following,  permitted  entry 
into  the  EZ? 

•  Personal  protective  equipment  (PPE) 

in  accordance  with  SSHP 

•  Medical  authorization 

•  Training  certification 

•  Understanding  of  the  SSHP 

•  Approval  of  UXO  personnel 

•  Knowledge  of  “Buddy  System” 
Provisions 

P 

(n  (ih  (F) 
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Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

18 

MEC 

SOPS 

Is  authorized  visitor  access  and  control 
provisions  established  and  followed? 

Access  is  limited  to  essential  personnel  and 
authorized  personnel. 

The  UXO  Safety  Officer  (UXOSO)  has 
completed  an  operational  risk  assessment  and 
ensures  that  visitors  possess  PPE, 
authorizations,  training  and  certifications 
required  for  entry. 

The  maximum  number  of  persons 
allowed  in  the  EZ  is  in  accordance  with 
risk  estimation. 

Persons  requesting  access  to  the  EZ  must 
demonstrate  a  legitimate  need  for  access  and 
obtain  authorization  from  the  Project 
Manager  and  UXOSO  and  must  submit  their 
access  request  well  enough  in  advance  for  the 
UXOSO  to  schedule  an  escort. 

Visitors  receive  a  site-specific  briefing 
explaining  the  hazards  and  safety 

procedures  associated  with  the  EZ  and  must 
acknowledge  the  receipt  of  the  briefing  in 
writing. 

•  Authorized  visitors  are  escorted  by 
UXO-qualified  personnel  at  all  times. 

Any  authorized  visitor  who  violates 
established  safety  procedures  are 

immediately  escorted  out  of  the  EZ  for  the 
visitor’s  own  protection  and  to  protect 
essential  personnel  in  the  EZ. 

(P).  (V,  (F) 

19 

MEC 

SOPS 

If  MEC  items  larger  than  the  identified 
MGFD  are  encountered,  do  operations  cease 
in  the  discovery  AOC  until  an  EZ 
appropriate  for  that  munition(s)  is 
determined  and  established? 

? 

(PI  (I),  (F) 
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Item 

Inspection  Point 

m 

m 

Are  team  separation  distances  between  UXO  teams 
in  each  area  based  on  the  K40  value  (indicative  of  a 
blast  over  pressure  of  1.2  psi)  for  the  MGFD,  where 
the  formula  D  =  KW'^  is  used  (D-distance,  W-the 
explosive  weight  of  the  munition)? 

fp),  (I).  (?) 

21 

SSHP, 

MEC 

SOPS 

Are  personnel  prepared  to  direct  and  coordinate 
emergency  evacuations  when  necessary  with 
support  from  the  local  emergency  services  as 
outlined  in  the  Evacuation  Plan  of  the  SSHP? 

p 

(P),  a),  (F) 

22 

MEC 

SOPS 

At  the  beginning  of  each  workday,  do  reacquisition 
personnel  reacquire  and  mark  anomalies  to  be 
excavated  in  accordance  with  SOP-05? 

(P).  (I),  (F) 

23 

MEC 

SOPS 

Do  intrusive  team  members  pinpoint  the  exaci 
location  of  anomalies  in  proximity  to  the  interpreted 
target  coordinates,  using  an  all  metals  detector,  in 
accordance  with  SOP  provisions? 

p 

■f- 

(I).  (F) 

24 

MEC 

SOPS 

Do  all  anomalies  within  the  lot  and  chosen  for  post¬ 
dig  anomaly  resolution  sampling  pass  the 
acceptance  criteria  (i.e.,  are  the  peak  responses 
below  the  anomaly  selection  threshold)? 

P 

(I).  (F) 

25 

MEC 

SOPS 

Is  a  listing  of  anomalies  considered  inaccessible  due 
to  standing  water,  bedrock,  or  other  reasons 
included  in  the  Contractor  Production  Report  (CPR) 
and  summarized  at  the  weekly  QC  meeting, 
with  the  target  also  noted  as  an  inaccessible  dig  with 
the  reason  for  inaccessibility  in  the  comment  section 
of  the  Surface/Subsurface  Clearance  Data  & 
Munitions  Accountability  Log? 

P 

(P).  (1),  (F 

26 

MEC 

SOPS 

Did  the  UXO  Team  Leader  notify  the  Command 
Center  (Site  Office)  prior  to  commencing  intrusive 
operations? 

(P).  (J).  (F) 

10/26/2018 
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Inspection  Point 

27 

SOP-06 

Are  investigation  procedures  performed  in 
accordance  with  SOP-05  provisions: 

An  appropriate  EZ  will  be  set  up  for  intrusive 
operations. 

Each  anomaly  will  be  investigated  by  locating  the 
boundaries  and  excavating  gently  to  one  side  of  the 
target. 

If  mechanical  equipment  is  used  to  gain  access  to 
an  anomaly,  the  equipment  will  excavate  to  a  point 
no  closer  than  1 2  inches  from  the  anomaly,  at 
which  time  hand  excavation  will  occur  to  uncover 
the  anomaly. 

•  Non  MEC  or  Safe-to-Move  MEC  removed 
from  the  excavation,  and  consolidated  for 
destruction  or  disposed  of  appropriately. 

MEC  that  cannot  be  safely  removed  from  the 
excavation  (fuzed/fired,  etc.)  will  be 

coordinated  with  the  SUXOS  for  in-situ  destruction. 
Non  MPPEH  anomalies  too  large  to  be  removed  are 
left  in  place. 

Once  an  anomaly  is  removed  or  destroyed,  the 
Team  Leader  inspects  the  excavation  both  visually 
and  electronically  to  ensure  that  any  target 
anomalies  present  to  the  dig  depth  have  been 
removed. 

Investigation  holes  are  backfilled  following 

k 

(I).  (F) 

28 

MEC 

SOPS 

Were  approved  procedures  for  located 
MEC/MPPEH  items  followed  (data  collection,  dai:a 
recording,  data  reporting,  item  storage,  engineering 
controls,  item  disposition,  etc.)? 

P 

CSirtOu, 

(1).  (F) 

10/26/2018 
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PIKA 

•  tua- 

PIR 

:ow 

NIE 

Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

29 

MEC 

SOPS 

Were  approved  procedures  for  munitions  with 
unknown  fillers  followed  (work  cessation,  area 
evacuation,  area  security  necessary  coordination,  site 
turnover)? 

•  Immediate  work  cessation 

On-site  personnel  withdraw  upwind 

Two  person  team  secure  the  area  to  prevent 
unauthorized  access,  positioning  themselves  as 
far  upwind  as  possible  while  stif 
maintaining  security  of  the  site 

ITie  SUXOS  and/or  Project  Superintendent 
notifies  the  Project  Manager,  who  will  then  request 
EOD  Mobile  Unit  Eleven,  Detachment 
Northwest,  to  respond 

The  SUXOS  ensures  that  security  on  the  site  is 
maintained  until  the  arrival  of  EOD,  and  assists 
them  as  necessary. 

(I),  (F) 

30 

MFC 

SOPS 

When  are  appropriate  processing  procedures 
followed  for  hazardous  and  non-hazardous  material 
other  than  MPPEH  (Metal  Debris,  Chemicals,  Other 
Hazards)? 

(I),  (F) 

31 

MEC 

SOPS 

Are  MEC/MPPEH  items  handled  and  processed 
in  accordance  with  the  provisions  of  SOP-06? 

32 

MEC 

SOPS 

Are  Step-Outs  appropriately  identified,  named,  and 
processed? 

(//  (F) 

10/26/2018 
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33 

SOP-02  i 

iDoes  proper  site  restoration  occur  daily? 

Pin  flags,  signs,  and  barricades  are  removed 
asappropriate  and  excavated  areas  backfilled. 
Backfill  material  consists  of  native  soil  from  the 
excavation. 

Open  excavations  will  be  marked  by  caution  tape 
Exclusion  zone  signs  will  be  left  in  place  if 
UXO  remains  in  the  work  area. 

Exclusion  zone  signs  may  otherwise  be  left  in 
place  with  approval  of  the  SUXOS. 

0).  (F) 

Punch  List  Items 

No. 

Conducted 


Acknowledged  by; 
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Three  Phase  Quality  Control  Checklist 
Anomaly  Investigations  (MEC  SOP  5) 


Team: 


r 


ocation: 


iDate: 


3j^i 


Personnel  Present: 

US'! 

_ _  _ _  - - - 

Phase  of  Inspection  (Circle):  PREPARATO^JPI;^  INITIAL  (I):  FOLLOW-UP  (F) 

Checklist 

Item 

- ^ - 

Ref.  Ilnspection  Point 

Yes 

No 

N/A 

Comments 

1 

1 

IMP  iHave  all  intrusive  operations  team  members 

Ireviewed  the  current  SOP  5? 

IP) 

2 

MEC 

SOPS 

Have  client  authorization,  approved  Project 
Plans,  approved  Explosives  Safety  Submission 
(ESS),  approved  SOPs,  and  all  required  forms 
and  documentation  been  provided/received  prior 
to  the  investigation,  handling,  storage, 
processing,  and  disposition  of  MEC/MPPEH? 

fP) 

3 

MEC 

SOPS 

Are  all  personnel  engaged  in  intrusive  operations 
thoroughly  trained  in  explosive  safety,  capable  of 
recognizing  hazardous  situations,  and  in  taking 
prompt  corrective  action  following  hazardous 
situation  recognition? 

P 

(P).(I).(F) 

4 

IMP 

Is  a  current  copy  of  SOP-06  available  to  the  Team 
when  conducting  field  operations?  Check  date. 

? 

(P),a),(F) 

5 

IMP 

When  site  conditions  warrant  a  deviation  from 
procedures  in  SOP-06  to  safely  conduct  intrusive 
operations  at  a  certain  location,  is  concurrence  by 
the  Senior  UXO  Supervisor  (SUXOS),  Project 
Manager,  Project  Manager  (PM),  and  federal  and 
state  regulators  (as  required)  obtained? 

P 

(P)M),(F) 

6 

MEC 

SOPS 

Has  the  SUXOS  completed  the  mandatory 
notiications  prior  to  conducting  intrusive 
operations?  (i.e..  Medical,  Fire,  Village  Patrol, 
Community) 

(P),  0),(F) 
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Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

1 

Has  the  community  been  informed  of  the 
project  schedule  and  the  expected  impacts  of 
intrusive  operations  in  accordance  with  the 
project  Work  Plan? 

P 

(P)M).(F) 

8 

MEC 

SOPS 

Are  all  UXO  technicians  assigned  to  this 
project  qualified  in  accordance  with 
Department  of  Defense  Explosives  Safety 
Board  (DDESB)  Technical  Paper  18  (TP- 

P 

iP),(l),(F) 

9 

MEC 

SOPS 

Do  all  field  personnel  meet  the  training 
requirements  presented  in  the  TMP  and 
SSHP  with  attendance  sheets  containing 
attached  curriculum  available  to  document 
completion  of  each  orientation  or  training 
session? 

•  Project  summary 

•  SSHP  review 

•  SOP  review 

“  Documentation  training  (Log  books, 
Field  Forms,  Photographs) 

•  Equipment  training  (Detectors,  DGPS, 
ATVs,  Heavy  Equipment  if  required, 
etc.) 

•  Safety  (Notification  procedures. 

Ordnance  specific.  Review  of  emergency 
response  equipment.  Talk/ walk-through 
of  emergency  procedures.  Emergency 
drill.  Daily  health  and  safety  briefings  to 
include  tailgate  briefings.  Weekly  site- 
soecific  munitions  traininir't 

P 

(PI  (1),(F) 

It 

MEC 

SOPS 

Does  the  Senior  UXO  Supervisor  (or  his/her 
designee)  hold  a  daily  briefing  at  the  beginning 
of  each  workday,  in  accordance  with  the 
requirements  of  the  approved  TMP  covering, 
at  a  minimum,  the  following  topics? 

•  Work  assignments  (map  and  dig  package 
provided) 

•  Emergency  procedure  review 

•  Munitions  safety  review 

•  Communications  procedures  and 

equipment  review 

•  Site-spccific  hazaid  review  and  measures 
used  to  mitigate  those  hazards 

Procedures  for  coordination  of  intrusive 

P 

(P),  (I),(F) 
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PIKA 


VUICOLVI 

PIRNIE 


Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

11 

MEC 

SOP  5 

Does  the  Senior  UXO  Supervisor  document 
the  daily  briefings  in  his/her  logbook  and 
obtain  the  signatures  of  those  attending  on 
the  daily  briefing  attendance  sheet? 

T 

dUF) 

12 

MEC 

SOP  5 

Is  an  MEC  Daily  Activities  Checklist 
prepared  daily  by  the  SUXOS  and  transferred 
to  each  UXO  Team  Leader  with  the  assigned 
dig  package(s)? 

(lUF) 

13 

MEC 

SOPS 

Is  the  MEC  Daily  Activities  Checklist 
completed  by  the  TL  on  site  following  daily 
tailgate  safety  meeting  coverage  of  potential 
hazards  in  the  work  area,  work  assignments, 
equipment  inspections,  and  other  routine 
daily  activities? 

(I),  (F) 

1 

1 

1 

14 

MEC 

SOPS 

Does  the  SUXOS,  supported  by  the 
Geophysical  FTL  and  DM,  ensure  that  all 
equipment  and  instrumentation  required  for 
intrusive  operations  is  present  on  site  and 
checked  out  daily  to  ensure  serviceability 
and  proper  function? 

Geonics  EM61  MK2  electromagnetic  all- 
metal  detector 

•  Vallon  all-metal  detector 

•  Whites  all-metal  locator 

Trimble  differential  global  positioning 
system  (DGPS) 

Transport  Vehicles  and  Mechanical 
Equipment  (trucks,  ARGOs,  Backhoe,  etc.) 

•  Communication  Devices  (Radios  and 
Cellular  Phones) 

•  Dig  packages 

Non-Metallic  Pin  flags  and  Non¬ 
sparking  fiberglass  probe  to  guide  pin  flags 

•  Digging  Tools 

•  Logbooks  and  field  forms 

•  Digital  cameras 

•  Safety  and  other  equipment  on  the 
MEC  Equipment  Checklist 

_ _ _ _ 

(Ph  0),  (F) 
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Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

15 

MEC 

SOPS 

Do  intrusive  investigation  teams  meet 
SOP  personnel  composition  requirements  (up 
to  7  members  consisting  of  a  UXO  Team 
eader,  two  2-person  dig  teams  and  one  2- 
person  reacquisition/dig  team)? 

(P),  (1).  (F) 

16 

DDESB 

TP 

16,SOP- 

07 

Did  the  SUXOS  ensure  that  an  Exclusion  Zone 
(EZ)  was  determined,  established,  and  clearly 
delineated/marked,  based  upon  the  munition 
with  the  greatest  fragmentation  distance 
(MGFD)  identified  for  each  work  site  and  the 
hazardous  fragment  distance  (HFD)  for  thal 
munition,  prior  to  the  conduct  of  MEC 
intrusive  operations? 

9 

(P).  (V,  (F) 

17 

MEC 

SOP  5 

Are  only  authorized  and  essential  personnel, 
possessing  the  following,  permitted  entry 
into  the  EZ? 

•  Personal  protective  equipment  (PPE) 

in  accordance  with  SSHP 

•  Medical  authorization 

•  Training  certification 

•  Understanding  of  the  SSHP 

•  Approval  of  UXO  personnel 

•  Knowledge  of  “Buddy  System” 
Provisions 

(P),  (Jh  (F) 
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:otvi 

Nil 


Item 

Ref. 

inspection  Point 

Yes 

No 

N/A 

Comments 

18 

MEC 

SOPS 

Is  authorized  visitor  access  and  control 
provisions  established  and  followed? 

Access  is  limited  to  essential  personnel  and 
authorized  personnel. 

The  UXO  Safety  Officer  (UXOSO)  has 
completed  an  operational  risk  assessment  and 
ensures  that  visitors  possess  PPE, 
authorizations,  training  and  certifications 
required  for  entry. 

The  maximum  number  of  persons 
allowed  in  the  EZ  is  in  accordance  with 
risk  estimation. 

Persons  requesting  access  to  the  EZ  must 
demonstrate  a  legitimate  need  for  access  and 
obtain  authorization  from  the  Project 
Manager  and  UXOSO  and  must  submit  their 
access  request  well  enough  in  advance  for  the 
UXOSO  to  schedule  an  escort. 

Visitors  receive  a  site-specific  briefing 
explaining  the  hazards  and  safety 

procedures  associated  with  the  EZ  and  must 
acknowledge  the  receipt  of  the  briefing  in 
writing. 

•  Authorized  visitors  are  escorted  by 
UXO-qualified  personnel  at  all  times. 

Any  authorized  visitor  who  violates 
established  safety  procedures  are 

immediately  escorted  out  of  the  EZ  for  the 
visitor’s  own  protection  and  to  protect 
essential  personnel  in  the  EZ. 

9 

(P),  (I),  (F) 

19 

MEC 

SOPS 

If  MEC  items  larger  than  the  identified 
MGFD  are  encountered,  do  operations  cease 
in  the  discovery  AOC  until  an  EZ 
appropriate  for  that  munition(s)  is 
determined  and  established? 

? 

(P),  (I).  (F) 
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Item 

Ref. 

Inspection  Point 

Yes 

iv/A 

Comments 

20 

MEC 

SOPS 

Are  team  separation  distances  between  UXO  teams 
in  each  area  based  on  the  K40  value  (indicative  of  a 
blast  over  pressure  of  1.2  psi)  for  the  MGFD,  where 
the  formula  D  =  KW‘^^  is  used  (D-distance,  W-the 
explosive  weight  of  the  munition)? 

1 

(P)-  m.  (F) 

21 

SSHP, 

MEC 

SOPS 

Are  personnel  prepared  to  direct  and  coordinate 
emergency  evacuations  when  necessary  with 
support  from  the  local  emergency  services  as 
outlined  in  the  Evacuation  Plan  of  the  SSHP? 

C 

(P).  0),  (F) 

22 

MEC 

SOPS 

At  the  beginning  of  each  workday,  do  reacquisition 
personnel  reacquire  and  mark  anomalies  to  be 
excavated  in  accordance  with  SOP-05? 

1 

(P).  0).  (F) 

23 

^^9 

Do  intrusive  team  members  pinpoint  the  exact 
location  of  anomalies  in  proximity  to  the  interpreted 
target  coordinates,  using  an  all  metals  detector,  in 
accordance  with  SOP  provisions? 

1 

1 

■ 

0).  (F) 

24 

MEC 

SOPS 

Do  all  anomalies  within  the  lot  and  chosen  for  post¬ 
dig  anomaly  resolution  sampling  pass  the 
acceptance  criteria  (i.e.,  are  the  peak  responses 
below  the  anomaly  selection  threshold)? 

ai  (F) 

25 

MEC 

SOPS 

Is  a  listing  of  anomalies  considered  inaccessible  due 
to  standing  water,  bedrock,  or  other  reasons 
included  in  the  Contractor  Production  Report  (CPR) 
and  summarized  at  the  weekly  QC  meeting, 
with  the  target  also  noted  as  an  inaccessible  dig  with 
the  reason  for  inaccessibility  in  the  comment  section 
of  the  Surface/Subsurface  Clearance  Data  & 
Munitions  Accountability  Log? 

V 

(PI  (I),  (F 

26 

MEC 

SOPS 

Did  the  UXO  Team  Leader  notify  the  Command 
Center  (Site  Office)  prior  to  commencing  intrusive 
operations? 

e 

(P).  (Ih  (F) 
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Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

27 

SOP-06 

Ai'e  investigation  procedures  performed  in 
accordance  with  SOP-05  provisions: 

A.n  appropriate  EZ  will  be  set  up  for  intrusive 
operations. 

Each  anomaly  will  be  investigated  by  locating  the 
boundaries  and  excavating  gently  to  one  side  of  the 
target. 

If  mechanical  equipment  is  used  to  gain  access  to 
an  anomaly,  the  equipment  will  excavate  to  a  point 
no  closer  than  1 2  inches  from  the  anomaly,  at 
which  time  hand  excavation  will  occur  to  uncover 
the  anomaly. 

•  Non  MEC  or  Safe-to-Move  MEC  removed 
from  the  excavation,  and  consolidated  for 
destruction  or  disposed  of  appropriately. 

MEC  that  cannot  be  safely  removed  from  the 
excavation  (fuzed/fired,  etc.)  will  be 

coordinated  with  the  SUXOS  for  in-situ  destruction. 

Non  MPPEH  anomalies  too  large  to  be  removed  are 
left  in  place. 

Once  an  anomaly  is  removed  or  destroyed,  the 
Team  Leader  inspects  the  excavation  both  visually 
and  electronically  to  ensure  that  any  target 
anomalies  present  to  the  dig  depth  have  been 
removed. 

Investigation  holes  are  backfilled  following 

-K  N , 

(/). 

28 

MEC 

SOPS 

Were  approved  procedures  for  located 
MEC/MPPEH  items  followed  (data  collection,  data 
recording,  data  reporting,  item  storage,  engineering 
controls,  item  disposition,  etc.)? 

(I),  (F) 

10/26/2018 
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Item 

Ref. 

Inspection  Point 

No 

m 

Comments 

29 

MEC 

SOPS 

Were  approved  procedures  for  munitions  with 
unknown  fillers  followed  (work  cessation,  area 
evacuation,  area  security  necessary  coordination,  site 
turnover)? 

Immediate  work  cessation 

On-site  personnel  withdraw  upwind 

Two  person  team  secure  the  area  to  prevent 
unauthorized  access,  positioning  themselves  as 
far  upwind  as  possible  while  still 
maintaining  security  of  the  site 

The  SUXOS  and/or  Project  Superintendent 
notifies  the  Project  Manager,  who  will  then  request 
EOD  Mobile  Unit  Eleven,  Detachment 
Northwest,  to  respond 

The  SUXOS  ensures  that  security  on  the  site  is 
maintained  until  the  arrival  of  EOD,  and  assists 
them  as  necessary. 

(V.  (F) 

30 

When  are  appropriate  processing  procedures 
followed  for  hazardous  and  non-hazardous  material 
other  than  MPPEH  (Metal  Debris,  Chemicals,  Othei 
Hazards)? 

(J),  (F) 

31 

MEC 

SOPS 

Are  MEC/MPPEH  items  handled  and  processed 
in  accordance  with  the  provisions  of  SOP-06? 

(//.  (F) 

32 

MEC 

SOPS 

Are  Step-Outs  appropriately  identified,  named,  and 
processed? 

Oh  (F) 

10/26/2018 
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33 

SOP-02 

Does  proper  site  restoration  occur  daily? 

Pin  flags,  signs,  and  barricades  are  removed 
asappropriate  and  excavated  areas  backfilled. 

Backfill  material  consists  of  native  soil  from  the 
excavation. 

Open  excavations  will  be  marked  by  caution  tape 
•  Exclusion  zone  signs  will  be  left  in  place  if 
UXO  remains  in  the  work  area. 

Exclusion  zone  signs  may  otherwise  be  left  in 
place  with  approval  of  the  SUXOS. 

(I)>  (F) 

Punch  List  Items 

No. 

10/26/2018 
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SIGN  IN  ANOMALY  INVESTIGATION 

MEC  STANDARD  OPERATING  PROCEDURES 
CLASS  Castner  Range 


Class  given  by 


Date;  3  9  / 


10/26/2018 


007452 


Three  Phase  Quality  Control  Checklist 
Anomaly  Investigations  (MEC  SOP  5) 


earn:  Team  One,  Two 
ersonnel  Present:  ALL 


ocation:  Castner  Range 


pate: 


15  March  2016 


base  of  Inspection  (Circle):  PREPARA  TOR  Y  (P); 


^lave  all  intrusive  operations  team  members 
eviewed  the  current  SOP  5? 


Has  the  SUXOS  completed  the  mandatory  I 
wtifications  prior  to  conducting  intrusive 
iperations?  (i.e..  Medical,  Fire,  Village  Patrol, 
Community) 


(P).  (J),(F) 


10/26/2018 
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Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

7 

MEC 

SOP  5 

Has  the  community  been  informed  of  the 
project  schedule  and  the  expected  impacts  of 
intrusive  operations  in  accordance  with  the 
project  Work  Plan? 

I 

(P),(I),(F) 

8 

MEC 

SOPS 

Are  all  UXO  technicians  assigned  to  this 
project  qualified  in  accordance  with 
Department  of  Defense  Explosives  Safety 
Board  (DDESB)  Technical  Paper  18  (TP- 

I 

(P)M).(F) 

9 

MEC 

SOPS 

Do  all  field  personnel  meet  the  training 
requirements  presented  in  the  TMP  and 
SSHP  with  attendance  sheets  containing 
attached  curriculum  available  to  document 
completion  of  each  orientation  or  training 
session? 

•  Project  summary 

•  SSHP  review 

•  SOP  review 

•  Documentation  training  (Log  books, 
Field  Forms,  Photographs) 

•  Equipment  training  (Detectors,  DGPS, 
ATVs,  Heavy  Equipment  if  required, 
etc.) 

•  Safety  (Notification  procedures. 

Ordnance  specific.  Review  of  emergency 
response  equipment.  Talk/walk-through 
of  emergency  procedures.  Emergency 
drill.  Daily  health  and  safety  briefings  to 
include  tailgate  briefings.  Weekly  site- 
snecific  munitions  traininHl 

I 

(P).  (I),(F) 

10 

MEC 

SOPS 

Does  the  Senior  UXO  Supervisor  (or  his/her 
designee)  hold  a  daily  briefing  at  the 
beginning  of  each  workday,  in  accordance 
with  the  requirements  of  the  approved  TMP 
covering,  at  a  minimum,  the  following 
topics? 

•  Work  assignments  (map  and  dig  package 
provided) 

•  Emergency  procedure  review 

•  Munitions  safety  review 

•  Communications  procedures  and 

equipment  review 

•  Site-specific  hazard  review  and  measures 
used  to  mitigate  those  hazards 

.  Procedures  for  coordination  of  intrusive 

I 

(P).  (I),(F) 
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Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

11 

MEC 

SOP  5 

Does  the  Senior  UXO  Supervisor  document 
the  daily  briefings  in  his/her  logbook  and 
obtain  the  signatures  of  those  attending  on 
the  daily  briefing  attendance  sheet? 

I 

(Ih(F) 

12 

MEC 

SOPS 

Is  an  MEC  Daily  Activities  Checklist 
prepared  daily  by  the  SUXOS  and 
transferred  to  each  UXO  Team  Leader  with 
the  assigned  dig  package(s)? 

1 

O).(F) 

13 

MEC 

SOPS 

Is  the  MEC  Daily  Activities  Checklist 
completed  by  the  TL  on  site  following  daily 
tailgate  safety  meeting  coverage  of  potential 
hazards  in  the  work  area,  work  assignments, 
equipment  inspections,  and  other  routine 
daily  activities? 

I 

(I).  (F) 

14 

MEC 

SOPS 

Does  the  SUXOS,  supported  by  the 
Geophysical  FTL  and  DM,  ensure  Aat  all 
equipment  and  instrumentation  required  for 
intrusive  operations  is  present  on  site  and 
checked  out  daily  to  ensure  serviceability 
and  proper  function? 

Geonics  EM61  MK2  electromagnetic  all- 
metal  detector 

•  Vallon  all-metal  detector 

•  Whites  all-metal  locator 

Trimble  differential  global  positioning 
system  (DGPS) 

Transport  Vehicles  and  Mechanical 
Equipment  (trucks,  ARGOs,  Backhoe,  etc.) 

•  Communication  Devices  (Radios  and 
Cellular  Phones) 

•  Dig  packages 

Non-Metallic  Pin  flags  and  Non¬ 
sparking  fiberglass  probe  to  guide  pin  flags 

•  Digging  Tools 

•  Logbooks  and  field  forms 

•  Digital  cameras 

•  Safety  and  other  equipment  on  the 
MEC  Equipment  Checklist 

I 

(P),  (I),  (F) 

10/26/2018 
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PIKA 


Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

15 

MEC 

SOPS 

Do  intrusive  investigation  teams  meet 
SOP  personnel  composition  requirements 
(up  to  7  members  consisting  of  a  UXO 
Team  leader,  two  2-person  dig  teams  anii 
one  2-person  reacquisition/dig  team)? 

I 

(P),  Oh  (F) 

16 

DDESB 

TP 

16,S0P- 

07 

Did  the  SUXOS  ensure  that  an  Exclusion 
Zone  (EZ)  was  determined,  established,  and 
clearly  delineated/marked,  based  upon  the 
munition  with  the  greatest  fragmentation 
distance  (MGFD)  identified  for  each  work 
site  and  the  hazardous  fragment  distance 
(HFD)  for  that  munition,  prior  to  the 
conduct  of  MEC  intrusive  operations? 

I 

(P).  Oh  (F) 

17 

MEC 

SOPS 

Are  only  authorized  and  essential  personnel, 
possessing  the  following,  permitted  entry 
into  the  EZ? 

•  Personal  protective  equipment  (PPE) 

in  accordance  with  SSHP 

•  Medical  authorization 

•  Training  certification 

•  Understanding  of  the  SSHP 

•  Approval  of  UXO  personnel 

•  Knowledge  of  “Buddy  System” 
Provisions 

1 

(Ph  Oh  (F) 
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PIKA 

coyvt 

RNIE 

Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

18 

MEC 

SOPS 

[s  authorized  visitor  access  and  control 
provisions  established  and  followed? 

Access  is  limited  to  essential  personnel  and 
authorized  personnel. 

The  UXO  Safety  Officer  (UXOSO)  has 
completed  an  operational  risk  assessment 
and  ensures  that  visitors  possess  PPE, 
authorizations,  training  and  certifications 
required  for  entry. 

The  maximum  number  of  persons 
allowed  in  the  EZ  is  in  accordance  with 
risk  estimation. 

Persons  requesting  access  to  the  EZ  must 
demonstrate  a  legitimate  need  for  access  anc 
obtain  authorization  from  the  Project 
Manager  and  UXOSO  and  must  submit  their 
access  request  well  enough  in  advance  for 
the  UXOSO  to  schedule  an  escort. 

Visitors  receive  a  site-specific  briefing 
explaining  the  hazards  and  safety 

procedures  associated  with  the  EZ  and  must 
acknowledge  the  receipt  of  the  briefing  in 
writing. 

•  Authorized  visitors  are  escorted  by 
UXO-qualified  personnel  at  all  times. 

Any  authorized  visitor  who  violates 
established  safety  procedures  are 

immediately  escorted  out  of  the  EZ  for  the 
visitor’s  own  protection  and  to  protect 
essential  personnel  in  the  EZ. 

1 

(n  (I).  (F) 

19 

MEC 

SOPS 

If  MEC  items  larger  than  the  identified 
MGFD  are  encountered,  do  operations  cease 
in  the  discovery  AOC  until  an  EZ 
appropriate  for  that  munition(s)  is 
determined  and  established? 

1 

(n  (I).  (F) 
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PIKA 

\wcogvt 

PIRNIE 


Inspection  Point 

Comments 

Are  team  separation  distances  between  UXO  teams 
in  each  area  based  on  the  K40  value  (indicative  ot 
a  blast  over  pressure  of  1.2  psi)  for  the  MGFD, 
where  the  formula  D  =  is  used  (D-distance, 

W-the  explosive  weight  of  the  munition)? 

I 

(P),  (T).  (F) 

21 

SSHP, 

MEC 

SOPS 

Are  personnel  prepared  to  direct  and  coordinate 
emergency  evacuations  when  necessary  with 
support  from  the  local  emergency  services  as 
outlined  in  the  Evacuation  Plan  of  the  SSHP? 

(PX  (IX  (F) 

22 

MEC 

SOPS 

At  the  beginning  of  each  workday,  do  reacquisition 
personnel  reacquire  and  mark  anomalies  to  be 
excavated  in  accordance  with  SOP-05? 

I 

(PX  (IX  (F) 

23 

MEC 

SOPS 

Do  intrusive  team  members  pinpoint  the  exaci 
location  of  anomalies  in  proximity  to  the  interpreted 
target  coordinates,  using  an  all  metals  detector,  in 
accordance  with  SOP  provisions? 

I 

(IX  (F) 

24 

MEC 

SOPS 

Do  all  anomalies  within  the  lot  and  chosen  for 
post-dig  anomaly  resolution  sampling  pass  the 
acceptance  criteria  (i.e.,  are  the  peak  responses 
below  the  anomaly  selection  threshold)? 

(IX  (f) 

25 

Mi^C 

SOPS 

Is  a  listing  of  anomalies  considered  inaccessible 
due  to  standing  water,  bedrock,  or  other  reasons 
included  in  the  Contractor  Production  Report 
(CPR)  and  summarized  at  the  weekly  QC 
meeting,  with  the  target  also  noted  as  an 
inaccessible  dig  with  the  reason  for  inaccessibility 
in  the  comment  section  of  the  Surface/Subsurface 
Clearance  Data  &  Munitions  Accountability  Log? 

I 

(PX  OX  (F 

26 

MEC 

SOPS 

Did  the  UXO  Team  Leader  notify  the  Commanij 
Center  (Site  Office)  prior  to  commencing  intmsivc 
operations? 

I 

(PX  (IX  (F) 
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PIKA 

I  IMA 


Ref. 

Inspection  Point 

Comments 

27 

SOP-06 

Are  investigation  procedures  performed  in 
accordance  with  SOP-05  provisions: 

An  appropriate  EZ  will  be  set  up  for  intrusive 
operations. 

Each  anomaly  will  be  investigated  by  locating  the 
boundaries  and  excavating  gently  to  one  side  of  the 
target. 

If  mechanical  equipment  is  used  to  gain  access  to 

an  anomaly,  the  equipment  will  excavate  to  a  point 

no  closer  than  12  inches  from  the  anomaly,  at 

which  time  hand  excavation  will  occur  to  uncover 

the  anomaly. 

•  Non  MEC  or  Safe-to-Move  MEC  removed 
from  the  excavation,  and  consolidated  for 
destruction  or  disposed  of  appropriately. 

MEC  that  cannot  be  safely  removed  from  the 
excavation  (fuzed/fired,  etc.)  will  be 

coordinated  with  the  SUXOS  for  in-situ 
destruction. 

Non  MPPEH  anomalies  too  large  to  be  removed 
are  left  in  place. 

Once  an  anomaly  is  removed  or  destroyed,  the 
Team  Leader  inspects  the  excavation  both  visually 
and  electronically  to  ensure  that  any  target 
anomalies  present  to  the  dig  depth  have  been 
removed. 

I 

(I).  (F) 

28 

MEC 

SOPS 

Were  approved  procedures  for  located 
MEC/MPPEH  items  followed  (data  collection,  data 
recording,  data  reporting,  item  storage,  engineering 
controls,  item  disposition,  etc.)? 

I 

(I).  (F) 
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Item  iRef.  jlnspection  Point 

N/A 

Comments 

1 

29 

MEC 

SOPS 

Were  approved  procedures  for  munitions 
with  unknown  fillers  followed  (work 
cessation,  area  evacuation^  area  securiw 
necessary  coordination,  site  turnover)/ 

•  Immediate  work  cessation 

•  On-site  personnel  withdraw  upwind 

•  Two  person  team  secure  the  area  to 
prevent  unauthorized  access,  positioning 
themselves  as  far  upwind  as 

possible  while  still  maintaining  security 
of  the  site 

•  The  SUXOS  and/or  Project 
Superintendent  notifies  the  Project 
Manager,  who  will  then  request  EOD 
Mobile  Unit  Eleven,  Detachment 
Northwest,  to  respond 

The  SUXOS  ensures  that  security  on  the 
site  is  maintained  until  the  arrival  of  EOD, 

I 

r/A  (F) 

30 

MEC 

SOPS 

When  are  appropriate  processing  procedures 
followed  for  hazardous  and  non-hazardous; 
material  other  than  MPPEH  (Metal  Debris, 
Chemicals,  Other  Hazards)? 

I 

(II  (F) 

31 

MEC 

SOPS 

Are  MEC/MPPEH  items  handled  and  processed 
in  accordance  with  the  provisions  of  SOP-Ob? 

I 

32 

MEC 

SOPS 

Are  Step-Outs  appropriately  identified,  named,  and 
processed? 

I 

(I).  (F) 

33 

SOP-02 

Does  proper  site  restoration  occur  daily? 

Pin  flags,  signs,  and  barricades  are  removed 
asappropriate  and  excavated  areas  backfilled. 
Backfill  material  consists  of  native  soil  from  the 
excavation. 

Open  excavations  will  be  marked  by  caution  tape 
Exclusion  zone  signs  will  be  left  in  place  if 
LIXO  remains  in  the  work  area. 

Exclusion  zone  signs  may  otherwise  be  left  ini 
place  with  approval  of  the  SUXOS. 

I 

(I),  (F) 

jpunch  List  Items 

|No. 

1 _ 

10/26/2018 
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Three  Phase  Quality  Control  Checklist 

Anomaly  Investigations  (MEC  SOP  5) 

Team:  Team  One,  Two  location:  Castner  Range  pate:  21  March  2016 

Personnel  Present:  ALL 

Phase  of  Inspection  (Circle):  PREPARATORY  (P);  INITIAL  (I);  FOE^W-UPj^ 

Checklist 

Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

1 

TMP 

Have  all  intrusive  operations  team  members 
reviewed  the  current  SOP  S? 

[P) 

2 

MEC 

SOPS 

Have  client  authorization,  approved  Project 
Plans,  approved  Explosives  Safety  Submission 
(ESS),  approved  SOPs,  and  all  required  forms 
and  documentation  been  provided/received  prior 
to  the  investigation,  handling,  storage, 
f»-ocessing,  and  disposition  of  MEC/MPPEH? 

(P) 

3 

MEC 

SOPS 

Are  all  personnel  engaged  in  intrusive 
operations  thoroughly  trained  in  explosive 
safety,  capable  of  recognizing  hazardous 
situations,  and  in  taking  prompt  corrective 
action  following  hazardous  situation 

recognition? 

F 

(P)M),(F) 

4 

TMP 

Is  a  current  copy  of  SOP-06  available  to  the 
Team  when  conducting  field  operations?  Check 
date. 

F 

(P)M).(F) 

5 

TMP 

When  site  conditions  warrant  a  deviation 
from  procedures  in  SOP-06  to  safely  conduct 
intrusive  operations  at  a  certain  location,  is 
concurrence  by  the  Senior  UXO  Supervisor 
(SUXOS),  Project  Manager,  Project  Manager 
(PM),  and  federal  and  state  regulators  (as 
required)  obtained? 

F 

(P)M),(F) 

6 

MEC 

SOPS 

Has  the  SUXOS  completed  the  mandatory 
notifications  prior  to  conducting  intrusive 
operations?  (i.e.,  Medical,  Fire,  Village  Patrol, 
Community) 

F 

(P),  (I).(F) 
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Item 

Ref. 

Inspection  Point 

Yes 

Comments 

1 

MEC 

SOPS 

Has  the  community  been  informed  of  the 
project  schedule  and  the  expected  impacts  of 
intrusive  operations  in  accordance  with  the 
project  Work  Plan? 

■ 

1 

1 

m 

8 

MEC 

SOPS 

Are  all  UXO  technicians  assigned  to  this 
project  qualified  in  accordance  with 
Department  of  Defense  Explosives  Safety 
Board  (DDESB)  Technical  Paper  18  (TP- 

F 

(P)M(F) 

9 

MEC 

SOPS 

Do  all  field  personnel  meet  the  training 
requirements  presented  in  the  TMP  and 
SSHP  with  attendance  sheets  containing 
attached  curriculum  available  to  document 
completion  of  each  orientation  or  training 
session? 

•  Project  summary 

•  SSHP  review 

•  SOP  review 

•  Documentation  training  (Log  books, 
Field  Forms,  Photographs) 

•  Equipment  training  (Detectors,  DGPS, 
ATVs,  Heavy  Equipment  if  required, 
etc.) 

•  Safety  (Notification  procedures. 

Ordnance  specific,  Review  of  emergency 
response  equipment.  Talk/walk-through 
of  emergency  procedures.  Emergency 
drill,  Daily  health  and  safety  briefings  to 
include  tailgate  briefings,  Weekly  site- 
specific  munitions  traininel 

F 

(PX  (I).(F) 

10 

MEC 

SOPS 

Does  the  Senior  UXO  Supervisor  (or  his/her 
designee)  hold  a  daily  briefing  at  the 
beginning  of  each  workday,  in  accordance 
with  the  requirements  of  the  approved  TMP 
covering,  at  a  minimum,  the  following 
topics? 

•  Work  assignments  (map  and  dig  package 
provided) 

•  Emergency  procedure  review 

•  Munitions  safety  review 

•  Communications  procedures  and 

equipment  review 

•  Site-specific  hazard  review  and  measures 
used  to  mitigate  those  hazards 

Procedures  for  coordination  of  intrusive 

F 

(P).  (JX(F) 
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Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

11 

MEC 

SOPS 

Does  the  Senior  UXO  Supervisor  document 
the  daily  briefings  in  his/her  logbook  and 
obtain  the  signatures  of  those  attending  on 
the  daily  briefing  attendance  sheet? 

F 

(I),(F) 

12 

MEC 

SOPS 

Is  an  MEC  Daily  Activities  Checklist 
prepared  daily  by  the  SUXOS  and 
transferred  to  each  UXO  Team  Leader  with 
the  assigned  dig  package(s)? 

F 

(DM 

13 

MEC 

SOPS 

Is  the  MEC  Daily  Activities  Checklist 
completed  by  the  TL  on  site  following  daily 
tailgate  safety  meeting  coverage  of  potential 
hazards  in  the  work  area,  work  assignments, 
equipment  inspections,  and  other  routine 
daily  activities? 

F 

Gh  (F) 

14 

MEC 

SOPS 

Does  the  SUXOS,  supported  by  the 
Geophysical  FTL  and  DM,  ensure  that  all 
equipment  and  instrumentation  required  for 
intrusive  operations  is  present  on  site  and 
checked  out  daily  to  ensure  serviceability 
and  proper  function? 

Geonics  EM61  MK2  electromagnetic  all- 
metal  detector 

•  Vallon  all-metal  detector 

•  Whites  all-metal  locator 

Trimble  differential  global  positioning 
system  (DGPS) 

Transport  Vehicles  and  Mechanical 
Equipment  (trucks,  ARGOs,  Backhoe,  etc.) 

•  Communication  Devices  (Radios  and 
Cellular  Phones) 

•  Dig  packages 

Non-Metallic  Pin  flags  and  Non¬ 
sparking  fiberglass  probe  to  guide  pin  flags 

•  Digging  Tools 

•  Logbooks  and  field  forms 

•  Digital  cameras 

•  Safety  and  other  equipment  on  the 
MEC  Equipment  Checklist 

F 

(P),  (I).  (F) 

10/26/2018 
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Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

15 

MEC 

SOPS 

Do  intrusive  investigation  teams  meet 
SOP  personnel  composition  requirements 
(up  to  7  members  consisting  of  a  UXO 
Team  leader,  two  2-person  dig  teams  and 
one  2-person  reacquisition/dig  team)? 

F 

(P),  (I).  (F) 

16 

DDESB 

TP 

16,SOP- 

07 

Did  the  SUXOS  ensure  that  an  Exclusion 
Zone  (EZ)  was  determined,  established,  and 
clearly  delineated/marked,  based  upon  this 
munition  with  the  greatest  fragmentation 
distance  (MGFD)  identified  for  each  work 
site  and  the  hazardous  fragment  distance 
(HFD)  for  that  munition,  prior  to  the 
conduct  of  MEC  intrusive  operations? 

F 

(P),  (I),  (F) 

17 

MEC 

SOPS 

Are  only  authorized  and  essential  personnel, 
possessing  the  following,  permitted  entry 
into  the  EZ? 

•  Personal  protective  equipment  (PPE) 

in  accordance  with  SSHP 

•  Medical  authorization 

•  Training  certification 

•  Understanding  of  the  SSHP 

•  Approval  of  UXO  personnel 

•  Knowledge  of  “Buddy  System” 
Provisions 

F 

(Ph  (Ih  (F) 

10/26/2018 
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Item 

Ref. 

Inspection  Point 

Yes 

No 

N/A 

Comments 

18 

MEC 

SOPS 

Is  authorized  visitor  access  and  control 
provisions  established  and  followed? 

Access  is  limited  to  essential  personnel  and 
authorized  personnel. 

The  UXO  Safety  Officer  (UXOSO)  has 
completed  an  operational  risk  assessment 
and  ensures  that  visitors  possess  PPE, 
authorizations,  training  and  certifications 
required  for  entry. 

The  maximum  number  of  persons 
allowed  in  the  EZ  is  in  accordance  with 
risk  estimation. 

Persons  requesting  access  to  the  EZ  must 
demonstrate  a  legitimate  need  for  access  and 
obtain  authorization  from  the  Project 
Manager  and  UXOSO  and  must  submit  their 
access  request  well  enough  in  advance  for 
the  UXOSO  to  schedule  an  escort. 

Visitors  receive  a  site-specific  briefing 
explaining  the  hazards  and  safety 

procedures  associated  with  the  EZ  and  must 
acknowledge  the  receipt  of  the  briefing  in 
writing. 

•  Authorized  visitors  are  escorted  by 
UXO-qualified  personnel  at  all  times. 

Any  authorized  visitor  who  violates 
established  safety  procedures  are 

immediately  escorted  out  of  the  EZ  for  the 
visitor’s  own  protection  and  to  protect 
essential  personnel  in  the  EZ. 

F 

(P).  (I).  (F) 

19 

MEC 

SOPS 

If  MEC  items  larger  than  the  identified 
MGFD  are  encountered,  do  operations  cease 
in  the  discovery  AOC  until  an  EZ 
appropriate  for  that  munition(s)  is 
determined  and  established? 

F 

(PI  0),  (F) 

10/26/2018 


007466 


bef.  Inspection  Point 


MEC 

SOPS 


Are  team  separation  distances  between  UXO  teams 
in  each  area  based  on  the  K40  value  (indicative  of 
a  blast  over  pressure  of  1.2  psi)  for  the  MGFD. 
where  the  fonnula  D  =  KW’®  is  used  (D-distance 
W-the  explosive  weight  of  the  munition)? 


lYes  No 


N/A 


IComments 

b.  (I).  (F) 


SSHP, 

MEC 

SOPS 


Are  personnel  prepared  to  direct  and  coordinate 
emergency  evacuations  when  necessary  with 
support  from  the  local  emergency  services  as 
outlined  in  the  Evacuation  Plan  of  the  SSHP? 


(P),  (IX  (F) 


22 


MEC 

SOPS 


At  the  beginning  of  each  workday,  do  reacquisition 
personnel  reacquire  and  mark  anomalies  to  be 
excavated  in  accordance  with  SOP-OS? 


(PX  (IX  (F) 


Do  intrusive  team  members  pinpoint  the  exact 
location  of  anomalies  in  proximity  to  the  interpreted 
target  coordinates,  using  an  all  metals  detector,  in 
accordance  with  SOP  provisions? 

F 

(IX  (F) 

MEC 

SOPS 

Do  all  anomalies  within  the  lot  and  chosen  for 
post-dig  anomaly  resolution  sampling  pass  the 
acceptance  criteria  (i.e.,  are  the  peak  responses 
below  the  anomaly  selection  threshold)? 

F 

(IX  (F) 

MEC 

SOPS 

Is  a  listing  of  anomalies  considered  inaccessible 
due  to  standing  water,  bedrock,  or  other  reasons 
included  in  the  Contractor  Production  Report 
(CPR)  and  summarized  at  the  weekly  QC 
meeting,  with  the  target  also  noted  as  an 
inaccessible  dig  with  the  reason  for  inaccessibility 
in  the  comment  section  of  the  Surface/Subsurface 
Clearance  Data  &  Munitions  Accountability  Log? 

F 

(PX  (IX  (F 

MEC 

SOPS 

Did  the  UXO  Team  Leader  notify  the  Command 
Center  (Site  Office)  prior  to  commencing  intrusive 
operations? 

F 

(PX  (IX  (F) 

10/26/2018 
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Item 

Inspection  Point 

■ 

Comments 

27 

SOP-06 

Are  investigation  procedures  performed  in 
accordance  with  SOP-05  provisions: 

An  appropriate  EZ  will  be  set  up  for  intrusive 
operations. 

Each  anomaly  will  be  investigated  by  locating  the 
boundaries  and  excavating  gently  to  one  side  of  the 
target. 

If  mechanical  equipment  is  used  to  gain  access  to 

an  anomaly,  the  equipment  will  excavate  to  a  point 

no  closer  than  1 2  inches  from  the  anomaly,  at 

which  time  hand  excavation  will  occur  to  uncover 

the  anomaly. 

•  Non  MEC  or  Safe-to-Move  MEC  removed 
from  the  excavation,  and  consolidated  for 
destruction  or  disposed  of  appropriately. 

MEC  that  cannot  be  safely  removed  from  the 
excavation  (fuzed/fired,  etc.)  will  be 

coordinated  with  the  SUXOS  for  in-situ 
destruction. 

Non  MPPEH  anomalies  too  large  to  be  removed 
are  left  in  place. 

Once  an  anomaly  is  removed  or  destroyed,  the 
Team  Leader  inspects  the  excavation  both  visually 
and  electronically  to  ensure  that  any  target 
anomalies  present  to  the  dig  depth  have  been 
removed. 

F 

(1),  (F) 

28 

MEC 

SOPS 

F 

(I),  (F) 

10/26/2018 


007468 


ZCAM 

INIE 


[tem 

Ref. 

Inspection  Point 

Yes  1 

No 

N/A 

Comments 

29 

MEC 

SOPS 

Were  approved  procedures  for  munitions 
with  unknown  fillers  followed  (work 
cessation,  area  evacuation,  area  security 
necessary  coordination,  site  turnover)? 

•  Immediate  work  cessation 

•  On-site  personnel  withdraw  upwind 

•  Two  person  team  secure  the  area  tp 
prevent  unauthorized  access,  positioning 
themselves  as  far  upwind  as 

possible  while  still  maintaining  security 
of  the  site 

•  The  SUXOS  and/or  Project 
Superintendent  notifies  the  Project 
Manager,  who  will  then  request  EOD 
Mobile  Unit  Eleven,  Detachment 
Northwest,  to  respond 

The  SUXOS  ensures  that  security  on  the 
site  is  maintained  until  the  arrival  of  EOD, 

F 

(V,  (F) 

30 

I 

MEC 

SOP  5 

When  are  appropriate  processing  procedures 
followed  for  hazardous  and  non-hazardous 
material  other  than  MPPEH  (Metal  Debris, 
Chemicals,  Other  Hazards)? 

F 

(Ih(F) 

31 

MEC 

SOPS 

Are  MEC/MPPEH  items  handled  and  processed 
in  accordance  with  the  provisions  of  SOP-06? 

F 

(0,  (F) 

32 

MEC 

SOPS 

Are  Step-Outs  appropriately  identified,  named,  and 
processed? 

F 

(I).  (F) 

33 

SOP-02 

Does  propier  site  restoration  occur  daily? 

Pin  flags,  signs,  and  barricades  are  removed 
asappropriate  and  excavated  areas  backfilled. 

Backfill  material  consists  of  native  soil  from  the 
excavation. 

Open  excavations  will  be  marked  by  caution  tape 
•  Exclusion  zone  signs  will  be  left  in  place  if 
UXO  remains  in  the  work  area. 

Exclusion  zone  signs  may  otherwise  be  left  in 
place  with  approval  of  the  SUXOS. 

F 

(D.(F) 

Punch  List  Items 

No. 

10/26/2018 
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PIKA 

International.,  Inc. 

M 

lALCOyVI 

nini^  nr 

PIKA-MP  JV,  LLC 

Quality  Control  Report 

rIKNIE 

1 

Report  Number:  001  Date:  2/29/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX 

Weather;  Sunny  Temperature:  45-80T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Setup/  Mobilization 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Site  Setup,  Work  Plan  review,  Site  orientation 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None 


3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None 
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007471 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Continue  site  setup  and  mobilization  activities. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

No  equipment  or  instruments  used 


Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 


2 


10/26/2018 
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PIKA 

Internationai..  Inc. 

MALCOyVI 

nmw  iir* 

PIKA-MP  JV,  LLC 

Quality  Control  Report 

1 

Report  Number:  002  Date:  3/1/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather:  Sunny  Temperature:  47-83T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Setup/  Mobilization 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  letter  in  table  above). 

a.  Site  Setup,  Work  Plan  review,  Site  orientation.  Mobilize  equipment  and  materials 


2.  Preparatory  inspection  for  next  item  of  work  (Materials/shop  drawings  approved,  required 
control  testing  arranged,  all  preliminary  work  has  been  accomplished  as  per  plans  and 
specifications). 

None 


3.  Initial  inspection  (Address  quality  of  workmanship,  assure  control  testing  and  materials 
being  used  in  all  work  are  in  compliance  with  plans  and  specifications. 

None 


4.  Follow-up  inspection  (Assure  control  testing  performed  as  required  and  all  work  performed 
continues  to  be  in  compliance  with  plans  and  specifications). 

None 


5.  Verbal  instructions  received  (List  any  instructions  given  by  government  personnel  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None 


6.  Remarks  (Cover  any  conflicts  in  plans,  specifications,  instructions,  or  any  delay  to  the  job 
attributable  to  weather  conditions). 

None 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Continue  site  setup  and  mobilization  activities. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

No  equipment  or  instruments  used 


Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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PIKA 

International.,  Inc. 

M 

lALCOyVI 

nini^  nr 

PIKA-MP  JV,  LLC 

Quality  Control  Report 

rIKNIE 

1 

Report  Number:  003  Date:  3/2/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX 

Weather;  Sunny  Temperature;  51-85T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Setup/  Mobilization 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Site  Setup,  Mobilize  equipment  and  materials 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None 


3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None 
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007475 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Continue  site  setup  and  mobilization  activities. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

No  equipment  or  instruments  used 


Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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PIKA 

International.,  Inc. 
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PIKA-MP  JV,  LLC 

Quality  Control  Report 

rIKNIE 

1 

Report  Number:  004 


Date:  3/3/16 


Contract  Number:  W912DY-10-D-0025/DS01 


Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX 


Weather;  Sunny 


Temperature:  51-85T 


Contractor/Subcontractors 

Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime) 

Site  Setup/  Mobilization 

b.  National  Fence  (Sub) 

Fence  Installation 

C. 

d. 

1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  letter  in  table  above). 


a.  Install  Magazine  Fence  after  clearance  of  25’  around  magazine  siting  area  and 

access  road. _ 

b.  Begin  QC  seed  preparation. 


2.  Preparatory  inspection  for  next  item  of  work  (Materials/shop  drawings  approved,  required 
control  testing  arranged,  all  preliminary  work  has  been  accomplished  as  per  plans  and 
specifications). 

None 


3.  Initial  inspection  (Address  quality  of  workmanship,  assure  control  testing  and  materials 
being  used  in  all  work  are  in  compliance  with  plans  and  specifications. 

None 


4.  Follow-up  inspection  (Assure  control  testing  performed  as  required  and  all  work  performed 
continues  to  be  in  compliance  with  plans  and  specifications). 

None 


5.  Verbal  instructions  received  (List  any  instructions  given  by  government  personnel  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

Range  safety  brief  provided  by  Martin  Kelly 


6.  Remarks  (Cover  any  conflicts  in  plans,  specifications,  instructions,  or  any  delay  to  the  job 
attributable  to  weather  conditions). 

None 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Begin  field  activities. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

Fence  installation  tools. 


Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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PIKA 

International.,  Inc. 
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lALCOyVI 
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PIKA-MP  JV,  LLC 

Quality  Control  Report 

rIKNIE 

1 

Report  Number:  005 


Date:  3/4/16 


Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX 


Weather;  Sunny 

Temperature;  51-85T 

Contractor/Subcontractors 

Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime) 

Site  Setup/  Mobilization 

b.  Electrician  (Sub) 

Magazine  grounding 

c.  Surveyor  (Sub) 

Grid/Boundary  setup 

d. 

1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  letter  in  table  above). 


a.  Install  LPS  for  magazine  setup. 


b.  QC  seed  and  magazine  data  card  preparation. 


2.  Preparatory  inspection  for  next  item  of  work  (Materials/shop  drawings  approved,  required 
control  testing  arranged,  all  preliminary  work  has  been  accomplished  as  per  plans  and 
specifications). 

None 


3.  Initial  inspection  (Address  quality  of  workmanship,  assure  control  testing  and  materials 
being  used  in  all  work  are  in  compliance  with  plans  and  specifications. 

None 


4.  Follow-up  inspection  (Assure  control  testing  performed  as  required  and  all  work  performed 
continues  to  be  in  compliance  with  plans  and  specifications). 

None 


5.  Verbal  instructions  received  (List  any  instructions  given  by  government  personnel  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None 


6.  Remarks  (Cover  any  conflicts  in  plans,  specifications,  instructions,  or  any  delay  to  the  job 
attributable  to  weather  conditions). 

None 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Vegetation  removal  and  mobilize  teams 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 


Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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PIKA 

International.,  Inc. 
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PIKA-MP  JV,  LLC 

Quality  Control  Report 

rIKNIE 
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Report  Number:  006  Date:  3/7/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX 

Weather;  Sunny  Temperature:  51-85T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  QC  training  with  JV  Geophysicist. 


b.  Relocate  magazine  to  fence,  grounded  siting  area. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

Please  refer  to  7  Mar  17,  3-Phase  preparatory  report  for  vegetation  removal. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Vegetation  removal  and  mobilize  teams 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 


Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  007  Date:  3/8/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Overcast  Temperature;  40-65T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  GPS  and  IVS  setup  and  training. 


b.  QC  Process/Procedure  SOP  review  with  JV  Geophysicist. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

Please  refer  to  8  Mar  17,  3-Phase  preparatory  report  for  anomaly  avoidance. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 


Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 


2 


10/26/2018 


007484 


PIKA 

International.,  Inc. 

M 

lALCOyVI 

nini^  nr 

PIKA-MP  JV,  LLC 

Quality  Control  Report 

rIKNIE 

1 

Report  Number:  008 


Date:  3/9/16 


Contract  Number:  W912DY-10-D-0025/DS01 


Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX 


Weather;  Clear 


Temperature;  50-70T 


Contractor/Subcontractors 

Area  of  Responsibility 

a. 

PIKA-Pirnie,  JV  (Prime) 

Site  Activities 

b. 

c. 

d. 

1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  letter  in  table  above). 


a.  SOP  training  for  vegetation  removal,  anomaly  avoidance,  and  investigation. 


b.  Scheduled  delivery  of  explosives. 


2.  Preparatory  inspection  for  next  item  of  work  (Materials/shop  drawings  approved,  required 
control  testing  arranged,  all  preliminary  work  has  been  accomplished  as  per  plans  and 
specifications). 

Please  refer  to  9  Mar  17,  3-Phase  preparatory  reports  for  Transportation  of  MEC  and 
Explosives,  Target  Reacquisition,  MPPEH  procedures.  Anomaly  resolution,  analog  transetcs, 
and  anomaly  investigations 

3.  Initial  inspection  (Address  quality  of  workmanship,  assure  control  testing  and  materials 
being  used  in  all  work  are  in  compliance  with  plans  and  specifications. 

None 


4.  Follow-up  inspection  (Assure  control  testing  performed  as  required  and  all  work  performed 
continues  to  be  in  compliance  with  plans  and  specifications). 

None 


5.  Verbal  instructions  received  (List  any  instructions  given  by  government  personnel  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None 


6.  Remarks  (Cover  any  conflicts  in  plans,  specifications,  instructions,  or  any  delay  to  the  job 
attributable  to  weather  conditions). 
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None 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Vegetation  removal  and  mobilize  teams 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 


Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  009  Date:  3/10/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Clear  Temperature;  50-75T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  SOP  training  for  GIS,  anomaly  resolution,  target  reacquisition,  and  anomaly 
transects. 

b.  Scheduled  delivery  of  explosives. 

c.  DGM,  surface  clearance,  and  archeological  investigations. 

d.  FT.  Bliss  Safety  Personnel  and  JV  Project  Management  team  on  site. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 


3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None 
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6.  Remarks  (Cover  any  conflicts  in  plans,  specifications,  instructions,  or  any  delay  to  the  job 
attributable  to  weather  conditions). 

None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  010  Date:  3/1 1/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Clear  Temperature;  50-75T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  SOP  training  for  transportation  of  M EC/Explosives  and  for  MPPEH  inspections. 


b. 


c. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 
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None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  0^  Date:  3/14/17 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Clear  Temperature;  50-75T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  QC  of  Grids. 


b.  Observe  survey  team  locating  and  marking  grid  boundaries 


c. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 
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None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  012  Date:  3/15/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Clear  Temperature;  50-80T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  QC  of  Grids 


b.  Blind  seeding  program  established 

c.  Observe  survey  team  locating  and  marking  grid  boundaries 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

Please  refer  to  12  Mar  17,  3-Phase  report  for  target  reacquisition  and  analog 
investigation. 

4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

Per  Mike  Slavens  (OESS),  Work  Plan  requires  blind  seeds  for  analog  transects. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 
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JV  Geophysicist  (Steve  Stacey)  disagreed  that  biind  seeding  is  required  per  the  WP. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  013 


Date:  3/16/16 


Contract  Number:  W912DY-10-D-0025/DS01 


Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX 


Weather;  Clear 


Temperature;  50-85T 


Contractor/Subcontractors 

Area  of  Responsibility 

a. 

PIKA-Pirnie,  JV  (Prime) 

Site  Activities 

b. 

WESCO 

Explosives  vendor 

c. 

d. 

1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  letter  in  table  above). 


a.  Inventory  of  Explosives  received  and  demo  operations. 

b. 


c. 


2.  Preparatory  inspection  for  next  item  of  work  (Materials/shop  drawings  approved,  required 
control  testing  arranged,  all  preliminary  work  has  been  accomplished  as  per  plans  and 
specifications). 

Please  refer  to  16  Mar  17,  3-Phase  report  for  anomaly  resolution. 

3.  Initial  inspection  (Address  quality  of  workmanship,  assure  control  testing  and  materials 
being  used  in  all  work  are  in  compliance  with  plans  and  specifications. 

Please  refer  to  16  Mar  17,  3-Phase  report  for  MEC  Demo  operations. 


4.  Follow-up  inspection  (Assure  control  testing  performed  as  required  and  all  work  performed 
continues  to  be  in  compliance  with  plans  and  specifications). 

None 


5.  Verbal  instructions  received  (List  any  instructions  given  by  government  personnel  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  conflicts  in  plans,  specifications,  instructions,  or  any  delay  to  the  job 
attributable  to  weather  conditions). 
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None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  014  Date:  3/17/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Clear  Temperature;  50-85T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Grid  QC  operations;  QA  conducted  by  OESS  (concurrent) 


b. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 

I 


10/26/2018 


007497 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

UXOQCS  reported  cactus  strike/injury  to  UXOSO. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  015  Date:  3/18/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Clear  Temperature;  50-80T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Assisted  with  in-briefing  of  new  employee. 


b.  Prepared  grid  updates,  transect  updates,  and  IVS  report. 


c. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 
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None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  016  Date:  3/21/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Clear  Temperature;  50-80T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Conducted  lAVS  transect  checks. 


b.  Prepared  grid  updates,  data  management,  and  magazine  checks. 


c. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

Please  refer  to  21  Mar  17,  3-Phase  report  for  analog  transects. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

Please  refer  to  21  Mar  17,  3-Phase  report  for  target  reacquisition  and  analog 
investigations. _ 

5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 
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None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  017  Date:  3/22/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Clear  Temperature;  50-80T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Generated  SOP  I  reports. 


b.  Conducted  in-briefing  of  new  employee  and  training  on  lAVS  for  Team  2 

c.  Conducted  QC  checks  of  transects  with  TM2 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

Please  refer  to  22  Mar  17,  3-Phase  report  for  MEC  Demo. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

Please  refer  to  22  Mar  17,  3-Phase  report  for  vegetation  removal,  MEC  transportation, 
MPPEH  activities,  and  anomaly  avoidance. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 
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None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  018  Date:  3/23/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Clear  Temperature;  50-80T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Conducted  inspections  of  grid  and  DGM  operations  with  OESS. 


b. 


c. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 
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None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  019  Date:  3/24/1 7 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny,  Clear  Temperature;  50-80T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Conducted  inspections  with  UXOSO  and  OESS  in  Grid  24. 


b.  Assisted  with  ID  of  MEC  item  in  lAVS. 


c.  Conducted  magazine  inventory. 

d.  Discussed  QC  activities  with  JV  Geophysicist. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 


3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 
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6.  Remarks  (Cover  any  conflicts  in  plans,  specifications,  instructions,  or  any  delay  to  the  job 
attributable  to  weather  conditions). 

None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  020  Date:  3/25/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Clear  Temperature;  45-75T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Conducted  QC  activities  in  ANA  transects  and  lAVS. 


b. 


c. 


d. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 


3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


1 


10/26/2018 


007509 


6.  Remarks  (Cover  any  conflicts  in  plans,  specifications,  instructions,  or  any  delay  to  the  job 
attributable  to  weather  conditions). 

None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  021  Date:  3/28/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Clear  Temperature;  45-75T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Conducted  QC  activities  in  lAVS;  ;  QA  conducted  by  OESS  (concurrent). 


b. 


c. 


d. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 


3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


1 


10/26/2018 


00751 1 


6.  Remarks  (Cover  any  conflicts  in  plans,  specifications,  instructions,  or  any  delay  to  the  job 
attributable  to  weather  conditions). 

None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  022  Date:  3/29/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Clear  Temperature;  45-75T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Conducted  QC  activities  in  lAVS. 


b.  Coordinated  Equipment  repair  activities 


c. 


d. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 


3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

Please  refer  to  29  Mar  17,  3-Phase  report  for  MEC  Transportation. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 
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6.  Remarks  (Cover  any  conflicts  in  plans,  specifications,  instructions,  or  any  delay  to  the  job 
attributable  to  weather  conditions). 

None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 


2 


10/26/2018 


007514 


PIKA 

International.,  Inc. 

M 

lALCOyVI 

nini^  nr 

PIKA-MP  JV,  LLC 

Quality  Control  Report 

rIKNIE 

1 

Report  Number:  023  Date:  3/30/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Clear  Temperature;  45-75T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Conducted  QC  activities. 


b. 


c. 


d. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 


3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 
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6.  Remarks  (Cover  any  conflicts  in  plans,  specifications,  instructions,  or  any  delay  to  the  job 
attributable  to  weather  conditions). 

None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  024  Date:  3/31/17 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Clear  Temperature;  46-74T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Conducted  QC  activities. 


b. 


c. 


d. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 


3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 
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6.  Remarks  (Cover  any  conflicts  in  plans,  specifications,  instructions,  or  any  delay  to  the  job 
attributable  to  weather  conditions). 

None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  025  Date:  4/1/17 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny,  Clear  Temperature;  47-76T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Conducted  QC  activities  in  lAVS  and  ANA  transect. 


b.  Conduct  demo 


c. 


d. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 


3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

Please  refer  to  1  Apr  17,  3-Phase  report  for  anomaly  resolution. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 
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6.  Remarks  (Cover  any  conflicts  in  plans,  specifications,  instructions,  or  any  delay  to  the  job 
attributable  to  weather  conditions). 

None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  026  Date:  4/4/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  60-89T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Conducted  QC  activities  in  lAVS  and  ANA  transect. 


b.  Completed  demo  event  documentation 


c.  Offsite  for  purchase  of  demo  and  safety  supplies. 


d. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 


3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

Please  refer  to  4  Apr  17,  3-Phase  report  for  MEC  Demolition  and  Analog  transects. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 
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6.  Remarks  (Cover  any  conflicts  in  plans,  specifications,  instructions,  or  any  delay  to  the  job 
attributable  to  weather  conditions). 

None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  027  Date:  4/5/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  60-80T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Conducted  QC  activities  in  lAVS  and  ANA  transect  with  OESS. 


b.  Completed  demo  event. 


c. 


d. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 


3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

Please  refer  to  5  Apr  17,  3-Phase  report  for  MPPEH  inspections. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 
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6.  Remarks  (Cover  any  conflicts  in  plans,  specifications,  instructions,  or  any  delay  to  the  job 
attributable  to  weather  conditions). 

None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  028  Date:  4/6/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  60-80T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Updated  ANA  and  WAA  databases. 


b.  Equipment  maintenance  (battery  replacement  on  DGM  instrument). 

c.  Review  demo  brief 


d. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 


3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 
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6.  Remarks  (Cover  any  conflicts  in  plans,  specifications,  instructions,  or  any  delay  to  the  job 
attributable  to  weather  conditions). 

None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  029  Date:  4/7/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  60-80T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  QC  checks  for  ANA;  QA  conducted  by  OESS  (concurrent) 


b.  Database  updates  for  ANA  and  lAVS  data. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  030  Date:  4/8/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  60-80T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  No  field  activities,  see  note  in  Section  6. 


b.  Database  updates  for  WAA  and  ANA  transects. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

Please  refer  to  8  Apr  17,  3-Phase  report  for  vegetation  removal. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

Weather  conditions  (rain)  prevented  EM61  training  and  QC  operations  at  high  altitude. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  031  Date:  4/1 1/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  55-65T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  IVS  checks  and  QC  operations  in  ANA  transects. 


b.  Database  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

Please  refer  to  1 1  Apr  17,  3-Phase  report  for  anomaly  avoidance. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  032  Date:  4/12/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature;  55-82T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  IVS  checks  and  QC  operations  in  ANA  transects. 


b.  Database  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  033  Date:  4/13/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature;  55-82T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  IVS  checks  and  QC  operations  in  ANA  transects  and  Border  Patrol  Area;  QA 

conducted  by  OESS  (concurrent). _ 

b.  Database  updates  and  provide  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  034  Date:  4/14/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature;  55-82T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  IVS  checks  and  QC  operations  in  ANA  transects. 


b.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  035  Date:  4/15/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature;  55-82T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  lAVS  checks  and  QC  operations  with  OESS. 


b.  Database  and  site  progress  updates. 

c.  QC  training  with  EM61 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

OESS  expressed  concern  about  DGM  operations/procedures;  retraining  of  all  teams 
conducted  to  address  concerns.. 

6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

i 


10/26/2018 


007539 


None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

Safety  stand-down  conducted;  refer  to  UXOSO  logs  for  additional  information. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  036  Date:  4/18/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature;  55-82T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  lAVS  checks  and  QC  operations. 


b.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  037  Date:  4/19/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature;  55-82T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  lAVS  checks  and  QC  operations  (Phase  3  commenced). 


b.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  038  Date:  4/20/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature;  55-85T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  lAVS  checks  and  QC  operations. 


b.  Database  and  site  progress  updates. 

c.  Discuss  operations  with  JV  corporate  QC  and  Arcadis  Corporate  Safety  Managers. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 
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None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  039  Date:  4/21/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature;  55-85T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Offsite  for  Medical  Appointment. 


b.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  040  Date:  4/22/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature;  55-85T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  lAVS  checks  and  QC  activities  in  ANA  transects. 


b.  EM-61  IVS  check  and  testing  of  QC  procedures  in  Lot  1 1 


c.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 
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None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  041  Date:  4/25/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  55-76T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Training  forTMl  on  QC  procedures. 


b.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  042  Date:  4/26/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  55-75T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Conduct  QC  checks  in  grid  with  SUXOS  and  OESS 


b.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  043  Date:  4/27/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  55-75T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Received  equipment  (Repeater  and  RTK)  and  conducted  equipment  checkout. 


b.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  044  Date:  4/28/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  56-75T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Conduct  equipment  checks  and  preparation  for  QC  of  lots/grids 


b.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 

4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

JV  Geophysicist  was  contacted  regarding  use  of  Whites  to  check  (10%  analog  checks) 
DGM  targets.  JV  geophysicists  provided  direction  to  discontinue  use  of  Whites  and 
continue  use  of  EM61-MK2  to  resolve  EM61-MK2  anomaly  resolution  targets. 

7.  Resuits  of  safety  inspection  (Note  safety  vioiations  and  corrective  action  taken,  indicate  phase 
of  work  where  vioiations  occurred). 

None. 
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8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  045  Date:  4/29/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  55-75T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Administrative  tasks  and  purchasing  safety/field  supplies 


b.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  046  Date:  5/2/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  55-75T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  preparation  for  QC  of  lots/grids 


b.  Grid  QC  operations;  QA  conducted  by  OESS  (concurrent) 


c.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 
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None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  047  Date:  5/3/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature;  55-75T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Receive  EM61,  assemble,  and  conduct  equipment  checks 


b.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  048  Date:  5/4/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature;  55-85T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  planning  meeting  for  Grids  15-17. 


b.  Replenish  supplies  for  TM1 


c.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 
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None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  049  Date:  5/5/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature;  55-85T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  QC  activities  in  lots/grids. 


b.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  050  Date:  5/6/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  55-90T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  QC  activities  in  lots/grids;  QA  conducted  by  OESS 

(concurrent). _ 

b.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  051  Date:  5/9/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  55-90T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  QC  activities  in  lots/grids. 


b.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  052  Date:  5/10/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature;  55-85T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  QC  activities  in  lots/grids. 


b.  Database  and  site  progress  updates. 


c.  Stage  UTV  from  South  to  North  area  of  site 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 
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None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  053  Date:  5/1 1/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature;  55-85T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  QC  activities  in  lots/grids. 


b.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  054  Date:  5/12/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  55-90T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

b. 


c. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  QC  activities  in  lots/grids. 


b.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 

5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 

6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

Percentage  of  “no  finds”  due  to  use  of  Whites  was  higher  than  WP  criteria;  Root  cause 
analysis  will  be  conducted. 

7.  Resuits  of  safety  inspection  (Note  safety  vioiations  and  corrective  action  taken.  Indicate  phase 
of  work  where  vioiations  occurred). 
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None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  055  Date:  5/13/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  55-95T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  QC  activities  in  lots/grids. 


b.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  056  Date:  5/16/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  55-90T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 


b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  QC  activities  in  lots/grids. 


b.  Database  and  site  progress  updates. 


c.  Conduct  demolition  operations  (includes  prep,  drawing  explosives,  and  demo  shot) 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 
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None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  057  Date:  5/17/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature;  55-80T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

b. 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  QC  activities  in  lots/grids. 


b.  Database  and  site  progress  updates. 


c.  Plan  demolition  operations  (ops  put  on  hold  due  to  lightning  strikes) 


d.  Conference  call  with  JV  geophysicist  for  QC  data 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 
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6.  Remarks  (Cover  any  conflicts  in  plans,  specifications,  instructions,  or  any  delay  to  the  job 
attributable  to  weather  conditions). 

Demolition  operations  were  put  on  hold  due  to  lightning;  no  impact  to  QC  operations. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  058  Date:  5/18/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  55-75T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

b^ 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  QC  activities  in  lots/grids. 


b.  Visitors  on  site  (TCEQ  and  Ft.  Bliss  Personnel). 


c.  Conference  call  with  JV  Site  and  Project  Management  team. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 
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Lightning  hold  did  not  impact  QC  operations. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  059  Date:  5/19/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  55-75T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

b^ 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  QC  activities  in  lots/grids. 


b.  Database  and  site  progress  updates 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  060  Date:  5/20/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature;  55-80T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

b^ 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  preparation  for  QC  of  lots/grids 


b.  Database  and  site  progress  updates 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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Report  Number:  061  Date:  5/24/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  55-90T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

b^ 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  preparation  for  QC  of  lots/grids. 

b.  Conference  call  to  discuss  QC  procedures;  conduct  re-training  for  use  of  EM61  and 
DGM  operations. 

c.  Database  and  site  progress  updates 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 
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Targets  selected  for  post-dig  anomaly  resolution  were  not  resolved;  USAGE  issued  QAR 
documenting  the  failure.  Root  cause  analysis  to  be  conducted. 

7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 


2 


10/26/2018 


007592 


PIKA 

International.,  Inc. 

M 

lALCOyVI 

nini^  nr 

PIKA-MP  JV,  LLC 

Quality  Control  Report 

rIKNIE 

1 

Report  Number:  062  Date:  5/25/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  55-90T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

b^ 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  preparation  for  QC  of  lots/grids. 

b.  Conference  call  with  JV  geophysicists  to  EM61  and  DGM  operations. 


c.  Database  and  site  progress  updates 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 
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None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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PIKA 
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PIKA-MP  JV,  LLC 

Quality  Control  Report 
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Report  Number:  063  Date:  5/26/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  55-90T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

b^ 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  preparation  for  QC  of  lots/grids. 

b.  Database  and  site  progress  updates 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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PIKA 
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Quality  Control  Report 
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Report  Number:  064  Date:  5127 hQ 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  55-90T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

b^ 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  preparation  for  QC  of  lots/grids. 

b.  Database  and  site  progress  updates 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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PIKA 

International.,  Inc. 
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PIKA-MP  JV,  LLC 

Quality  Control  Report 
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1 

Report  Number:  065  Date:  5/31/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  55-90T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

b^ 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  preparation  for  QC  of  lots/grids. 

b.  Database  and  site  progress  updates 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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PIKA 

International.,  Inc. 
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PIKA-MP  JV,  LLC 

Quality  Control  Report 

rIKNIE 

1 

Report  Number:  066  Date:  6/1/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  55-90T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

b^ 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  preparation  for  QC  of  lots/grids. 

b.  Database  and  site  progress  updates 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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PIKA 

International.,  Inc. 
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PIKA-MP  JV,  LLC 

Quality  Control  Report 
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Report  Number:  067  Date:  6/2/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature;  55-85T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

b^ 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Setup  and  test  RTK  system. 

b.  Database  and  site  progress  updates. 


c.  MC  sampling  activities. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 
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RTK  satellite  link  issues  were  troubleshot  and  resolved. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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PIKA 

International.,  Inc. 
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PIKA-MP  JV,  LLC 

Quality  Control  Report 

rIKNIE 

1 

Report  Number:  068  Date:  6/3/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  55-99T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

b^ 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  preparation  for  QC  of  lots/grids. 

b.  Database  and  site  progress  updates. 


c.  Demo  operations  (draw  explosives,  conduct  demo  shot). 


d.  MC  sampling  activities. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 
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6.  Remarks  (Cover  any  conflicts  in  plans,  specifications,  instructions,  or  any  delay  to  the  job 
attributable  to  weather  conditions). 

None. 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Site  activities,  QC,  and  training. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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PIKA 

International.,  Inc. 

M 
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PIKA-MP  JV,  LLC 

Quality  Control  Report 

rIKNIE 

1 

Report  Number:  069  Date:  6/6/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  55-99T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

b^ 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  preparation  for  QC  of  lots/grids. 

b.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

3  QC  points  had  to  be  relocated  due  to  steep/unsafe  terrains  issues. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Demobilization  and  site  closeout. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 
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PIKA 

International.,  Inc. 
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PIKA-MP  JV,  LLC 

Quality  Control  Report 
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Report  Number:  070  Date:  6/7/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  56-98T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

b^ 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  preparation  for  QC  of  lots/grids. 

b.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Demobilization  and  site  closeout. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 


2 


10/26/2018 


007610 


PIKA 

International.,  Inc. 

M 

lALCOyVI 

nini^  nr 

PIKA-MP  JV,  LLC 

Quality  Control  Report 

rIKNIE 

1 

Report  Number:  071  Date:  6/8/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  54-93T 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

b^ 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  preparation  for  QC  of  lots/grids. 

b.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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00761 1 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Demobilization  and  site  closeout. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 


2 


10/26/2018 


007612 


PIKA 

International.,  Inc. 

M 

lALCOyVI 

nini^  nr 

PIKA-MP  JV,  LLC 

Quality  Control  Report 

rIKNIE 

1 

Report  Number:  072  Date:  6/9/1 6 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature:  72-10rF 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

b^ 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  preparation  for  QC  of  lots/grids. 

b.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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007613 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Demobilization  and  site  closeout. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 


2 


10/26/2018 


007614 


PIKA 

International.,  Inc. 

M 

lALCOyVI 

nini^  nr 

PIKA-MP  JV,  LLC 

Quality  Control  Report 

rIKNIE 

1 

Report  Number:  073  Date:  6/10/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature;  70-1 OOT 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

b^ 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Equipment  checks  and  QC  of  lots/grids. 

b.  Database  and  site  progress  updates. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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007615 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

Demobilization  and  site  closeout. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 


2 


10/26/2018 


007616 


PIKA 

International.,  Inc. 

M 

lALCOyVI 

nini^  nr 

PIKA-MP  JV,  LLC 

Quality  Control  Report 

rIKNIE 

1 

Report  Number:  074  Date:  6/13/16 

Contract  Number:  W912DY-10-D-0025/DS01 _ 

Name  and  Location  of  Project:  Closed  Castner  Firing  Range,  Fort  Bliss,  El  Paso,  TX _ 

Weather;  Sunny  Temperature;  70-1 OOT 


Contractor/Subcontractors  Area  of  Responsibility 

a.  PIKA-Pirnie,  JV  (Prime)  Site  Activities 

b^ 


c. 


d. 


1.  Work  performed  today  (Indicate  location  and  description  of  work  performed.  Refer  to  work 
performed  by  prime  and/or  subcontractors  by  ietter  in  tabie  above). 

a.  Demo  conducted  today;  no  QC  tasks. 

b. 


2.  Preparatory  inspection  for  next  item  of  work  (Materiais/shop  drawings  approved,  required 
controi  testing  arranged,  aii  preiiminary  work  has  been  accompiished  as  per  pians  and 
specifications). 

None. 

3.  Initiai  inspection  (Address  quaiity  of  workmanship,  assure  controi  testing  and  materiais 
being  used  in  aii  work  are  in  compiiance  with  pians  and  specifications. 

None. 


4.  Foiiow-up  inspection  (Assure  controi  testing  performed  as  required  and  aii  work  performed 
continues  to  be  in  compiiance  with  pians  and  specifications). 

None. 


5.  Verbai  instructions  received  (List  any  instructions  given  by  government  personnei  on 
construction  deficiencies,  retesting  required,  etc.,  with  action  taken). 

None. 


6.  Remarks  (Cover  any  confiicts  in  pians,  specifications,  instructions,  or  any  deiay  to  the  job 
attributabie  to  weather  conditions). 

None. 
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007617 


7.  Results  of  safety  inspection  (Note  safety  violations  and  corrective  action  taken.  Indicate  phase 
of  work  where  violations  occurred). 

None. 


8.  Upcoming  work  (Indicate  next  major  phase  of  work  anticipated  and  approximate  date  of 
Preparatory  Inspection  meeting  to  cover  this  work). 

None. 


9.  Equipment  data  (Indicate  items  of  construction  equipment,  other  than  hand  tools,  at  the  Job  site 
and  whether  or  not  used). 

None 

Verification;  The  above  report  is  complete  and  correct  and  all  material  and  equipment  used  and 
work  performed  during  this  reporting  period  are  in  compliance  with  the  contract  plans  and 
specifications  except  as  noted  above. 


PIKA-MP  JV  Approved/Authorized  Representative 


2 


10/26/2018 


007618 


fa  r  :  i  daily  INSPECTION  AND  WEEKLY  AUDIT  REPORT 

Form-SOo 


GENERAL  SITE  INFORMATION 


I  CONTRACT  NO.:  W912DY-10-D-0025  2/29/2016  TIME;  09:00  am 

TASK:  _ J _ - — 

Lt..  AMn  I  nr-ATION:  Ft.  Bliss  Closed  Castner  hinng  Range.  El  Paso.  TX 


log  NO.:  1 


ISITE  SUPERVISOR: 


SSHO: 


WEATHER 


CONDITIONS:  Sunny,  High  80,  Low  45,  winds  N-NE  5  15  mph 


AREAS  INSPECTED:  (List  by  location,  team,  or  task);  Border  Patrol  Museum  Parking 


I  INSPECTION  RESULTS 


Item  Description 
1 1  Personal  Protective  Equipment  (PPE)  per  SSHP 
I2.  Work  Practices  Follow  SSHPA/VP 


Item  Description 

9.  MEG  Detection  Equipment  Use/Calibration 

10.  Monitoring/Sampling  Equip.  Calibration/Use 


3.  Site  Control  established  per  SSHP 


[4.  First  Aid  Kit(s)/Eyewash  Station(s) 


5.  Fire  Extinguisher(s) 


1 1  Heavy  Equipment  Insp./Maintenance/Use 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

13.  Site  House  Keeping  &  Sanitation 


1  6.  Flammable  Storage  Areas 


N/A  14.  Explosives  /  MEG  /  Other  Storage  Areas 


I?.  MSDSs  and  Container  Labeling  per  SSHP 
8.  On- and  Off-Site  Communications 


N/A  15.  Other  (list) 


Yes  16.  Other:  (list) 


SUMMARY  OF 


DEFICIENCIES  NOTED;  (It  Required)  None  notea  iirsi  uay  of  site  setup. 


CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 


RE-INSPECTION  RESULTS:  (It  required) 


N/A 


N/A 


SIGNATURES; 


acknowledge  that  I  have  been  briefed  on  the  results  of  this 
inspection  and  will  take  corrective  actions  (if  necessary) 


Dune  2008 


Revision  1 


10/26/2018 


007619 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


Site  Supervisor  /  Project  Manager 


le  oaicL  Ilia  ci,iiuiio  a.c  Lw  _ _ - _ _ _ bocumented  on  this  form.  This  form  will  also  be  used  to  document  the 

Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the 
site/site  operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily 
inspection  forms  where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health 
Manager. 


June  2008 


Revision  1 


10/26/2018 


007620 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 


CONTRACT  NO.;  W912DY-10-D-0025 

ASK: 


DATE;  3/1/2016 


TIME;  09:30  am 


LOG  NO.;  2 


SITE  NAME  AND  LO 


SITE  SUPERVISOR: 


stner  Firing  Range,  El  Paso,  TX 


SSHO: 


WEATHER  CONDITIONS:  Sunny,  High  84,  Low  47,  winds  N-NE  5  15mph 


AREAS  INSPECTED;  (List  by  location,  team,  or  task);  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 


Storage  Connex  and  Site  Office  Trailer. 


NSPECTION  RESULTS 


Item  Description 


Pass 


Item  Description 


Pass 


1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 


9.  MEG  Detection  Equipment  Use/Calibration 


N/A 


2.  Work  Practices  Follow  SSHPAA/P 


10.  Monitoring/Sampling  Equip.  Calibration/Use 


N/A 


3.  Site  Control  established  per  SSHP 


1 1 .  Heavy  Equipment  Insp./Maintenance/Use 


N/A 


4.  First  i^id  Kit(s)/Eyewash  Station(s) 


12.  Hand  and  Power  Tool  Insp./Maintenance/Use 


N/A 


5.  Fire  Extinguisher(s) 


13.  Site  House  Keeping  &  Sanitation 


6.  Flammable  Storage  Areas 


N/A 


14.  Explosives  /  MEG  /  Other  Storage  Areas 


N/A 


7.  MSDSs  and  Container  Labeling  per  SSHP 


N/A 


1 5.  Other:  (list) 


8.  On-  and  Off-Site  Communications 


Yes 


16.  Other:  (list) 


SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 


RE-INSPECTION  RESULTS:  (If  required) 


SIGNATURES: 


acknowledge  that  I  have  been  briefed  on  the  results  of  this 
inspection  and  will  take  corrective  actions  (if  necessary) 


June  2008 


Revision  1 


10/26/2018 


007621 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form -506 


Site  Supervisor  /  Project  Manager 


r  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007622 


^  DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  3,2,2016  TIME:  11:30  am  LOG  NO.:  3 

TASK: 

SITE  NAME  AND  LOCATION:  Ft.  Bliss  Closed  Castner  Firing  Range,  El  Paso,  TX 

SITE  SUPERVISOR: 

SSHO: 

WEATHER  CONDITIONS:  Sunny,  High  85,  Low  51 ,  winds  WSW  10-25  mph 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

11.  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit{s)/Eyewash  Station(s) 

P 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

1 3.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

N/A 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other;  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

RE-INSPECTION  RESULTS:  (If  required) 

SIGNATURES: 

1  acknowledge  that  1  have  been  briefed  on  the  results  of  this 

inspection  and  will  take  corrective  actions  (if  necessary) 

June  2008 


Revision  1 


10/26/2018 


007623 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form -506 


Site  Supervisor  /  Project  Manager 


/  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007624 


PIKA 

^  '  DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  oatE:  3/3/2016  TIME:  14:30  pr,  >-OG  NO.:  3 

TASK: 

SITE  NAME  AND  LOCATION:  Ft.  Bliss  Closed  Castner  Firing  Range,  El  Paso,  TX 

SITE  SUPERVISOR: 

SSHO: 

WEATHER  CONDITIONS:  Sunny,  High  83,  Low  50,  winds  SSW  5-15  mph.  Hum  1 5%,  UV  6  of  1 0 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer,  (continuing  site  setup) 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1.  Personai  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Foilow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit{s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

N/A 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

1 5.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

RE-INSPECTION  RESULTS:  (If  required) 

SIGNATURES: 

1  acknowledge  that  1  have  been  briefed  on  the  results  of  this 
inspection  and  will  take  corrective  actions  (if  necessary) 

June  2008 


Revision  1 


10/26/2018 


007625 


PIKA 


fa 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


Site  Supervisor  /  Project  Manager 


I  day  and  documented  on  this  fono.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007626 


PIKA 


(^ARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 


Form-506 


GENERAL  SITE  INFORMATION 

CONT^^CT  NO.:  W912DY-10-D-0025  LOG  NO.:  4 

SITE  NAME  AND  LOCATION:  Ft.  Bliss  Closed  Castner  Firing  Range.  El  Paso,  TX 

SUPERVISOR: 

WEATHER  CONDITIONS;  Partly  Sunny,  High  86,  Low  50,  winds  SW  5-15  mph.  Hum  15%, 

UV6of  10,  S/R06:30am  S/S  6:07  pm 

AREAS  INSPECTED;  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot.  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer,  (continuing  site  setup) 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHPA/VP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

N/A 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

1 5.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If 

Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

RE-INSPECTION  RESULTS:  (If  required) 

SIGNATURES: 

I  acknowledge  that  I  have  been  briefed  on  the  results  of  this 
inspection  and  will  take  corrective  actions  (if  necessary) 

June  2008 


Revision  1 


10/26/2018 


007627 


PIKA 


JSJARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 


Form-506 


Site  Supervisor  /  Project  Manager 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007628 


PIKA 


(Sarcadisi 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK: 

DATE:  3/4/2016 

TIME:  15:15  pm 

LOG  NO.:  4 

SITE  NAME  AND  LO 

stner  Firing  Range,  El  Paso,  TX 

SITE  SUPERVISOR: 

SSHO: 

WEATHER  CONDITIONS;  Partly  Sunny,  High  86,  Low  50,  winds  SW  5-15  mph.  Hum  15%, 
UV  6  of  10,  S/R  06:30  am  S/S  6:07  pm 


AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 
Storage  Connex  and  Site  Office  Trailer,  (continuing  site  setup) 


INSPECTION  RESULTS 


Item  Description 


Pass 


Item  Description 


Pass 


1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 


9.  MEC  Detection  Equipment  Use/Calibration 


N/A 


2.  Work  Practices  Follow  SSHPA/VP 


10.  Monitoring/Sampling  Equip.  Calibration/Use 


N/A 


3.  Site  Control  established  per  SSHP 


1 1 .  Heavy  Equipment  Insp./Maintenance/Use 


N/A 


4.  First  Aid  Kit(s)/Eyewash  Station(s) 


12.  Hand  and  Power  Tool  Insp./Maintenance/Use 


N/A 


5.  Fire  Extinguisher(s) 


13.  Site  House  Keeping  &  Sanitation 


6.  Flammable  Storage  Areas 


N/A 


14.  Explosives  /  MEC  /  Other  Storage  Areas 


N/A 


7.  MSDSs  and  Container  Labeling  per  SSHP 


N/A 


1 5.  Other;  (list) 


8.  On-  and  Off-Site  Communications 


Yes 


16.  Other:  (list) 


SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 


CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 


RE-INSPECTION  RESULTS:  (If  required) 


SIGNATURES: 


acknowledge  that  I  have  been  briefed  on  the  results  of  this 
inspection  and  will  take  corrective  actions  (if  necessary) 


June  2008 


Revision  1 


10/26/2018 


007629 


PIKA 


Oarcadis 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


Site  Supervisor  /  Project  Manager 


locumented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007630 


PIKA 


<S?ARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 


Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

DATE:  3/8/2016 

TIME:  08:15  am 

LOG  NO. 

:  6 

TASK: 

SITE  NAME  AND  LOCATION^^BIis^Close^^astner  Firing  Range,  El  Paso,  TX 

SITE  SUPERVISOR: 

SSHO: 

WEATHER  CONDITIONS;  Partly  Sunny  mostly  cloudy.  Rain  chance  30  %,  High  61 ,  Low  43,  winds 

WSW  22  mph.  Hum  22%,  UV  5  of  10,  S/R  06:25  am  S/S  6:10  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area. 

(continuing  site  setup) 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

1 3.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

RE-INSPECTION  RESULTS:  (If  required) 

June  2008 


Revi^on  1 


10/26/2018 


007631 


PIKA 


(^ARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 


Form-506 


I  acknowledge  that  I  have  been  briefed  on  the  results  of  this 
inspection  and  will  take  corrective  actions  (if  necessary) 


Site  Supervisor  /  Project  Manager 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  fonris 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


3 


Revision  1 


10/26/2018 


007632 


PIKA 
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MAICOIM  PiRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  3/9/2016  TIME:  09:30  am  LOG  NO..  7 

TASK:  DS01 

SITE  NAME  AND  I  onATlON;  Ft  Bliss  Closed  Castner  Firing  Range,  El  Paso,  TX 

SITE  SUPERVISOR: 

WEATHER  CONDITIONS:  Partly  Sunny,  Rain  chance  20  %,  High  69,  Low  44,  winds 

NNE  13  mph,  Hum  34%,  UV  7  of  10,  S/R  06:24  am  S/S  6:11  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  iX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms,  Magazine  area. 

(continuing  s«e  setup)  

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

P 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

P 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas  u 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other:  (list)  / 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other;  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

I  CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

RE-INSPECTION  RESULTS:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007633 


PIKA 


^  ARCADIS 


MALCOLM  PIRN!E 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


the  results  of  this 
s  (if  necessary) 


ager 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007634 


PIKA 


(SJARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W91 2DY-1 0-D-0025 

TASK:  DS01 

DATE:  3/10/2016 

TIME:  11:30  am 

LOG  NO.:  8 

SITE  NAME  AND  LOCATION:  Ft.  Bliss  Closed  Castner  Firing  Range.  El  Paso,  TX 


SITE  SUPERVISOR: 


WEATHER  CONDITIONS;  Partly  Sunny,  Rain  chance  0  %,  High  74,  Low  45,  winds 
NNE  13  mph.  Hum  23%,  UV  7  of  10,  S/R  06:22  am  S/S  6:1 1  pm 


AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 
Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area,  PPE 
Proper  use  and  wear. 

(continuing  site  setup) 


INSPECTION  RESULTS 


Item  Description 


Pass 


Item  Description 


Pass 


1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 


9.  MEG  Detection  Equipment  Use/Calibration 


N/A 


2.  Work  Practices  Follow  SSHP/WP 


10.  Monitoring/Sampling  Equip.  Calibration/Use 


N/A 


3.  Site  Control  established  per  SSHP 


1 1 .  Heavy  Equipment  Insp./Maintenance/Use 


N/A 


4.  First  Aid  Kit(s)/Eyewash  Station(s) 


12.  Hand  and  Power  Tool  Insp./Maintenance/Use 


N/A 


5.  Fire  Extinguisher(s) 


1 3.  Site  House  Keeping  &  Sanitation 


6.  Flammable  Storage  Areas 


N/A 


14.  Explosives  /  MEG  /  Other  Storage  Areas 


7.  MSDSs  and  Container  Labeling  per  SSHP 


N/A 


1 5.  Other:  (list) 


8.  On-  and  Off-Site  Communications 


Yes 


16.  Other;  (list) 


SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 


CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 


RE-INSPECTION  RESULTS;  (If  required) 


June  2008 


Revision  1 


10/26/2018 


007635 


PIKA 


f^ARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 


Form-506 


I  acknowledge  that  I  have  been  briefed  on  the  results  of  this 
inspection  and  will  take  corrective  actions  (if  necessary) 


Site  Supervisor  /  Project  Manager 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007636 


PIKA 

-  DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  3, <1^/201 6  TIME:  16:30  pm  LOG  NO..  9 

TASK:  DS01 

SITE  NAME  AND  LOCATION:  Ft.  Bliss  Closed  Castner  Firing  Range,  El  Paso,  TX 

SITE  SUPERVISOR: 

WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  Fligh  74,  Low  45,  winds 

SE  9  mph.  Hum  23%,  UV  7  of  10,  S/R  06:22  am  S/S  6:1 1  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  1 X. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area,  PPE 

Proper  use  and  wear. 

(continuing  site  setup) 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

1 5.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other;  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

RE-INSPECTION  RESULTS:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007637 


PIKA 


id 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


I  acknowledge  that  I  have  been  briefed  on  the  results  of  this 
inspection  and  will  take  corrective  actions  (if  necessary) 


Site  Supervisor  /  Project  Manager 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


1.  Mobilization  completed  for  field  team  assets,  all  18  UXO  Technicians  arrived  on  site  3-7-2016. 

2.  Started  Health  and  Safety  training  for  field  personnel,  topics  covered  included  AAP,  H&S  plan. 
Site  safety  orientation.  Provided  UTV  operator  training  to  six  field  technicians. 

3.  All  required  Health  and  Safety  Training  was  completed  by  site  personnel  3-8-2016. 

4.  Sr.  Geophysicist  Steve  Stacy  provided  DGM  and  GPS  training  to  all  field  personnel  on  the  Trimble 
GPS. 

5.  Field  team  personnel  were  indoctrinated  in  the  use  and  care  of  the  Acid  hound  tablet  Geo  team 
members. 

6.  Conducted  daily  Health  and  Safety  inspections,  areas  inspected  included  the  office  trailer, 
equipment  Conex,  sanitation  facilities,  magazine  setup,  field  vehicles  to  include  UTVs  and  pickup 
trucks. 

7.  Dave  Guenthner  provided  a  three  to  five  minute  dissertation  on  ordnance  recognition  to  site 
personnel.  Actual  topic  covered  was  the  37  mm  projectile  use  and  hazards. 

8.  Completed  five  days  of  admin  area  setup  and  field  operations  safely  and  without  incident. 


June  2008 


Revision  1 


10/26/2018 


007638 


PIKA 


OiARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  3/14/2016 

TIME:  11:30  am 

LOG  NO.:  10 

1WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  79,  Low  45,  winds 
W  20  -  30  mph  with  possible  gusts  to  40  mph.  Hum  30%,  UV  7  of  10,  S/R  06:22  am  S/S  6:11  p 


AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 
Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area, 
observed  team  I  during  analog  transects,  observed  Team  2  conducting  grubbing  operations. 


INSPECTION  RESULTS 


Item  Description 


Pass 


Item  Description 


Pass 


1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 


9.  MEC  Detection  Equipment  Use/Calibration 


N/A 


2.  Work  Practices  Follow  SSHPAA/P 


10.  Monitoring/Sampling  Equip.  Calibration/Use 


N/A 


3.  Site  Control  established  per  SSHP 


1 1 .  Heavy  Equipment  Insp./Maintenance/Use 


N/A 


4.  First  Aid  Kit(s)/Eyewash  Station(s) 


12.  Hand  and  Power  Tool  Insp./Maintenance/Use 


N/A 


5.  Fire  Extinguisher(s) 


13.  Site  House  Keeping  &  Sanitation 


6.  Flammable  Storage  Areas 


N/A 


14.  Explosives  /  MEC  /  Other  Storage  Areas 
(No  explosives  yet.) 


7.  MSDSs  and  Container  Labeling  per  SSHP 


N/A 


1 5.  Other;  (list) 


8.  On-  and  Off-Site  Communications 


Yes 


16.  Other:  (list) 


SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 


CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 


RE-INSPECTION  RESULTS:  (If  required) 


June  2008 


Revision  1 


10/26/2018 


007639 


PIKA 


(SiARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


RE-INSPECTION  RESULTS:  (If  required) 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  fomn.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007640 


PIKA 


(2)ARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  3/15/2016 

TIME:  15:30  pm 

LOG  NO.:  11 

"I  WEATHER  CONDITIONS;  Sunny,  Rain  chance  0  %,  High  79,  Low  51 ,  winds 
W  20  -  30  mph  with  possible  gusts  to  40  mph.  Hum  30%,  UV  7  of  10,  SIR  06:22  am  S/S  6:1 1  p 


AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 
Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area, 
observed  Team  1  during  analog  transects  operations  ,  observed  Team  2  conducting  grubbing 
operations. 


INSPECTION  RESULTS 


Item  Description 


Pass 


Item  Description 


Pass 


1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 


9.  MEC  Detection  Equipment  Use/Calibration 


N/A 


2.  Work  Practices  Follow  SSHP/WP 


10.  Monitoring/Sampling  Equip.  Calibration/Use 


N/A 


3.  Site  Control  established  per  SSHP 


1 1 .  Heavy  Equipment  Insp./Maintenance/Use 


N/A 


4.  First  Aid  Kit(s)/Eyewash  Station(s) 


12.  Hand  and  Power  Tool  Insp./Maintenance/Use 


N/A 


5.  Fire  Extinguisher(s) 


13.  Site  House  Keeping  &  Sanitation 


6.  Flammable  Storage  Areas 


N/A 


14.  Explosives  /  MEC  /  Other  Storage  Areas 
(No  explosives  yet.) 


7.  MSDSs  and  Container  Labeling  per  SSHP 


N/A 


15.  Other:  (list) 


8.  On-  and  Off-Site  Communications 


Yes 


16.  Other;  (list) 


SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 


CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 


June  2008 


Revision  1 


10/26/2018 


007641 


PIKA 


^^ARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 


Form-506 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007642 


PIKA 


®  DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


~ —  GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE;  3/16/2016 

TIME:  13:30  pm 

LOG  NO.:  12 

1WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  80,  Low  50,  winds 

NNW  5  - 10  mph  with  possible  gusts  to  30  mph.  Hum  12%,  UV  7  of  10,  SIR  06:22  am  S/S  6:1 1  p 

AREAS  INSPECTED:  (List  by  location,  team,  or  task);  Border  Patrol  Museum  Parking  lot,  El  Paso  1 X. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms,  Magazine  area, 
observed  Team  1  during  analog  transects  operations  ,  observed  Team  2  conducting  grubbing 

Operations.  Observed  Demo  Operations  during  the  destruction  of  one  37  mm  MK-1  LE  projectile. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

P 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

(No  explosives  yet.) 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other;  (list) 

j  SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

I  CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

I 

June  2008 


Revision  1 


10/26/2018 


007643 


PIKA 


(StARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 


operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007644 


PIKA 


(^ARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  3/17/2016 

TIME:  13:30  pm 

LOG  NO.: 

13 

1  WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  82,  Low  47,  winds 

NNW  5-10  mph,  Hum  13%,  UV  7  of  10,  S/R  06:14  am  S/S  6:16  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area. 

observed  Team  1  during  analog  transects  operations  ,  observed  Team  2  conducting  grubbing 

Operations.  . 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHPA/VP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  lnsp./l\/laintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

(No  explosives  yet.) 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

3une  2008 


Revision  1 


10/26/2018 


007645 


PIKA 


©ARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007646 


PIKA 

^  ^  ^  ^  DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  3/18/2016 

TIME:  13:30  pm 

LOG  NO.: 

14 

1  WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  83,  Low  50,  winds 

NNW  5-10  mph.  Hum  13%,  UV  7  of  10,  S/R  06:14  am  S/S  6:16  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area. 

observed  Team  1  during  analog  transects  operations  ,  observed  Team  2  conducting  grubbing 

Operations.  . 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station{s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

(No  explosives  yet.) 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007647 


pika 

^  DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  fomns 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


007648 


10/26/2018 


PIKA 


(dARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  3/21/2016 

TIME:  13:30  pm 

LOG  NO.:  15 

1  WEATHER  CONDITIONS 

NNW  5-10  mph.  Hum  26% 

Sunny,  Rain  chance  0  %,  High  82,  Low  47,  winds 

,  UV8of  10,  S/R07;10am  S/S  7:19  pm 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms,  Magazine  area, 
observed  Team  1  during  visual  transects  operations  ,  observed  Team  2  conducting  grubbing 
Operations. 


NSPECTION  RESULTS 


Item  Description 


Pass 


Item  Description 


Pass 


1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 


9.  MEC  Detection  Equipment  Use/Calibration 


N/A 


2.  Work  Practices  Follow  SSHPAA/P 


10.  Monitoring/Sampling  Equip.  Calibration/Use 


N/A 


3.  Site  Control  established  per  SSHP 


1 1 .  Heavy  Equipment  Insp./Maintenance/Use 


N/A 


4.  First  Aid  Kit(s)/Eyewash  Station(s) 


12.  Hand  and  Power  Tool  Insp./Maintenance/Use 


N/A 


5.  Fire  Extinguisher(s) 


1 3.  Site  House  Keeping  &  Sanitation 


6.  Flammable  Storage  Areas 


14.  Explosives  /  MEC  /  Other  Storage  Areas 


N/A 


7.  MSDSs  and  Container  Labeling  per  SSHP 


N/A 


1 5.  Other:  (list) 


8.  On-  and  Off-Site  Communications 


Yes 


16.  Other:  (list) 


SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 


CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 


June  2008 


Revision  1 


10/26/2018 


007649 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form -506 


RE-INSPECTION  RESULTS;  (If  required) 


on  the  results  of  this 
;tions  (if  necessary) 


anager 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
w^ere  deficiencies  have  been  noted,  and  the  weekly  audit  wll  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager, 


June  2008 


Revision  i 


10/26/2018 


007650 


PIKA 

^  DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  3,22,2016  TIME:  13:30  pm  >-00  NO.:  16 

TASK:  DS01 

1  WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  84,  Low  47,  winds 

NNW  5-10  mph.  Hum  26%,  UV  8  of  10,  SIR  07:10  am  S/S  7:19  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms,  Magazine  area, 

observed  Team  1  during  visual  transects  operations  ,  observed  Team  2  conducting  grubbing 

Operations. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

P 

1 1 .  Heavy  Equipment  lnsp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  lnsp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

1 5.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007651 


PIKA 

®  ^  ^  DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007652 


PIKA 

^  '  DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  3/23/2OI6  TIME:  15:30  pm  LOG  NO.:  17 

TASK:  DS01 

1  WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  70,  Low  47,  winds 

NNW  15-40  mph.  Hum  16%,  UV8of  10,  S/R07;09am  S/S  7:18  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area, 

observed  Team  1  during  visual  transects  operations  ,  observed  Team  2  visual  transect  conducting 

grubbing  Operations.  DGM  Team  conducting  grid  survey. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup.  | 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007653 


PIKA 

^  DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


RE-INSPECTION  RESULTS:  (If  required) 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007654 


PIKA 

®  '  DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0026  3,24,2016  TIME:  9:30  am  LOG  NO.:  18 

TASK:  DS01 

1  WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  71,  Low  43,  winds 

NNW  5-10  mph,  Hum  18%,  UV  8  of  10,  SIR  07:05  am  S/S  7:21  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area, 

observed  Team  1  during  visual  transects  operations  ,  observed  Team  2  visual  transect  conducting 

grubbing  Operations.  DGM  Team  conducting  grid  survey. 

INSPECTION  RESULTS 

item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

P 

11.  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher{s) 

P 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

1 5.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (if  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007655 


PIKA 

®  "  DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form -506 


RE-INSPECTION  RESULTS:  (If  required) 


Note;  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007656 


PIKA 

^  DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 


Fonn-506 

GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  3,25,2016  TIME:  9:30  am  LOO  NO.:  18 

TASK:  DS01 

1WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  77,  Low  50,  winds 

NNW  15-30  mph.  Hum  11%,  UV  8  of  10,  S/R  07:03  am  S/S  7:22  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area, 

observed  Team  1  and  2  during  visual  transects  operations  ,  DGM  Team  conducting  grid  survey. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp. /Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

P 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

RE-INSPECTION  RESULTS:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007657 


PIKA 

©  u  s  daily  inspection  and  weekly  audit  report  form 

Form-506 


RE-INSPECTION  RESULTS:  (If  required) 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007658 


PIKA 


O^ARCADIS 


MALCOLM  PIRME 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  3,23,2016  TIME:  11:30  am  '-OG  NO.:  19 

TASK:  DS01 

1  WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  82,  Low  50,  winds 

NNW  15-30  mph.  Hum  11%,  UV  8  of  10,  S/R  06:59  am  S/S  7:24  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Traiier.  Rental  vehicles,  parking  area  restrooms.  Magazine  area, 

observed  Team  1  and  2  during  visual  transects  operations  ,  DGM  Team  conducting  grid  survey. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

P 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

P 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

P 

1 3.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (if  required) 

RE-INSPECTION  RESULTS:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007659 


PIKA 


O^ARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


Note;  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  fomns 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007660 


PIKA 


^SARCADIS 


MALCOLM  PJRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  3/29/2016 

TIME:  13:45  pm 

LOG  NO.:  20 

1WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  80,  Low  52,  winds 
NNW  25  -  35  mph.  Hum  21%,  UV  8  of  10,  S/R  06:58  am  S/S  7:25  pm 


AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 
Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area, 
observed  Team  1  and  2  during  visual  transects  operations  ,  DGM  Team  conducting  grid  survey. 


INSPECTION  RESULTS 


Item  Description 


Pass 


Item  Description 


Pass 


1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 


9.  MEC  Detection  Equipment  Use/Calibration 


N/A 


2.  Work  Practices  Follow  SSHP/WP 


1 0.  Monitoring/Sampling  Equip.  Calibration/Use 


N/A 


3.  Site  Control  established  per  SSHP 


1 1 .  Heavy  Equipment  Insp./Maintenance/Use 


N/A 


4.  First  Aid  Kit(s)/Eyewash  Station(s) 


12.  Hand  and  Power  Tool  Insp./Maintenance/Use 


N/A 


5.  Fire  Extinguisher(s) 


13.  Site  House  Keeping  &  Sanitation 


6.  Flammable  Storage  Areas 


14.  Explosives  /  MEC  /  Other  Storage  Areas 


N/A 


7.  MSDSs  and  Container  Labeling  per  SSHP 


N/A 


15.  Other;  (list) 


8.  On-  and  Off-Site  Communications 


Yes 


16.  Other;  (list) 


SUMMARY  OF  DEFICIENCIES  NOTED:  (if  Required)  None  noted  first  day  of  site  setup. 


CORRECTIVE  ACTIONS  RECOMMENDED:  (if  required) 


RE-INSPECTION  RESULTS:  (If  required) 


June  2008 


Revision  1 


10/26/2018 


007661 


PIKA 


J&ARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

■orm-506 


efed  on  the  results  of  this 
[e  actions  (if  necessary) 

ct  Manager 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager, 


June  2008 


Revision  1 


10/26/2018 


007662 


PIKA 


JSlARCADIS 


MALCOLM  PJRME 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  3/30/2016 

TIME:  09:45  am 

LOG  NO.:  21 

1  WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  70,  Low  45,  winds 

NNW  20  -  30  mph,  Hum  25%,  UV  8  of  10,  S/R  06:57  am  S/S  7:25  pm 


AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 
Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area. 


INSPECTION  RESULTS 


Item  Description 


Pass 


Item  Description 


Pass 


1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 


9.  MEC  Detection  Equipment  Use/Calibration 


N/A 


2.  Work  Practices  Follow  SSHPA/VP 


10.  Monitoring/Sampling  Equip.  Calibration/Use 


N/A 


3.  Site  Control  established  per  SSHP 


1 1 .  Heavy  Equipment  Insp./Maintenance/Use 


N/A 


4.  First  Aid  Kit(s)/Eyewash  Station(s) 


12.  Hand  and  Power  Tool  Insp./Maintenance/Use 


N/A 


5.  Fire  Extinguisher(s) 


1 3.  Site  House  Keeping  &  Sanitation 


6.  Flammable  Storage  Areas 


14.  Explosives  /  MEC  /  Other  Storage  Areas 


N/A 


7.  MSDSs  and  Container  Labeling  per  SSHP 


N/A 


15.  Other:  (list) 


8.  On-  and  Off-Site  Communications 


Yes 


16.  Other:  (list) 


SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 


CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 


June  2008 


Revision  1 


10/26/2018 


007663 


PIKA 


^ARCADIS 


MALCOLM  PIRME 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  fonn.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007664 


PIKA 


(S^ARCADIS 


MALCOLM  PJRNJE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  3/31/2016 

TIME:  10:00  am 

LOG  NO.: 

22 

1WEATHER  CONDITIONS;  Sunny,  Rain  chance  0  %,  High  67,  Low  43,  winds 

W  10  -  20  mph.  Hum  24%,  UV  9  of  10,  S/R  06:56  am  S/S  7:25  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007665 


PIKA 


Ojarcadis 


MALCOLM  PIKNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 


Note;  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  Indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007666 


PIKA 


(J»ARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  ^,.,,20,5  TIME:  08:30  am  *-00  NO.:  23 

TASK:  DS01 

■•weather  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  79.  Low  47,  winds 

W  10  -  20  mph.  Hum  26%,  UV  9  of  10,  S/R  06:56  am  S/S  7:25  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007667 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


ed  on  the  results  of  this 
actions  (if  necessary) 


Note;  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  us^  to 
weekly  Safety  Audi  conducted  at  the  end  of  each  workweek.  The  weekly  audH  will  not  only  indicate  the 
operauons,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspect, ons^ 
vTere  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007668 


PIKA 


<S}ARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  4/4/2016 

TIME:  14:30  am 

LOG  NO.:  24 

1  WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  82,  Low  52,  winds 
SW  10  -  20  mph.  Hum  11%,  UV  9  of  10,  SIR  06:49  am  S/S  7:26  pm 


AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 
Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area. 


INSPECTION  RESULTS 


Item  Description 


Pass 


Item  Description 


Pass 


1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 


9.  MEC  Detection  Equipment  Use/Calibration 


N/A 


2.  Work  Practices  Follow  SSHP/WP 


10.  Monitoring/Sampling  Equip.  Calibration/Use 


N/A 


3.  Site  Control  established  per  SSHP 


1 1 .  Heavy  Equipment  Insp./Maintenance/Use 


N/A 


4.  First  Aid  Kit(s)/Eyewash  Station(s) 


12.  Hand  and  Power  Tool  Insp./Maintenance/Use 


N/A 


5.  Fire  Extinguisher(s) 


1 3.  Site  House  Keeping  &  Sanitation 


6.  Flammable  Storage  Areas 


14.  Explosives  /  MEC  /  Other  Storage  Areas 


N/A 


7.  MSDSs  and  Container  Labeling  per  SSHP 


N/A 


15.  Other:  (list) 


8.  On-  and  Off-Site  Communications 


Yes 


16.  Other:  (list) 


SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 


CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 


June  2008 


Revision  1 


10/26/2018 


007669 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


Note;  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  MariaQer. 


June  2008 


Revision  1 


10/26/2018 


007670 


PIKA 


(H  ARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  4/5/2016 

TIME:  13:00  am 

LOG  NO.:  25 

1  WEATHER  CONDITIONS:  Sunny.  Rain  chance  0  %,  High  88,  Low  47,  winds 
SW  15  -  25  mph.  Hum  11%,  UV  9  of  10,  S/R  06:49  am  S/S  7:26  pm 


AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 
Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms,  Magazine  area. 


INSPECTION  RESULTS 


Item  Description 


Pass 


Item  Description 


Pass 


1.  Personal  Protective  Equipment  (PPE)  per  SSHP 


9.  MEC  Detection  Equipment  Use/Calibration 


N/A 


2.  Work  Practices  Follow  SSHP/WP 


10.  Monitoring/Sampling  Equip.  Calibration/Use 


N/A 


3.  Site  Control  established  per  SSHP 


11.  Heavy  Equipment  Insp./Maintenance/Use 


N/A 


4.  First  Aid  Kit(s)/Eyewash  Station(s) 


12.  Hand  and  Power  Tool  Insp./Maintenance/Use 


N/A 


5.  Fire  Extinguisher(s) 


13.  Site  House  Keeping  &  Sanitation 


6.  Flammable  Storage  Areas 


14.  Explosives  /  MEC  /  Other  Storage  Areas 


N/A 


7.  MSDSs  and  Container  Labeling  per  SSHP 


N/A 


1 5.  Other;  (list) 


8.  On-  and  Off-Site  Communications 


Yes 


16.  Other;  (list) 


SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 


CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 


June  2008 


Revision  1 


10/26/2018 


007671 


inspection  and  weekly  audit  report  form 

Fomi-506 


Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operaUons.  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007672 


PIKA 


J^ARCADIS 


MALCOLM  PIRNIE 


daily  inspection  and  weekly  audit  report  form 

Form-506 


DATE:  4/6/2016 


contract  no.:  W912DY-10-D-0025 

TASK:  DS01  _ 

WEATHER  CONDITIONS;  Sunny,  Rain  chance  0  %,  High  81,  Low  51,  winds 
10-20  mph.  Hum  13%,  UV  9  of  10,  SIR  06:48  am  S/S  7:29  pm 


GENERAL  SITE  INFORMATION 


TIME:  15:00  pm 


AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 
Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area. 


7.  MSDSs  and  Container  Labeling  per  SSHP 


8.  On-  and  Off-Site  Communications 


SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup 


CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 


June  2008 


Revision  l 


10/26/2018 


007673 


(£?  ARCADiS^^I^^  DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Fomfi-506 


on  the  results  of  this 
itions  (if  necessary) 


June  2008 


Revision  1 


10/26/2018 


007674 


PIKA 


JfeARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  4/8/2016 

TIME:  11:00  Am 

LOG  NO.; 

28 

1WEATHER  CONDITIONS;  Sunny,  Rain  chance  0  %,  High  78,  Low  53,  winds 

E  10  -  20  mph.  Hum  36%,  UV  7  of  10,  SIR  06:42  am  S/S  7:31  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

P 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

P 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

P 

1 1 .  Heavy  Equipment  Insp. /Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

P 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

P 

1 3.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other;  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007675 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 


Fomi-506 


Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007676 


PIKA 


JSARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  4/11/2016 

TIME:  11:00  Am 

LOG  NO.:  29 

1WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  75,  Low  52,  winds 

W  10  —  20  mph.  Hum  32%,  UV  9  of  10,  S/R  06:42  am  S/S  7:33  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms,  Magazine  area. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007677 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007678 


PIKA 


i^ARCADlSl 


MAICOLVI  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


I -  GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  4/12/2016 

TIME:  15:00  pm 

LOG  NO.:  30 

1  WEATHER  CONDITIONS:  Sunny,  Rain  chance  50  %,  High  66,  Low  49,  winds 

ENE  10  -  15  mph,  Hum  50%,  UV  9  of  10,  SIR  06:41  am  S/S  7:33  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  bl  Paso  fX. 
Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A  1 

2,  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A  1 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other;  (list) 

-  J\  firct  Ha\/  nf  Qitp  «;p.tlin. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 


June  2008 


Revision  1 


10/26/2018 


007679 


daily  inspection  and  weekly  audit  report  form 

■  ^-506 


on  the  results  of  this 
;tions  (if  necessary) 


lanager 


Nole-  S.(«,  ln.p«Jl».s  =«  »  b,  conduclsd  each  day  and  docum».t«J  H-S  tonr,.  Hi.  lom,  »ill  «so  »  uMd  to  to”" 

miui  SalMy  M  CKiducasd  «1  me  .nd  ot »»  worlt«eeK  The  «eekly  dud«  ™il  nol  oely  mdioale  me  preMnUMes  ol  Ite 

be.“l»  be  e,«,  m  nete  me  cueeb. »«.  ot  dedeieecle.  noted  dedng  d.il,  inepeOion.  M,  da,h,  .nepeclon  fenns 

Leilii  h.»  be«,  n«.d,  end  m.  »ekl,  .mdi,  ed.  be  m»d  «,  Ibe  PIKA  Cerpo^ld  Sate,,  and  Heaim  Manage,. 


June  2008 


Revision  1 


10/26/2018 


007680 


PIKA 


J^ARCADIS 


■MALCOLM  PIRME 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  q^j^tE:  4/13/2016  TIME:  13:30  pm  ‘-Uia  in 

TASK:  DS01 

1WEATHER  CONDITIONS;  Sunny,  Rain  chance  0  %,  High  80,  Low  54,  winds 

WNW  5-10  mph,  Hum  44%,  UV  9  of  10,  SIR  06:40  am  S/S  7:34  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  fX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

1 5.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other;  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED;  (If  required) 

= 

June  2008 


Revision  1 


10/26/2018 


007681 


f^.ARCASS^^^a^ 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


Ion  the  results  of  this 
ons  (if  necessary) 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operaUons,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007682 


PIKA 


OtARCAOIS 


-MALCOLM  PIKME 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  4/14/20I6  TIME:  13:30  pm  LOG  NO..  32 

TASK:  DS01 

1WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  87,  Low  54,  winds 

WNW  5-10  mph.  Hum  44%,  UV  9  of  10,  SIR  06:40  am  S/S  7:34  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4-  First  Aid  Kit(s)/Eyewash  Station{s) 

P 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

P 

1 3.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

1 5.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007683 


(I^ARCADiS^ 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Fonn-506 


on  the  results  of  this 
Itions  (if  necessary) 


Note;  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operaUons,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007684 


PIKA 


OSARCADISI 


MALCOLM  PJRME 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


J  WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  86,  Low  53,  winds 
WNW  5-10  mph.  Hum  44%,  UV  9  of  10,  SIR  06:40  am  S/S  7:34  pm 


AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 
'  "earn  members  for  proper  PPE,  wear  and  use. 


NSPECTION  RESULTS 


Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A  1 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Controi  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit{s)/Eyewash  Station{s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A  1 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup.  ^ 

1 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007685 


^.ARCADIS^ 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Fonn-506 


on  the  results  of  this 
ions  (if  necessary) 


Note;  Safety  Inspections  are  to  be  conducted  each  day  and  document”  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007686 


PIKA 


JSARCADIS 


MAICOISI  PlRNlt 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  4/18/2016 

TIME:  10:30  am 

LOG  NO.:  34 

IWEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  76,  Low  48,  winds 

ESE  5-10  mph.  Hum  33%,  UV  9  of  10,  SIR  06:33  am  S/S  7:38  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Harking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

P 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

P 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

I  SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

I  CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007687 


PIKA 


^TARCADIS 


MAICOLS!  PJRMt 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 


-506 


I  on  the  results  of  this 
;tions  (if  necessary) 

Manager 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007688 


PIKA 


(Sarcadis 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  4/19/2016 

TIME:  09:30  am 

LOG  NO.: 

35 

1  WEATHER  CONDITIONS;  Sunny,  Rain  chance  0  %,  High  81,  Low  50,  winds 

ESE  5-10  mph.  Hum  33%,  UV  10  of  10,  SIR  06:32  am  S/S  7:38  pm 

AREAS  INSPECTED;  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

11.  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

P 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

1 3.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

1 5.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007689 


PIKA 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007690 


PIKA 


(^ARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  4/20/2016 

TIME:  08:30  am 

LOG  NO.:  36 

WEATHER  CONDITIONS;  Sunny,  Rain  chance  0  %,  High  86,  Low  51,  winds 
SW  10  -  15  mph.  Hum  31%,  UV  10  of  10,  SIR  06:32  am  S/S  7:38  pm 


AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 
Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 
Team  members  for  proper  PPE,  wear  and  use. 


INSPECTION  RESULTS 


Item  Description 


Pass 


Item  Description 


Pass 


1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 


9.  MEC  Detection  Equipment  Use/Calibration 


N/A 


2.  Work  Practices  Follow  SSHP/WP 


10.  Monitoring/Sampling  Equip.  Calibration/Use 


N/A 


3.  Site  Control  established  per  SSHP 


1 1 .  Heavy  Equipment  Insp./Maintenance/Use 


N/A 


4.  First  Aid  Kit(s)/Eyewash  Station(s) 


12.  Hand  and  Power  Tool  Insp./Maintenance/Use 


N/A 


5.  Fire  Extinguisher(s) 


1 3.  Site  House  Keeping  &  Sanitation 


6.  Flammable  Storage  Areas 


14.  Explosives  /  MEC  /  Other  Storage  Areas 


N/A 


7.  MSDSs  and  Container  Labeling  per  SSHP 


N/A 


15.  Other:  (list) 


8.  On-  and  Off-Site  Communications 


Yes 


16.  Other:  (list) 


SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 


CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 


June  2008 


Revision  1 


10/26/2018 


007691 


PIKA 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager, 


June  2008 


Revision  1 


10/26/2018 


007692 


PIKA 


jSARCADiS 


MAICOLSI  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  4/21/2016 

TIME:  11:30  am 

LOG  NO.:  37 

1WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  87,  Low  56,  winds,  tSb  10  15  mph. 

Hum  15%,  UV  10  of  10,  S/R  06:32  am  S/S  7:38  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

P 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

1 5.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other;  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED;  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


007693 


10/26/2018 


IKA 

:MCADISlU!Ui!!U213Si 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

1-506 


d  on  the  results  of  this 
ictions  (if  necessary) 


Manager 

Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007694 


PIKA 


(feARCADlS 


MAieOlM  P1RNI£ 


daily  inspection  and  weekly  audit  report  form 

Form-506 


— -  general  site  information 

contract  no.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  4/22/2016 

TIME:  09:30  am 

LOG  NO.:  38 

WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  86,  Low  60,  winds,  ESE  10  20  nip  i. 

Hum  43%,  UV  9  of  10,  SIR  06:29  am  S/S  7:40  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  1 X. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

P 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

1 0.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

1 5.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other,  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007695 


PIKA 


^  ARCADIS 


M^lCOIM  PIRM§ 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 


Note;  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  oe  useo  lo  Hocument  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007696 


PIKA 


(feARCADISI 


MAICOLM  PIRME 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  4/25/2016 

TIME:  11:30  am 

LOG  NO.:  39 

WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  86,  Low  46,  winds,  WSW  25 

Hum  21%,  UV  10  of  10,  SIR  06:26  am  S/S  7:43  pm 

-  35  mph. 

AREAS  INSPECTED;  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  iot,  El  Paso  TX. 
Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms,  Magazine  area.  Field 
Team  members  for  proper  PPE,  wear  and  use. 


INSPECTION  RESULTS 


Item  Description 


Pass 


Item  Description 


Pass 


1.  Personal  Protective  Equipment  (PPE)  per  SSHP 


2.  Work  Practices  Follow  SSHP/WP 


P 

P 


9.  MEC  Detection  Equipment  Use/Calibration 


N/A 


10.  Monitoring/Sampling  Equip.  Calibration/Use 


N/A 


3.  Site  Control  established  per  SSHP 


11.  Heavy  Equipment  Insp./Maintenance/Use 


N/A 


4.  First  Aid  Kit(s)/Eyewash  Station(s) 


12.  Hand  and  Power  Tool  Insp./Maintenance/Use 


N/A 


5.  Fire  Extinguisher(s) 


1 3.  Site  House  Keeping  &  Sanitation 


6.  Flammable  Storage  Areas 


14.  Explosives  /  MEC  /  Other  Storage  Areas 


N/A 


7.  MSDSs  and  Container  Labeling  per  SSHP 


N/A 


15.  Other;  (list) 


8.  On-  and  Off-Site  Communications 


Yes 


16.  Other;  (list) 


SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 


CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 


June  2008 


Revision  1 


10/26/2018 


007697 


PIKA 


^ARCADIS 


.MALCOLM  yiRNJfc 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007698 


PIKA 


f^ARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  ^,26/2016  TIME:  13:30  pm  LOG  NO.:  40 

TASK:  DS01 

WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  75,  Low  46,  winds,  W  25  -  35  mph. 

Hum  19%,  UV  10  of  10,  SIR  06:25  am  S/S  7:43  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

11.  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007699 


PIKA 


ARCADIS 


WAICOIM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form -506 


Note;  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  oe  usea  lo  aocumefit  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007700 


PIKA 


J^ARCADIS 


MALCOLM  PiRME 


daily  inspection  and  weekly  audit  report  form 

Form-506 


10/26/2018 


007701 


PIKA 


ARCADIS 


MAICOIM  PIRNIE 


Q^jLY  inspection  AND  WEEKLY  AUDIT  REPORT  FORM 

Form -506 


June  2008 


Revision  1 


10/26/2018 


007702 


PIKA 


OiARCADlS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


general  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  4/27/2016 

TIME:  15:30  pm 

LOG  NO.:  41 

WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  81,  Low  Sb,  winds,  v\/  16  Zb  rnpfi. 

Hum  17%,  UV  10  of  10,  S/R  06:23  am  S/S  7:44  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow/  SSHP/WP 

P 

1 0.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

P 

1 1 .  Heavy  Equipment  lnsp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  lnsp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other;  (list) 

1  SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  ot  site  setup. 

1  CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007703- 


PIKA 


ARCADIS 


MAirOlM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


Note:  Safety  Inspections  are  to  be  conducted  day 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The 

operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  Inspections.  Any  dally  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007704 


PIKA 


e»ARCADlS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  4,27,2016  TIME:  15:30  pm  >-OG  NO.:  41 

TASK:  DS01 

WEATHER  CONDITIONS;  Sunny,  Rain  chance  0  %,  High  81,  Low  56,  winds,  W  15  -  25  mph. 

Hum  17%,  UV  10  of  10,  S/R  06:23  am  S/S  7:44  pm 

AREAS  INSPECTED;  (List  by  location,  team,  or  task);  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

1 0.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

P 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

1 5.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other;  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007705 


PIKA 


ARCADIS 


MALCOIMPIRME 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documi 

Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek-  The  w^ _ _ _ ^ 

operations,  but  will  also  be  used  to  note  the  current  status  of  defidencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  defidendes  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007706 


PIKA 


feARCADIS! 


\ULCOLM  PiRME 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Forfn-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  4/28/2016 

TIME:  9:30  am 

LOG  NO.:  42 

WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  84,  Low  54,  winds,  WSW  20 

Hum  17%,  UV  10  of  10,  SIR  06:23  am  S/S  7:45  pm 

-  30  mph. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms,  Magazine  area.  Field 
Team  members  for  proper  PPE,  wear  and  use. 


INSPECTION  RESULTS 


Item  Description 


Pass 


Item  Description 


Pass 


1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 


9.  MEC  Detection  Equipment  Use/Calibration 


N/A 


2.  Work  Practices  Follow  SSHP/WP 


10.  Monitoring/Sampling  Equip.  Calibration/Use 


N/A 


3.  Site  Control  established  per  SSHP 


11.  Heavy  Equipment  Insp./Maintenance/Use 


N/A 


4.  First  Aid  Kit(s)/Eyewash  Station(s) 


12.  Hand  and  Power  Tool  Insp./Maintenance/Use 


N/A 


5.  Fire  Extinguisher(s) 


13.  Site  House  Keeping  &  Sanitation 


6.  Flammable  Storage  Areas 


14.  Explosives  /  MEC  /  Other  Storage  Areas 


N/A 


7.  MSDSs  and  Container  Labeling  per  SSHP 


N/A 


1 5.  Other:  (list) 


8.  On-  and  Off-Site  Communications 


Yes 


16.  Other;  (list) 


SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 


CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 


June  2008 


Revision  1 


10/26/2018 


007707 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007708 


PIKA 


OtARCADIS 


MAICOIM  PJRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  oatE:  4/29/2016  TIME:  10:30  am  LOG  NO.:  43 

TASK:  DS01 

WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  75,  Low  52,  winds,  W  20  -  30  mph. 

Hum  19%,  UV  10  of  10.  S/R  06:22  am  S/S  7:45  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

P 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

P 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

P 

1 3.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007709 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007710 


PIKA 


<^'ARCAD1S 


MALCOLM  P1RN1E 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION  _ _ 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK;  DS01 

DATE;  5/2/2016 

TIME:  9:45  am 

LOG  NO.;  44 

WEATHER  CONDITIONS:  Sunny,  Rair 
Hum  19%,  UV  10  of  10,  SIR  06:22  am 

1  chance  0  %,  High  73,  Low  46,  winds,  W  10  -  20  mph. 

S/S  7:47  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  FarKing  lot,  ti  raso  1  a. 
Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

[3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

1 4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

1 6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

1 7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other:  (list) 

1 8.  On-  and  Off-Site  Communications 

Yes 

16.  Other;  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED;  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007711 


Note;  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site^site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  defidcncios  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007712 


PIKA 


(iaARCADIS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10  M025  5,3,2016  TIME:  11:45  am  LOO  NO.:  45 

TASK:  DS01 

WEATHER  CONDITIONS;  Sunny,  Rain  chance  0  %,  High  84,  Low  50,  winds,  E  5  - 10  mph. 

Hum  19%,  UV  10  of  10,  S/R  06:21  am  S/S  7:48  pm 

AREAS  INSPECTED;  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

1 0.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station{s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

1 3.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007713 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Fonn-506 


RE-INSPECTION  RESULTS:  (If  required) 


Nots;  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  Tliis  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  sitefsite 
operaiioits,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007714 


PIKA 


^^ARCADISI 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  5/4/2016 

TIME:  9:25  am 

LOG  NO.:  46 

WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  86,  Low  60,  winds,  ESE  5  - 
Hum  35%  UV  10  of  10,  S/R  06:18  am  S/S  7:49  pm 

10  mph. 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 
Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 
Team  members  for  proper  PPE,  wear  and  use. 


INSPECTION  RESULTS 


Item  Description 


Pass 


Item  Description 


Pass 


1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 


9.  MEC  Detection  Equipment  Use/Calibration 


N/A 


2.  Work  Practices  Follow  SSHP/WP 


10.  Monitoring/Sampling  Equip.  Calibration/Use 


N/A 


3.  Site  Control  established  per  SSHP 


1 1 .  Heavy  Equipment  Insp./Maintenance/Use 


N/A 


4.  First  Aid  Kit(s)/Eyewash  Station(s) 


12.  Hand  and  Power  Tool  Insp./Maintenance/Use 


N/A 


5.  Fire  Extinguisher(s) 


13.  Site  House  Keeping  &  Sanitation 


6.  Flammable  Storage  Areas 


14.  Explosives  /  MEC  /  Other  Storage  Areas 


N/A 


7.  MSDSs  and  Container  Labeling  per  SSHP 


N/A 


15.  Other;  (list) 


8.  On-  and  Off-Site  Communications 


Yes 


1 6.  Other;  (list) 


SUMMARY  OF  DEFICIENCIES  NOTED:  (if  Required)  None  noted  first  day  of  site  setup. 


CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 


June  2008 


Revision  1 


10/26/2018 


007715 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


Note;  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007716 


PIKA 


(SaARCADlS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

< 

CONTRACT  NO.:  W912DY-10-D-0025  5/5/20I6  TIME:  12:45  am  LUt.  imu.. 

FASK:  DS01 

h 

i/VEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  92,  Low  b3,  winds,  tit  lu  -  mpli. 

Hum  17%  UV  9  of  10,  SIR  06:17  am  S/S  7:50  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Pdt.u  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personai  Protective  Equipment  (PPE)  per  SSHP 

P 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

1 0.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

I  6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  oT  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007717 


IKA 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


RE-INSPECTION  RESULTS;  (If  required) 


n  the  results  of  this 
ions  (if  necessary) 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspecUon  foims 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007718 


PIKA 


(^ARCADIS 


\UlCOLS1  PIRME 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  5/6/2016 

TIME:  14:45  pm 

LOG  NO.:  48 

WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  92,  Low  63,  winds,  Sh  2b  35  mph. 

Hum  14%  UV  10  of  10,  S/R  06:15  am  S/S  7:50  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 
Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

P 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

P 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher{s) 

P 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007719 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


Note!  Safety  inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  wriil  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspecUon  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007720 


PIKA 


O^ARCADIS 


MALCOLM  PIRME 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 


Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  5/9/2016  TIME:  13:30  pm  LOG  NO.:  49 

TASK:  DS01 

WEATHER  CONDITIONS;  Sunny,  Rain  chance  0  %,  High  84,  Low  56,  winds,  SE  25  -  35  mph. 

Hum  14%  UV  10  of  10,  SIR  06:12  am  S/S  7:52  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

1 3.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007721 


PIKA 


ARCADIS 


M/UrOt  M  flRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


Note;  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007722 


PIKA 


^ARCADIS 


MALCOLSi  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  5/10/2016 

TIME:  11:30  am 

LOG  NO.:  50 

WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  88,  Low  b9,  winds,  SE  15  -  25  mph. 

Hum  14%  UV  10  of  10,  S/R  06:12  am  S/S  7:52  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

1 5.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007723 


PIKA 


0:  ARCADIS 


MAtCOt  M  f*!RMF 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  tfTi^fofTTi^nTi^fonT^n^fS^D^j^d  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
(^rations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007724 


PIKA 


O^ARCADIS 


MALCOLM  PIRME 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  TIME:  10:30  am  LOG  NO.:  51 

TASK:  DS01 

WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  91,  Low  60,  winds,  SE  10  -  20  mph.  ENE 

Hum  14%  UV  10  of  10,  S/R  06:10  am  S/S  7:54  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

11.  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

P 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

1 3.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

1 5.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007725 


□  u  y 


DAILY  INSPECnON  AND  WEEKLY  AUDIT  REPORT  FORM 

Fonn-506 


Note;  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form,  i  ms  ““ 

Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  ^ 
oSaui  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspecUon^  ^y  daity  ins^tion  forms 
Tere  deficiencies  have  been  noted,  and  the  weekly  audH  will  be  fared  to  the  PIKA  Corporate  Safely  and  Health  Manager. 


June  2008 


Revi^on  1 


10/26/2018 


007726 


PIKA 


(^ARCADIS 


MALCOLM  PIRME 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  oatE:  5/12/2016  TIME:  15:00  an,  >-OG  NO.:  52 

TASK:  DS01 

WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  91,  Low  61,  winds,  SE  10  -  20  mph.  ENE 

Hum  14%  UV  10  of  10,  S/R  06:10  am  S/S  7:54  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follo\w  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

11.  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007727 


Note:  Safety  Inspectbns  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  cunent  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deftciencios  have  been  noted,  and  the  weekly  audit  wfll  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Mans^ef. 


June  2008 


Revision  1 


10/26/2018 


007728 


PIKA 


MAICOLM  FlRMf 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  TIME:  13:00  .n, 

TASK:  DS01 

LOG  NO.:  53 

WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  93,  Low  61  ,  winds,  SE  5  -  ' 
Hum  14%  UV  10  of  10,  S/R  06:09  am  S/S  7:55  pm 

0  mph.  SE 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

P 

1 3.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other;  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 
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10/26/2018 


007729 


i?:ahcad;s^ss2E 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 


506 


Note;  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  fonn  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  sitefsite 
operaUons,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daly  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007730 


PIKA 


t^ARCADISI 


MALCOLM  PJRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  5/16/2016 

TIME:  13:00  am 

LOG  NO.:  54 

WEATHER  CONDITIONS;  Sunny,  Rain  chance  0  %,  High  89.  Low  64  ,  winds,  SE  10  -  25  mph.  WSW 
Hum  9%  UV  10  of  10.  SIR  06:08  am  S/S  7:57  pm 


AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 
Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 
Team  members  for  proper  PPE,  wear  and  use. 


INSPECTION  RESULTS 


Item  Description 


Pass 


Item  Description 


Pass 


1.  Personal  Protective  Equipment  (PPE)  per  SSHP 


9.  MEC  Detection  Equipment  Use/Calibration 


N/A 


2.  Work  Practices  Follow  SSHP/WP 


10.  Monitoring/Sampling  Equip.  Calibration/Use 


N/A 


3.  Site  Control  established  per  SSHP 


1 1 .  Heavy  Equipment  Insp./Maintenance/Use 


N/A 


4.  First  Aid  Kit(s)/Eyewash  Station(s) 


12.  Hand  and  Power  Tool  Insp./Maintenance/Use 


N/A 


5.  Fire  Extinguisher(s) 


1 3.  Site  House  Keeping  &  Sanitation 


6.  Flammable  Storage  Areas 


14.  Explosives  /  MEC  /  Other  Storage  Areas 


N/A 


7.  MSDSs  and  Container  Labeling  per  SSHP 


N/A 


15.  Other;  (list) 


8.  On-  and  Off-Site  Communications 


Yes 


1 6.  Other;  (list) 


SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 


CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 


June  2008 


Revision  1 


10/26/2018 


007731 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  worirweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007732 


PIKA 


(dARCADiS 


MALCOLM  PIRSie 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  5/17/2016 

TIME:  15:10  pm 

LOG  NO.: 

55 

WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  84,  Low  59  ,  winds,  SE  12  mph.  SSW 

Hum  22%  UV  10  of  10,  S/R  06:08  am  S/S  7:57  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

P 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other;  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007733 


DAILY  INSPECnON  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


Note;  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007734 


PIKA 


^^ARCADiS 


MAICOLSI  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form -506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.;  W912DY-10-D-0025 

TASK:  DS01 

DATE:  5/18/2016 

TIME:  10:10  am 

LOG  NO.:  56 

WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  73,  Low  56,  winds,  tSE  16  mph. 

Hum  60  %  UV  10  of  10,  SIR  06:06  am  S/S  7:58  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

P 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

P 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

P 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  K(t(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

P 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  oT  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 
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10/26/2018 


007735 


daily  inspection  and  weekly  audit  report  form 


Form-506 


the  results  of  this 
ins  (if  necessary) 


Note:  Safety  InspecUons  aie  to  be  conducted  each  day  and  docuniented  on  this  form.  Th>s  form  w.11  also  be  used  to  me 

Weekly  SafX  Ai^tLducted  at  the  er«l  of  each  worlovesk.  The  weekly  audit  will  not  only  indicate  the  pr^ent  status  of  Ute  Site/^e 
operaUons,  l^t  will  also  be  used  to  note  the  cutrent  status  of  deficiencies  noted  during  daily 

where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  fared  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Reviaon  1 


10/26/2018 


007736 


PIKA 


(Sarcadisi 


MALCOLM  PJRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  5/19/2016 

TIME:  11:00  am 

LOG  NO.:  57 

WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  78,  Low  59,  winds,  S  8  mph. 

Hum  10  %  UV  10  of  10,  S/R  06:06  am  S/S  7:59  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 
Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 
Team  members  for  proper  PPE,  wear  and  use. 


INSPECTION  RESULTS 


Item  Description 


Pass 


Item  Description 


Pass 


1.  Personal  Protective  Equipment  (PPE)  per  SSHP 


9.  MEC  Detection  Equipment  Use/Calibration 


N/A 


2.  Work  Practices  Follow  SSHPA/VP 


10.  Monitoring/Sampling  Equip.  Calibration/Use 


N/A 


3.  Site  Control  established  per  SSHP 


1 1 .  Heavy  Equipment  Insp./Maintenance/Use 


N/A 


4.  First  Aid  Kit(s)/Eyewash  Station(s) 


12.  Hand  and  Power  Tool  Insp./Maintenance/Use 


N/A 


5.  Fire  Extinguisher(s) 


13.  Site  House  Keeping  &  Sanitation 


6.  Flammable  Storage  Areas 


N/A 


14.  Explosives  /  MEC  /  Other  Storage  Areas 


7.  MSDSs  and  Container  Labeling  per  SSHP 


N/A 


1 5.  Other;  (list) 


8.  On-  and  Off-Site  Communications 


Yes 


16.  Other;  (list) 


SUMMARY  OF  DEFICIENCIES  NOTED;  (If  Required)  None  noted  first  day  of  site  setup. 


CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 


June  2008 


Revision  1 


10/26/2018 


007737 


PIKA 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safely  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007738 


PIKA 


t^ARCADiS 

r. 


VUICOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form -506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  5/20/2016  TIME:  09:00  am  LOO  NO.:  58 

TASK:  DS01 

WEATHER  CONDITIONS;  Sunny,  Rain  chance  0  %,  High  91,  Low  61,  winds,  S  12  mph. 

Hum  10  %  UV  10  of  10,  SIR  06:06  am  S/S  7:59  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task);  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

P 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

P 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

1 3.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

1 5.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

1 6.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007739 


PIKA 


fSARCADiS 


SSI 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  sHe/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  l 


10/26/2018 


007740 


PIKA 


ARCADIS  rv  atiy  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 


DATE:  5/24/2016 


TIME:  09:00  am 


CONTRACT  NO.:  W912DY-1 0-D-0025 

TASK:  DS01  _ _ _ 

Leather  conditions:  sunny.  Rain  chance  0  %,  High  92.  Low  63.  winds.  WSW  16  mph. 

Hum  10  %  UV  10  of  10,  S/R  06:03  am  S/S  8:02  pm 


LOG  NO.:  59 


I  Ar'eAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  B  Paso  TX. 
Istorage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 
Team  members  for  proper  PPE,  wear  and  use. 


1  INSPECTION  RESULTS 


Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

T _ 

N/A 

1 2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

Is.  Site  Control  established  per  SSHP 

p 

1 1  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

is.  Fire  Extinguisher(s) 

p 

1 3.  Site  House  Keeping  &  Sanitation 

P 

1 6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other;  (list) 

1 8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

..  flrct  rta\/  nf  •nitfi  SfitUD. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 


June  2008 


Revision  1 


10/26/2018 


007741 


ARCADISI^S^^  daily  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Fonn-506 


I  the  results  of  this 

Is  (if  necessary) 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007742 


PIKA 


<feARCADlS 


MW-COIM  PIRNIE 


daily  inspection  and  weekly  audit  report  form 

Form-506 


CONTRACT  NO.:  W912DY-10-D-0025 

ASK:  DS01 


WEATHER  CONDITIONS;  Sunny,  Rain  chance  0  %,  High  94,  Low  63,  winds,  WSW  17  mph. 
urn  8  %  UV  10  of  10,  SIR  06:03  am  S/S  8:02  pm 


AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 
Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

“earn  members  for  proper  PPE,  wear  and  use. 


GENERAL  SITE  INFORMATION 


DATE;  5/25/2016 


TIME:  10:15  am 


NSPECTION  RESULTS 

Item  Description 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

2.  Work  Practices  Follow  SSHPA/VP 

3.  Site  Control  established  per  SSHP 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

5.  Fire  Extinguisher(s) 


P 

P 

P 


1  Heavy  Equipment  Insp./Maintenance/Use 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

13.  Site  House  Keeping  &  Sanitation 


N/A 

N/A 

P 


6.  Flammable  Storage  Areas 


7.  MSDSs  and  Container  Labeling  per  SSHP 


N/A 


N/A 


14.  Explosives  /  MFC  /  Other  Storage  Areas 


15.  Other;  (list) 


8.  On-  and  Off-Site  Communications 


Yes 


16.  Other:  (list) 


SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup 


CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 


June  2008 


Revision  1 


10/26/2018 


007743 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


re“celes  have  been  noted,  and  the  wee.ly  audit  will  be  faxed  to  the  P.KA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007744 


PIKA 


O^ARCADiS 


MUCOLM  PIRME 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  5, 26/2016  TIME:  11:30  am 

TASK:  DS01 

LOG  NO.:  61 

WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  85,  Low  58,  winds,  W  15  mp 
Hum  8  %  UV  10  of  10,  S/R  06:03  am  S/S  8:04  pm 

1. 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

P 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

1 3.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

1 5.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If 

Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007745 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Fonn-506 


Note;  Safety  inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  eacit  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  wnil  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007746 


PIKA 


(^ARCADIS 


MALCOLM  HKNiE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  5,27/2016  TIME:  14:30  pm 

TASK:  DS01 

LOG  NO.:  62 

WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  86.  Low  59,  winds,  W  14  mp 
Hum  8  %  UV  10  of  10,  S/R  06:03  am  S/S  8:04  pm 

h. 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Caiibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

1 3.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007747 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007748 


PIKA 


f^ARCAOIS 


MALCOLM  PlRNIf 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 


Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  5, 3, ,2016  TIME:  15:30  pm  >-OG  NO.:  63 

TASK:  DS01 

WEATHER  CONDITIONS:  Sunny,  Rain  chance  0  %,  High  89,  Low  63,  winds,  WSW  13  mph. 

Hum  8  %  UV  10  of  10,  SIR  06:01  am  S/S  8:06  pm 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1.  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

1 3.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

1 5.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If 

Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007749 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  fomn.  This  forni  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007750 


PIKA 


a?ARCAD!S 


MAICOLSI  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025 

TASK:  DS01 

DATE:  6/1/2016 

TIME:  14:00  pm 

LOG  NO.:  64 

WEATHER  CONDITIONS:  Scattered  Clouds,  Rain  chance  30  %,  High  82,  Low  61,  winds,  WSW  9  mph. 
Hum  30  %  UV  10  of  10,  SIR  06:01  am  S/S  8:06  pm.  Possible  afternoon  Thunderstorms 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 
Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms,  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

P 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

1 3.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

1 5.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007751 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Fonn-506 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  wiil  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager, 


June  2008 


Revision  1 


10/26/2018 


007752 


PIKA 


ti^ARCADIS 


MAICOLM  PIRME 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 


Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  TIME:  10:00  am  >-OG  NO.:  65 

TASK:  DS01 

WEATHER  CONDITIONS;  Scattered  Clouds,  Rain  chance  0  %,  High  88,  Low  65,  winds,  E  7  mph. 

Hum  46  %  UV  10  of  10,  SIR  06:00  am  S/S  8:07  pm. 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms,  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1.  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

1 5.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other;  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007753 


r<r  - 


DAILY  li^SPECnON  AND  WEEKLY  AUDIT  HiPQKT  PQRM 


'Mote;  Safety  Insoeotians  are  to  be  conducted  each  day  and  documented  on  inis  form.  This  form  will  also  be  used  to 
Weeklo  Safety  Audit  conducted  at  the  end  of  each  vwrlcweeic  The  weekly  audit  will  not  only  indicate  ttte  present  status  of  ^  sit^ 
operations  but  will  also  bo  used  to  nolo  the  current  status  of  dRficencies  noted  during  daily  inspections  da»y  inspection  forms 
vrtiero  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  taxed  to  the  t=lKA  Corporate  Safely  end  Health  Manager. 


Reviaon  1 

June  2008 


10/26/2018 


007754 


PIKA 


(S^ARCADIS 


MAICOLM  mSll 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  8,3,2016  TIME:  09:00  am  LOG  NO.:  66 

TASK:  DS01 

WEATHER  CONDITIONS:  Scattered  Clouds,  Rain  chance  0  %,  High  97,  Low  64,  winds,  ENE  13  mph. 
Hum  21  %  UV  10  of  10,  S/R  06:00  am  S/S  8:07  pm. 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

P 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit{s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other;  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007755 


f£;  ARCADiS^^S^M^  DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Fonn-506 


Note:  Safety  Inspections  are  to  be  corKlucted  each  day  and  documented  on  this  form.  This  forni  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007756 


PIKA 


tSJARCAOiS 


MALCOLM  PIRNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  TIME:  14:00  an,  LOG  NO.:  67 

TASK:  DS01 

WEATHER  CONDITIONS:  Scattered  Clouds,  Rain  chance  0  %,  High  101,  Low  74,  winds,  ENE  11  mph. 
Hum  15  %  UV  10  of  10,  S/R  06:00  am  S/S  8:07  pm. 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1.  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

1 5.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other;  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007757 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007758 


PIKA 


(^ARCADiS 


MALCOLM  PIRNif 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  oatE:  6/7/2016  TIME:  1 5:20  pm  LOO  NO.:  68 

TASK:  DS01 

WEATHER  CONDITIONS:  Scattered  Clouds,  Rain  chance  0  %,  High  101,  Low  72,  winds,  S  7  mph. 

Hum  19  %  UV  10  of  10,  S/R  06:00  am  S/S  8:09  pm. 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

p 

1 3.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007759 


Note:  Safety  Inspections  ate  to  be  conducted  each  day  and  documented  on  this  fonn.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  wnll  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  fasted  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Reviaort  1 


10/26/2018 


007760 


PIKA 


(^ARCADIS 


MALCOLM  I^IRME 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form -506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.:  W912DY-10-D-0025  TIME:  13:30  pm  LOG  NO.:  69 

TASK:  DS01 

WEATHER  CONDITIONS:  Scattered  Clouds,  Rain  chance  0  %,  High  100,  Low  74,  winds,  S  10  mph. 

Hum  15  %  UV  10  of  10,  S/R  06:00  am  S/S  8:10  pm. 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms,  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

p 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

11.  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

P 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher(s) 

P 

1 3.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

1 5.  Other;  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007761 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


RE-INSPECTION  RESULTS:  (If  required) 


I  on  the  results  of  this 
btions  (if  necessary) 


Note;  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  Ihie  form.  This  form  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007762 


PIKA 


OtARCADIS 


MALCOLM  PiKNIE 


DAILY  INSPECTION  AND  WEEKLY  AUDIT  REPORT  FORM 

Form-506 


GENERAL  SITE  INFORMATION 

CONTRACT  NO.;  W912DY-10-D-0025  6,io,2016  TIME:  10:30  am  LOO  NO.:  71 

TASK:  DS01 

WEATHER  CONDITIONS:  Scattered  Clouds,  Rain  chance  0  %,  High  100,  Low  75,  winds,  S  16  mph. 

Hum  23  %  UV  10  of  10,  S/R  05:59  am  S/S  8:1 1  pm. 

AREAS  INSPECTED:  (List  by  location,  team,  or  task):  Border  Patrol  Museum  Parking  lot,  El  Paso  TX. 

Storage  Connex  and  Site  Office  Trailer.  Rental  vehicles,  parking  area  restrooms.  Magazine  area.  Field 

Team  members  for  proper  PPE,  wear  and  use. 

INSPECTION  RESULTS 

Item  Description 

Pass 

Item  Description 

Pass 

1 .  Personal  Protective  Equipment  (PPE)  per  SSHP 

p 

9.  MEC  Detection  Equipment  Use/Calibration 

N/A 

2.  Work  Practices  Follow  SSHP/WP 

P 

10.  Monitoring/Sampling  Equip.  Calibration/Use 

N/A 

3.  Site  Control  established  per  SSHP 

p 

1 1 .  Heavy  Equipment  Insp./Maintenance/Use 

N/A 

4.  First  Aid  Kit(s)/Eyewash  Station(s) 

p 

12.  Hand  and  Power  Tool  Insp./Maintenance/Use 

N/A 

5.  Fire  Extinguisher{s) 

p 

13.  Site  House  Keeping  &  Sanitation 

P 

6.  Flammable  Storage  Areas 

N/A 

14.  Explosives  /  MEC  /  Other  Storage  Areas 

P 

7.  MSDSs  and  Container  Labeling  per  SSHP 

N/A 

15.  Other:  (list) 

8.  On-  and  Off-Site  Communications 

Yes 

16.  Other:  (list) 

SUMMARY  OF  DEFICIENCIES  NOTED:  (If  Required)  None  noted  first  day  of  site  setup. 

CORRECTIVE  ACTIONS  RECOMMENDED:  (If  required) 

June  2008 


Revision  1 


10/26/2018 


007763 


inspection  and  weekly  audit  report  form 


Note:  Safety  Inspections  are  to  be  conducted  each  day  and  documented  on  this  form.  This  fona  will  also  be  used  to  document  the 
Weekly  Safety  Audit  conducted  at  the  end  of  each  workweek.  The  weekly  audit  will  not  only  indicate  the  present  status  of  the  site/site 
operations,  but  will  also  be  used  to  note  the  current  status  of  deficiencies  noted  during  daily  inspections.  Any  daily  inspection  forms 
where  deficiencies  have  been  noted,  and  the  weekly  audit  will  be  faxed  to  the  PIKA  Corporate  Safety  and  Health  Manager. 


June  2008 


Revision  1 


10/26/2018 


007764 


